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Certification of the Boston MPO Transportation Planning Process 





On September 11, 2003, in accordance with the FHWA/FTA Statewide Planning, Metropolitan 
Planning Final Rule, (Subpart C) of December 29, 1993, the Metropolitan Planning Organization 
for the Boston Region certified that the conduct of the Metropolitan Transportation Planning 
Process complies with the requirements of CFR 450.334 (a); and that said process includes 
activities to support the development and implementation of the FY 2004 Unified Planning Work 
Program, the FY 2004—08 Transportation Improvement Program and Air Quality Conformity 
Determination, and the 2004—25 Regional Transportation Plan and Air Quality Conformity 
Determination. 


For additional copies of this document or to request it in an accessible format, contact us: 
By mail Central Transportation Planning Staff 
Certification Activities Group 
10 Park Plaza, Suite 2150 
Boston, MA 02116 


By telephone (617) 973-7100 (voice) 
(617) 973-7089 (TTY) 


By fax (617) 973-8855 
By e-mail tip@ctps.org 


Or download at www.ctps.org/bostonmpo/resources/reports.htm. 
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CHAPTER 1 — THE 3C PROCESS 3 C P ro ces S 


This chapter is intended to give the reader an understanding of how the metropolitan transportation 
planning process is conducted in the Boston region and the federal requirements that govern it. 


Section 134 of the Federal Aid Highway Act and Section 5303 of the Federal Transit Act, as amended, 
require that urbanized areas, to be eligible for federal funds, maintain a continuing, cooperative, and 
comprehensive transportation planning process (3C process) resulting in plans and programs consistent 
with the planning objectives of the metropolitan area. 


The 3C transportation planning process in the Boston region is the responsibility of the Boston Region 
Metropolitan Planning Organization (MPO), which has established the following objectives for the 
process: 


* To identify transportation problems and develop possible solutions to them. 


¢ To strike a balance between short-range and long-range considerations, so that beneficial 
incremental actions undertaken now reflect an adequate understanding of probable future 
consequences and possible future options. 


¢ To take into account both regional and local considerations and both transportation and non- 
transportation objectives and impacts in the analysis of project issues. 


¢ To assist implementing agencies in putting policy and project decisions into effect in a timely 
fashion, with adequate consideration of environmental, social, fiscal, and economic impacts, and 
with adequate opportunity for participation by other agencies, local governments, and private 
citizens. 


¢ To assist implementing agencies in assigning priorities to transportation activities in a manner 
consistent with the region's needs and resources. 


¢ To maintain compliance by the Boston Region MPO with the requirements of the Transportation 
Equity Act for the 21st Century (TEA-21), the Americans with Disabilities Act (ADA), and the 
Clean Air Act. 


As part of its 3C transportation planning process, the Boston Region MPO produces an annual TIP. The 
TIP is one of three certification documents that must be produced in order for the Boston Region MPO 
process to be certified as meeting federal requirements and thus be eligible for federal transportation 
funds. The following is a brief description of each of these documents: 


¢ The Unified Planning Work Program (UPWP) describes a fiscal year’s transportation-related 
planning activities and sets forth budgets for projects using Federal Highway Administration and 
Federal Transit Administration planning funds. The UPWP contains the funding used to carry out 
the transportation planning process in the region and to produce the Transportation Plan, the 
Transportation Improvement Program and Air Quality Conformity Determinations. 
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The Transportation Plan and Air Quality Conformity Determination states the MPO transportation 
policies and goals, describes the public participation process for transportation planning, assesses the 
current state of the region's transportation system, estimates future needs and resources, and lays out 
a detailed program for preserving and expanding the system for a 20-year period. 


The Transportation Improvement Program and Air Quality Conformity Determination (TIP) is a 


staged, multi-year, intermodal program of transportation improvements that is consistent with the 
Transportation Plan for the Boston region. It describes and prioritizes transportation projects 
expected to be implemented during a three-year period. The TIP contains a financial plan showing 
the revenue source or sources, current or proposed, for each project. While the TIP must be produced 
at least once every two years, in the Boston MPO, it is produced annually. It is incorporated into the 
Statewide TIP after it has been federally approved as meeting the requirements of the Clean Air Act. 
One function of the TIP is to serve as a tool for monitoring progress in implementing the 
Transportation Plan. 





The Boston Region Metropolitan Planning Organization 


The Boston Region Metropolitan Planning Organization (MPO) is composed of the Executive Office of 
Transportation and Construction, the cities of Boston, Everett, Newton, and Salem, the Massachusetts 
Highway Department, the Massachusetts Bay Transportation Authority Advisory Board, the 
Massachusetts Bay Transportation Authority, the Massachusetts Port Authority, the Massachusetts 
Turnpike Authority, the Metropolitan Area Planning Council, and the towns of Bedford, Framingham 
and Hopkinton. In addition, the Federal Highway Administration, the Federal Transit Administration, 
and the Regional Transportation Advisory Council participate in the MPO as non-voting members. The 
Boston MPO region encompasses the 101 cities and towns identified in the map on page ii of this 
document. MPO agencies are responsible for a wide range of planning activities: 


The Executive Office of Transportation and Construction (EOTC) has the statutory responsibility, 
under Chapter 6A of the Massachusetts General Laws (MGL), to conduct comprehensive planning 
for and to coordinate the activities and programs of state transportation agencies. Under Chapter 
161A, MGL, EOTC is also responsible for the preparation of capital investment programs and plans 
of the MBTA in conjunction with other transportation programs and plans. 





The Massachusetts Bay Transportation Authority (MBTA) has the statutory responsibility, under the 
provisions of Chapter 161A, MGL, of preparing the engineering and architectural designs for transit 
development projects, of constructing and operating transit development projects within its district, 
and of operating the public transportation system. Chapter 127 of the Acts of 1999 revises the 
legislative authority of the MBTA by providing for forward funding of the MBTA and the 
restructuring of the MBTA district. The reconstructed MBTA district now contains 175 
communities, including all 101 cities and towns within the Boston MPO. The MBTA board consists 
of a chairman and eight other directors appointed by the Governor. 
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¢ The Massachusetts Bay Transportation Authority Advisory Board was created by the legislature in 
1964 as part of the legislation that created the MBTA and was updated as part of Chapter 127 of the 
Acts of 1999. The Advisory Board consists of representatives of the 175 cities and towns that 
comprise the MBTA district. Cities are represented by either the city manager or mayor, and towns 
are represented by the chairperson of the Board of Selectmen. Specific responsibilities of the 
Advisory Board include a review of future fare increases, approval of the Program for Mass 
Transportation (PMT), annual review of the MBTA Capital Investment Plan, review of the MBTA 
report on net operating investment per passenger, and approval of the MBTA operating budget with 
authority to reduce funding items. 





The Advisory Board also has additional responsibilities in transportation capital planning. In 
accordance with other state and federal requirements, a Memorandum of Understanding between it 
and five other transportation agencies (the MBTA, Massport, EOTC, MHD and MAPC) was drawn 
up, delineating a process for sharing both input and responsibilities of capital planning for the 
region's transportation needs. 


The Advisory Board has been designated by the Governor to be one of the agencies that is 
representative of local elected public officials for purposes of constituting the MPO. Advisory 
Board meetings are open to the public and provide an opportunity for the public to keep abreast of 
issues relating to transit service and the positions community representatives have taken on them. In 
addition, the findings of staff research on key transit issues such as fare policy and management 
practices are available to communities and members of the public. 


¢ The Massachusetts Highway Department (MassHighway) has the statutory responsibility of 
planning, designing, constructing, operating and maintaining highways and related facilities. Within 
MassHighway, the Bureau of Transportation Planning and Development (BTP&D), under Chapter 
563 of the Acts of 1964, has the statutory responsibility of serving as the principal source of 
transportation planning in the Commonwealth. The BTP&D contributes staff resources and technical 
assistance to Boston-region transportation planning efforts. Also, MassHighway’s Bureau of Project 
Development has been established to serve as the principal unit shepherding highway projects 
toward implementation. MassHighway’s policy board, appointed by the governor, consists of a 
commissioner and four associate commissioners. 


¢ The Massachusetts Turnpike Authority (MassPike) is authorized to own, construct, maintain, 
improve, repair, operate and administer the Massachusetts Turnpike and the Metropolitan Highway 
System (MHS) as established under Chapter 3 of the Acts of 1997. The Metropolitan Highway 
System consists of the Massachusetts Turnpike Extension (from the Route 128 interchange to 
downtown Boston), the South Boston Bypass Road, the Callahan, Sumner and Ted Williams 
Tunnels, the I-90 Connector, the Central Artery and the Central Artery North Area. 


¢ The Massachusetts Port Authority (Massport) has the statutory responsibility, under Chapter 465 of 
the Acts of 1956, as amended, of planning, constructing, owning, and operating such transportation 
and related facilities as may be necessary for the development and improvement of commerce in 
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Boston and the surrounding metropolitan area. Massport owns and operates the seaport, Logan 
International and Hanscom airports, the Tobin Bridge and other facilities. 


¢ The Metropolitan Area Planning Council (MAPC) is composed of the chief executive (or her/his 
designee) of the 101 cities and towns in the MAPC district, 21 gubernatorial appointees, and 12 ex- 
officio members. It has statutory responsibility for comprehensive regional planning in the district 
under Chapter 40B of the General Laws. It is the Boston Metropolitan Clearinghouse under Section 
204 of the Demonstration Cities and Metropolitan Development Act of 1966 and Title VI of the 
Intergovernmental Cooperation Act of 1968. It also has been designated an economic development 
district under Title IV of the Public Works and Economic Development Act of 1965, as amended. 
MAPC 's responsibilities for comprehensive planning include technical assistance to communities, 
assistance to communities in the review of documents and programs for public relations and the 
development of zoning, land use, demographic, and environmental studies. 


* The City of Boston, three elected cities: Everett, Newton and Salem; three elected towns: Bedford, 
Framingham and Hopkinton represent the region’s 101 municipalities on the Boston MPO. The City 
of Boston is a permanent MPO member; the six elected municipalities serve terms as established in 
the MPO’s Memorandum of Understanding that was endorsed in December 2001. 





Three other members participate on the Boston MPO in an ex officio capacity, reviewing all 
transportation plans, transportation improvement programs, and air quality conformity determinations to 
ensure compliance with federal planning and programming requirements: 


¢ The Federal Highway Administration and the Federal Transit Administration oversee the highway 
and transit programs of the Department of Transportation under pertinent legislation and the 
provisions of the Transportation Equity Act for the 21st Century. 


¢ The Regional Transportation Advisory Council, the MPO's citizen advisory group, provides the 
opportunity for organizations and municipal representatives to become actively involved in the 
decision-making processes of the agencies that plan and program transportation services in the 
region. The Advisory Council reviews, comments on, and makes recommendations regarding 
certification documents. It also serves as a forum for identification of issues and alternatives, 
advocates solutions to the region's transportation needs, and generates interest and knowledge among 
the general public. 


Three other entities assist the MPO member agencies in carrying out the responsibilities of the Boston 
region's 3C planning process through policy implementation, technical support, and public participation: 


¢ The Transportation Planning and Programming Committee, acting on behalf of the MPO members, 
meets regularly to provide ongoing coordination of planning efforts taking place within the region. It 
consists of a representative from each MPO member, with the EOTC representative serving as 
chairperson. The group's functions are to strive for the integration of transportation planning and land 
use planning efforts and to provide direction to Central Transportation Planning Staff (CTPS). This 
includes overseeing the development of the TIP and approval of CTPS professional staff hiring. 
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¢ The Central Transportation Planning Staff (CTPS) is an interagency staff created by the MPO which 
carries out general transportation planning activities on its behalf and provides agencies with analyses 
required for the work described in this document. 


¢ The MAPC Subregional Groups (SRGs) bring together representatives (usually appointed or elected 
officials) of the communities within a subregion, who share concerns regarding transportation and land 


use. MAPC has promoted and supported the formation of SRGs in order to foster better 
communication and cooperation among communities. They have become an important voice in the 
MPO region's participatory process. This includes playing a role in the development of TIP and UPWP 
project priorities for their subregions. 
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An Overview 


Unlike most federal programs, highway funding does not depend upon the annual Appropriations 
Act for the authority to commit federal funds to a program or project. Such funding is traditionally 
authorized in a multi-year transportation authorization act, which establishes a maximum level of federal 
transportation funding per fiscal year. However, the establishment of this level of funding, which is 
referred to as an authorization, is only the first step in the process. 


Once the authorization level has been established, the United States Department of 
Transportation annually allocates such funding among the states, based upon various federal formulas. 
This allocation is referred to as an apportionment. This amount, or an estimate thereof, is the basis for 
the development of transportation improvement programs and MPO financial plans. This is not the end 
of the process, however, because the annual apportionment rarely represents the actual amount of federal 
funds which can be committed by a state. 


Typically, an amount less than the apportionment is actually available, due to the imposition of 
obligation authority. Obligation authority constitutes a federally imposed limitation on the spending of 
apportioned funds in a given fiscal year. This limitation may be imposed in a multi-year authorization 
act, in the annual Appropriations Act, or in both, in which case the most recent enactment controls. 
Obligation authority is typically less than a state's apportionment. In Massachusetts, TIPs are developed 
based upon the estimated obligation authority. 


Two of the most important distinctions between apportionment and obligation authority are 
(1) apportionment is allocated on a per-program basis, while obligation authority is generally allocated 
as a lump sum, and (2) unused apportionment carries forward into successive fiscal years, but unused 
obligation authority does not. Unused apportionment that is carried forward is referred to as an 
unobligated balance. Although a state's unobligated balance can be used to increase the federal-aid 
programmed within a particular funding category in a given year, it cannot be used to increase the total 
amount of a state's highway apportionment. 


As mentioned earlier, a state's apportionment is the basis for the development of federal-aid 
allocations as expressed in MPO TIPs. Federal regulations require states to "provide MPOs with 
estimates of Federal and State funds which the MPOs shall utilize in developing financial plans" for 


TIPs.! In Massachusetts, several "off-the-top" allocations occur prior to the establishment of regional 
programming targets, including funding for: the Central Artery; the Statewide Infrastructure Program; 
Statewide and Regional Planning; and Change Orders for existing contracts. After these needs have been 
satisfied, the remaining federal apportionment is allocated among the various regions of the state based 
upon programming targets developed by the Massachusetts Association of Regional Planning Agencies 
(MARPA). 


193 CFR 450.324(e) 
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In addition to providing RPAs with programming targets for the federal-aid apportionment, the state has 
also authorized the Boston MPO to program a regional allocation of the state’s Non-Federal Aid 
Program (highway projects funded with 100% state funds). The total amount of non-Artery highway 
funds, both federal and state, programmed in the first three years of the Boston TIP is approximately 
$228.3 million, including approximately $25 million in funds specifically earmarked by Congress (so- 
called High Priority projects). 


Federal transit funds may be allocated to the MPOs or directly to the appropriate transit agency. In the 
Boston Region, the designated recipient of the vast majority of federal transit funds is the Massachusetts 
Bay Transportation Authority. The MBTA annually receives funding under two transit formula 
programs: Section 5307 (transit capital) and Section 5309 (rail modernization). The TIP programs 
formula funds in each fiscal year based upon the MBTA's best estimate of funding. The total amount of 
the federal formula funding, plus the required match, programmed in the first three years of the Boston 
TIP is approximately $612.5 million, including approximately $348.3 million in Section 5307 and 
$264.2 million in Section 5309 funds. 


In addition, the MBTA has been very successful in qualifying for discretionary funding under the 
Section 5309 “New Starts” Program. Unlike formula funding, Section 5309 discretionary funding is 
generally prohibited by federal regulations from being included in the first year of a TIP, unless and until 
such funding is actually committed. However, because the MBTA and the Federal Transit 
Administration have executed a full-funding agreement for the South Boston Piers Transitway, the MPO 
has been authorized to program Section 5309 discretionary funds for this project in the first year of the 
TIP. 


This TIP also includes transit funding for use by the Massachusetts Port Authority. In Fiscal Year 2005, 
approximately $10.6 million in Section 5309/Bus discretionary funding is programmed for the Logan 
Airport Intermodal Transit Connector. These funds are not currently available, but can be programmed 
in the second year of the TIP as reasonably expected to be available. Should the state and Massport be 
unable to secure these funds, the project will be removed from the TIP. 


Development of the Boston TIP 


The Transportation Improvement Program for the Boston Region is developed cooperatively by the State 
and the MPO. TIP development is basically a six-step process, as follows: 


1. The state estimates the amount of federal aid expected to be apportioned to the state 
in each of the three fiscal years covered by the TIP. 


2. The state allocates sufficient federal aid to fund the needs of the Central Artery and 
statewide transportation programs. 
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3. The remaining federal aid is then allocated among the MPO regions based upon 
programming targets developed by the Massachusetts Association of Regional 
Planning Agencies. [Due to a funding swap between the Central Artery Project 
and the Statewide Road and Bridge Program, the state received approximately $42 
million in additional federal aid in FY 2003 & FY 2004 and took a concomitant 
reduction in non-federal aid. At the direction of the state, these funds were applied 
to the bridge program, resulting in the issuance of a separate programming target for 
bridges and roadways. | 


4. The Regional Planning Agencies (in Boston, MAPC) solicit local communities for 
projects to be included in the TIP and funded with highway funds, while the RTAs 
(in Boston, MBTA and CATA) submit projects to be funded with federal transit 
funds. 


5. The MPO then develops a financially constrained TIP and releases the document for 
public review and comment 


6. After responding to public comments and making any necessary changes, the TIP is 
finalized and voted on at a public MPO meeting. 


Over the past two years, the MPO has been working to develop TIP criteria to make the process both 
more logical and transparent. The criteria are based upon a three-step process relating to threshold 
criteria, evaluation criteria, and readiness factors. All projects were required to show consistency with 
the Regional Transportation Plan and other statewide and regional plans, if appropriate (e.g., the 
Program for Mass Transportation, the Statewide Bicycle Plan, etc.). For evaluation purposes, projects 
were segregated by type. For example, arterial highway projects were judged against each other, but not 
against enhancement projects. An evaluation process was developed for each project type, most of which 
assessed factors such as the condition of the infrastructure, safety issues, mobility needs, and issues of 
regional, subregional or local concern (e.g., economic development). Staff evaluated each project that 
was considered for inclusion in the TIP based upon these criteria and provided the information to the 
MPO. These criteria were used as one input into this year’s TIP development process. With the 
assistance of the public, the MPO will take information learned from implementing the evaluation 
criteria this year in order to improve future iterations of the TIP process. 
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The Project Information chapters of the Transportation Improvement Program lists information about 
each project by it programming year. 


Information included in the Project Information chapters: 


Municipality: The community(ies) in which a project is located. 
Project: The location or name of the project. 
Description: The description of the project. 


Identification Number: Projects in Masshighway's PROJIS project tracking system are given a six digit 
number; those projects not in the PROJIS system have no number. 


Project Costs: The total cost of a project. 


Design Status: Information about the design status of a project is given to CTPS by project proponents 
and MassHighway. The percent design represents the submittal of plans at a particular design status. 


Chapter 3 


FY 2004 Project Information 


Regional Highway Program 


Bridge 

Boston 

Boston 

Boston 

Boston & Everett 
Cambridge 

Canton & Dedham 
Danvers 

Littleton 
Marshfield & Scituate 
Natick 

Revere 

Waltham 
Wayland 


CMAQ 
Boston Region 
Boston Region 
Cambridge & Boston 


National Highway System 
Randolph to Wellesley 


Omnibus - Section 330 
Boston 


STP/ Boston MPO 


Somerville 


STP/ Statewide 
Brookline 

Chelsea 

Everett 

Hingham & Norwell 
Salem 

Westwood 
Weymouth 
Wilmington 


Boston 


STP/ Enhancement 
Brookline 

Milford 

Somerville 


High Priority Project 
Bedford, Billerica & Burlington 
Boston 

Weymouth 

Wilmington 


Non-Federal Aid 
Boston 

Gloucester 

Lynn & Saugus 
Peabody 

Walpole 


Federal Aid Subtotal 


Ipswich Street Bridge 
Park Street Bridge 
Silver Street Bridge 
Route 99 (Alford Street) Bridge, Year One 
Walden Street Bridge 
Route 128 Bridges, Year Two 
Route 35 (Water Street) Bridge 
Taylor Street Bridge 
Sea Street Bridge 
Route 9 Bridge 
Revere Street Bridge 
Winter Street Bridge, Year One 
Route 20 Bridge 
Bridge Total 


Regional Transportation Demand Management Program 
Suburban Mobility Improvement Program 
North Station/Kendall Square Shuttle 
CMAQ Total 


Route 128 Transportation Improvement Program (Design) 
National Highway System Total 


Long Island Pier 
Omnibus - Section 330 Total 


Somerville Avenue 
STP/ Boston MPO Earmark Total 


Beacon Street, Year One 
Eastern Avenue 
Route 99 (Broadway) 
Route 53 
Route 114 (North St.) 
Route 109 (High Street) 
Route 18 Intersections 
Rte. 129 from Rte. 38 to Woburn St. 
STP/ Statewide State Match Total 


Kenmore Square, Year One 
STP/ Statewide MBTA Match Total 


Beacon Street, Year One 
Milford Upper Charles Trail - Phase One 
Somerville Avenue 
STP/ Enhancement Total 


Crosby Drive Improvement Project 
Huntington Avenue 
Route 18 (Right-of-Way) 
Route 129 from Route 38 to Woburn Street 
High Priority Project Total 


Sprague Street Bridge 
Thatcher Rd. Bridge 
Boston Street Bridge 
N. Central Street Bridge 
Washington Street Bridge Removal 
Non-Federal Aid Total 


Federal Aid Matching Funds Subtotal 
Federal Aid Matching MBTA Funds Subtotal 


Non-Federal Aid Subtotal 


Total FY 2004 Regional Highway Funds 


* The Federal Aid funds will be matched by MBTA funds 


Federal Funds 
55 14,560 
479,040 
$582,720 
3,840,000 
$480,000 
$7,200,000 
917,760 
,315,200 
2,998,080 
595,520 
824,000 
2,800,000 
056,000 
$25,602,880 








Federal Funds 
200,000 
$400,000 
196,381 
$796,381 


Federal Funds 
$1,612,000 
$1,612,000 





200,000 
$200,000 


Federal Funds 
$4,800,000 
$4,800,000 


Federal Funds 
$574,487 
6,528,000 
3,360,000 
2,400,000 
$912,000 
3,240,000 
3,072,000 
1,760,561 
$21,847,048 


Federal Funds 
6,000,000 
$6,000,000 





Federal Funds 
$225,513 
$1,123,293 
$402,221 
$1,751,027 


Federal Funds 
$2,736,000 
$320,000 
$1,440,000 
$1,108,241 
$5,604,241 


$68,213,577 


State Funds 
$128,640 
5119,760 
$145,680 
960,000 
$120,000 
$1,800,000 
229,440 
328,800 
749,520 
398,880 
456,000 
700,000 
264,000 
$6,400,720 





State Funds 
$50,000 
$100,000 
$49,095 
$199,095 


State Funds 
$403,000 
$403,000 


$40,000 
$40,000 


State Funds 
$1,200,000 
$1,200,000 


State Funds 
143,622 
$1,632,000 
840,000 
600,000 
228,000 
810,000 
768,000 
440,140 
$5,461,762 





MBTA Funds 
$1,500,000* 
$1,500,000 


State Funds 
$56,378 
$280,823 
$100,555 
$437,756 


State Funds 
$684,000 
$80,000 
$360,000 
$277,060 
$1,401,060 


State Funds 
$8,040,000 
$1,246,800 

$808,800 

$543,600 

$360,000 
$10,999,200 


$15,543,394 
$1,750,000 
$10,999,200 


Total Funds 
$643,200 

598,800 

$728,400 

54,800,000 
$600,000 

9,000,000 
147,200 
644,000 
3,747,600 
994,400 
2,280,000 
3,500,000 
,320,000 
$32,003,600 











Total Funds 
250,000 
$500,000 
$245,476 
$995,476 





Total Funds 
$2,015,000 
$2,015,000 


$240,000 
$240,000 


Total Funds 
$6,000,000 
$6,000,000 


Total Funds 
$718,109 

8,160,000 
4,200,000 
3,000,000 
1,140,000 
4,050,000 
3,840,000 
2,200,701 

$27,308,810 


Total Funds 
7,500,000 
$7,500,000 





Total Funds 
$281,891 
$1,404,116 
$502,776 
$2,188,783 


Total Funds 
$3,420,000 
$400,000 
$1,800,000 
$1,385,301 
$7,005,301 


Total Funds 
$8,040,000 
$1,246,800 

$808,800 

$543,600 

$360,000 
$10,999,200 


$96,506,171 


Chapter 3 
FY 2004 Project Information 


Central Artery / Tunnel Project 














Federal Funds State Funds Total Funds 
Bridge $65,000,000 $16,250,000 $81,250,000 
CMAQ $13,686,652 $3,421,663 $17,108,315 
Interstate Construction $41,910,000 $4,656,667 $46,566,667 
National Highway System $38,090,000 $9,522,500 $47,612,500 
STP/Statewide $9,788,138 $2,447,035 $12,235,173 
STP/Boston MPO $15,000,000 $3,750,000 $18,750,000 
State Bonds/Notes $35,738,619 $35,738,619 
Insurance Trust Fund $5,950,000 $5,950,000 
Transportation Infrastructure Trust Fund $557,485,475 $557,485,475 
Federal Aid Subtotal $183,474,790 
Federal Aid Matching Funds Subtotal $40,047,865 
Non-Federal Aid Subtotal $599,174,094 
Total FY 2004 CA/T Funds $822,696,749 
Regional Transit Program 
Carryover Funds 
Section 3012 
Carryover 1999 Federal Funds MBTA Funds Total Funds 
Gloucester Intermodal Center $1,299,999 $325,000 51,624,999 
Carryover 2000 
Gloucester Intermodal Center $1,482,740 $370,685 51,853,425 
Section 3012 Total $2,782,739 $695,685 $3,478,424 
Section 5307 
Carryover 2001 Federal Funds MBTA Funds Total Funds 
Boston Region MBTA Systemwide ITS $1,398,253 5349563 51,747,816 
Carryover 2002 
Boston Region MBTA Systemwide ITS $855,500 $213,875 $1,069,375 
Boston Region MBTA Enhancement Program 901,072 $225,268 51,126,340 
Carryover 2003 
Boston Charles St./MGH Station 570,000 5142,500 $712,500 
Boston Region MBTA Enhancement Program $981,090 $245,272 $1,226,362 
Boston Region Section 5307 Infrastructure Program $6,480,000 $1,620,000 58,100,000 
Boston Region Blue Line Vehicles $8,928,122 $2,232,030 $11,160,152 
Boston Region MBTA Accessibility Program $40,412,000 $10,103,000 $50,515,000 
Section 5307 Total — $60,526,037 $15,131,508 $75,657,545 
Section 5309 
Carryover 2001 Federal Funds MBTA Funds Total Funds 
Boston Region MBTA Bridge Program (Flexed from Highway) $6,000,000 $1,500,000 $7,500,000 
Section 5309 MBTA Match Total $6,000,000 $1,500,000 $7,500,000 
Carryover 2002 Federal Funds Local Funds Total Funds 
Beverly Parking Facility $247,508 $61,877 $309,385 
Salem Parking Facility $247,507 $61,877 $309,384 
Carryover 2003 
Beverly Parking Facility $122,960 $30,740 $153,700 
Salem Parking Facility $122,960 $30,740 $153,700 
Section 5309 Local Match Total $740,935 $185,234 $926,169 
Carryover 2003 Federal Funds MBTA Funds Total Funds 
Boston Silver Line Phase 2 (the Transitway) $669,820 $167,455 $837,275 
Boston Region MBTA Automated Advanced Fare Collection System $2,172,817 $543,204 $2,716,021 
Boston Region MBTA Bridge Program $6,000,000 $1,500,000 $7,500,000 
Boston Region MBTA Accessibility Program $7,840,000 $1,960,000 $9,800,000 
Boston Region Blue Line Modernization $12,424,120 $3,106,030 $15,530,150 
Section 5309 MBTA Match Total $29,106,757 $7,276,689 $36,383,446 
FY 2004 Funds 
Section 5307 Federal Funds MBTA Funds Total Funds 
Boston Silver Line Phase Two (the Transitway) $25,857,598 $6,464,399 $32,321,997 
Boston Charles St./MGH Station $15,132,000 $3,783,000 $18,915,000 
Boston Region MBTA Enhancement Program $981,090 $245,272 $1,226,362 
Boston Region MBTA Accessibility Program $16,512,000 $4,128,000 $20,640,000 
Boston Region Section 5307 Infrastructure Program $30,600,000 $7,650,000 $38,250,000 
Section 5307 MBTA Match Total $89,082,688 $22,270,671 $111,353,359 
Federal Funds State Funds Total Funds 
Cape Ann Cape Ann Transportation Authority $332,000 $83,000 $415,000 
Section 5307 State Match Total $332,000 $83,000 $415,000 
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Section 5309 Federal Funds 
Boston Region Blue Line Modernization $19,272,000 
Boston Region MBTA Automated Advanced Fare Collection System $23,203,189 
Boston Region Section 5309 Infrastructure Program $27,976,000 


Section 5309 Total $70,451,189 


Carryover Federal Aid Subtotal $99,156,468 
Carryover Federal Aid Local Matching Funds Subtotal $185,234 

Carryover Federal Aid MBTA Matching Funds Subtotal $24,603,882 
Federal Aid Subtotal $101,383,189 


Federal Aid State Matching Funds Subtotal 
Federal Aid MBTA Matching Funds Subtotal 


Total FY 2004 Regional Transit Funds 


Total FY 2004 TIP Program 


MBTA Funds 


$4,818,000 
$5,800,797 
$6,994,000 
$17,612,797 


$83,000 


$39,883,468 


04 


Total Funds 
$24,090,000 
$29,003,986 
$34,970,000 
$88,063,986 


$265,295,241 


$1,184,498,161 
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BEDFORD, BILLERICA & BURLINGTON CROSBY DRIVE IMPROVEMENT PROJECT 


04 


029490 


Widen Crosby Drive from north of Route 62 to Middlesex Turnpike and add a slip ramp from Crosby Drive to the Route 


3 northbound on-ramp. 


Funding Program: _—_ High Priority Project Federal Funds: 
Air Quality Status: | Model State Funds: 
TIP Category: Arterial and Intersection Total Funds: 





Design Status: 100% 


BEVERLY PARKING FACILITY 


Design a multilevel parking garage and prepare appropriate environmental documentation. 


Funding Program: — Section 5309/ Bus (FY 2002 Carryover) Federal Funds: 


Air Quality Status: | Model Local Funds: 


TIP Category: Transit Enhancement Total Funds: 


Design Status: N/A 


BEVERLY PARKING FACILITY 


Design a multilevel parking garage and prepare appropriate environmental documentation. 


Funding Program: — Section 5309/ Bus (FY 2003 Carryover) Federal Funds: 


Air Quality Status: | Model Local Funds: 


TIP Category: Transit Enhancement Total Funds: 


Design Status: N/A 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 


$2,736,000 
$684,000 
$3,420,000 


$247,508 
$61,877 
$309,385 





$122,960 
$30,740 
$153,700 





Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


195001 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2004 total $183.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2004 federal funding commitment includes approximately: $65 million in Bridge funds, $13.7 million in CMAQ 
funds, $38 million in NHS funds, $41.9 million in Interstate Construction, $15 million in STP/Boston MPO funds, and 


$9.8 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal Bridge funds plus the required state match. 


Funding Program: _ Bridge Federal Funds: 


Air Quality Status: | Model State Funds: 
TIP Category: Major Highway Total Funds: 


Design Status: 100% 


The FY 2004-2008 Transportation Improvement Program 
and Air Quality Conformity Determination 


$65,000,000 
$16,250,000 
$81,250,000 
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BOSTON CENTRAL ARTERY / TUNNEL PROJECT 


)04 


195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2004 total $183.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2004 federal funding commitment includes approximately: $65 million in Bridge funds, $13.7 million in CMAQ 
funds, $38 million in NHS funds, $41.9 million in Interstate Construction, $15 million in STP/Boston MPO funds, and 


$9.8 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal CMAQ funds plus the required state match. 


Funding Program: CMAQ Federal Funds: 


Air Quality Status: | Model State Funds: 
TIP Category: Major Highway Total Funds: 


$13,686,652 


$3,421,663 


$17,108,315 





Design Status: 100% 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 


195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s non-federal aid Artery commitments for FY 2004 total $599 million: $35.7 million in State Bonds/Notes, 
$5.9 million in Insurance Trust Fund Revenue, and $557.5 million in Transportation Infrastructure Trust Fund revenue. 


The funding programmed here represents only the allocation of Insurance Trust Fund revenue. 


Funding Program: Insurance Trust Fund Revenue Federal Funds: 
Air Quality Status: | Model State Funds: 
TIP Category: Major Highway Total Funds: 





Design Status: 100% 


The FY 2004-2008 Transportation Improvement Program 
and Air Quality Conformity Determination 


$0 


$5,950,000 
$5,950,000 
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BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2004 total $183.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2004 federal funding commitment includes approximately: $65 million in Bridge funds, $13.7 million in CMAQ 
funds, $38 million in NHS funds, $41.9 million in Interstate Construction, $15 million in STP/Boston MPO funds, and 
$9.8 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal Interstate Construction funds plus the required 
state match. 


Funding Program: _ Interstate Construction Federal Funds: $41,910,000 
Air Quality Status: | Model State Funds: $4,656,667 
TIP Category: Major Highway Total Funds: — $46,566,667 





Design Status: 100% 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2004 total $183.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2004 federal funding commitment includes approximately: $65 million in Bridge funds, $13.7 million in CMAQ 
funds, $38 million in NHS funds, $41.9 million in Interstate Construction, $15 million in STP/Boston MPO funds, and 
$9.8 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal NHS funds plus the required state match. 
Funding Program: National Highway System Federal Funds: — $38,090,000 


Air Quality Status: | Model State Funds: $9,522,500 
TIP Category: Major Highway Total Funds: $47,612,500 





Design Status: 100% 
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BOSTON CENTRAL ARTERY / TUNNEL PROJECT 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


)04 


195001 


The state’s non-federal aid Artery commitments for FY 2004 total $599 million: $35.7 million in State Bonds/Notes, 
$5.9 million in Insurance Trust Fund Revenue, and $557.5 million in Transportation Infrastructure Trust Fund revenue. 


The funding programmed here represents only the allocation of State Bonds/Notes. 


Funding Program: — State Bonds/Notes Federal Funds: 
Air Quality Status: | Model State Funds: 
TIP Category: Major Highway Total Funds: 





Design Status: 100% 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


$0 


$35,738,619 
$35,738,619 


195001 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2004 total $183.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2004 federal funding commitment includes approximately: $65 million in Bridge funds, $13.7 million in CMAQ 
funds, $38 million in NHS funds, $41.9 million in Interstate Construction, $15 million in STP/Boston MPO funds, and 


$9.8 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal STP/Boston MPO Earmark funds plus the 


required state match. 


Funding Program: STP/Boston MPO Earmark Federal Funds: 
Air Quality Status: | Model State Funds: 


$15,000,000 
$3,750,000 
$18,750,000 





TIP Category: Major Highway Total Funds: 


Design Status: 100% 


The FY 2004-2008 Transportation Improvement Program 
and Air Quality Conformity Determination 
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BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2004 total $183.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2004 federal funding commitment includes approximately: $65 million in Bridge funds, $13.7 million in CMAQ 
funds, $38 million in NHS funds, $41.9 million in Interstate Construction, $15 million in STP/Boston MPO funds, and 
$9.8 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal STP/Statewide funds plus the required state 
match. 


Funding Program: — STP/Statewide Federal Funds: $9,788,138 
Air Quality Status: | Model State Funds: $2,447,035 
TIP Category: Major Highway Total Funds: $12,235,173 





Design Status: 100% 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s non-federal aid Artery commitments for FY 2004 total $599 million: $35.7 million in State Bonds/Notes, 
$5.9 million in Insurance Trust Fund Revenue, and $557.5 million in Transportation Infrastructure Trust Fund revenue. 


The funding programmed here represents only the allocation of Transportation Infrastructure Trust Fund revenues. 
Funding Program: Transportation Infrastructure Trust Fund Federal Funds: $0 


Air Quality Status: | Model State Funds: $557,485,475 
TIP Category: Major Highway Total Funds: $557,485,475 





Design Status: 100% 


BOSTON CHARLES STREET/MGH STATION 


Construct the Charles Street MBTA Red Line Station to make accessibility improvements in accordance with the MBTA 
Key Station Plan. 


Funding Program: Section 5307 Federal Funds: — $15,132,000 
Air Quality Status: | Exempt MBTA Funds: $3,783,000 


TIP Category: Transit Enhancement Total Funds: $18,915,000 





Design Status: N/A 
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BOSTON CHARLES STREET/MGH STATION 


04 


Design the Charles Street MBTA Red Line Station to make accessibility improvements in accordance with the MBTA 


Key Station Plan. 


Funding Program: — Section 5307 (FY 2003 carryover) Federal Funds: 
Air Quality Status: | Exempt MBTA Funds: 
TIP Category: Transit Enhancement Total Funds: 





Design Status: N/A 


BOSTON HUNTINGTON AVENUE 


$570,000 
$142,500 
$712,500 


The project would study and design roadway and sidewalk improvements that would include measures to protect the 


integrity of the Boston Symphony Orchestra’s adjacent historical structure. Initially, the study would evaluate the 
feasibility of certain traffic circulation modifications in order to enhance the pedestrian access to this vital cultural 


facility which is positioned at the intersection of two of the City of Boston’s most heavily traveled arterials. A major 
focus would be the intersection of Huntington Avenue and Massachusetts Avenue. Subsequently, sidewalk and roadway 


improvements would be designed. 


The funding of this study will come from $4 million of High Priority Project funds allocated by Congress in 1998 for 


streetscape improvements in the vicinity of Boston Symphony Hall. 


Funding Program: _—_ High Priority Project Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP Category: Enhancement Total Funds: 





Design Status: N/A 


BOSTON IPSWICH STREET BRIDGE 


Rehabilitate the Ipswich Street Bridge (B-16-401) over the Muddy River 


Funding Program: _ Bridge Federal Funds: 


Air Quality Status: | Exempt State Funds: 


TIP Category: Bridge Total Funds: 





Design Status: 100% 


The FY 2004-2008 Transportation Improvement Program 
and Air Quality Conformity Determination 


$320,000 
$80,000 
$400,000 


$514,560 
$128,640 
$643,200 


600731 
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BOSTON KENMORE SQUARE, YEAR ONE 


04 


602393 


Reconstruct and reconfigure the intersections of Brookline Avenue, Beacon Street, and Commonwealth Avenue, the 
intersection of Commonwealth Avenue and Deerfield Street, and the intersections of Commonwealth Avenue and 
Beacon Street with Kenmore Street (Kenmore Square), reconstruct the MBTA bus station, including the bus way and the 


bus shelter. 


This project will be combined for advertisement with the MBTA’s Kenmore Station project. A total of $12 million will 
be “flexed” to FTA under the Advanced Construction Program and will be funded over a two-year period. Federal funds 


will be matched by MBTA funds. The amount programmed here represents the first-year funding. 


Funding Program: — STP/Statewide Federal Funds: 


Air Quality Status: | Exempt MBTA Funds: 


$6,000,000 
$1,500,000 
$7,500,000 





TIP Category: Arterial Highway Total Funds: 


Design Status: 100% 


BOSTON LONG ISLAND PIER 


Construct an ADA accessible pier on Long Island to provide public access by water transportation to the Parade Ground 
and Long Island Head sections of the island. The pier will provide adequate water depth for berthing of water taxi ferries 


and “Georges Island”-type ferries that currently operate within Boston Harbor. 


Funding Program: = Omnibus - Section 330 Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP Category: Enhancement Total Funds: 





Design Status: N/A 


BOSTON PARK STREET BRIDGE 


Replace the Park Street Bridge (B-16-116) over the MBTA. 


Funding Program: _ Bridge Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP Category: Bridge Total Funds: 





Design Status: 75% 


The FY 2004-2008 Transportation Improvement Program 
and Air Quality Conformity Determination 


$200,000 
$40,000 
$240,000 


055750 


$479,040 
$119,760 
$598,800 
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BOSTON REGIONAL INTELLIGENT TRANSPORTATION SYSTEMS 
Advance regional ITS architecture by connecting the City of Boston’s Traffic Management Center with one or more of 
the various state traffic management centers. Additionally, the traffic monitoring and management capabilities of the 
Boston TMC will be enhanced by a combination of expansions to the City’s fiber optics network and the addition of 
video monitoring cameras. This effort will focus on a number of key transit corridors such as the Silver Line’s 
Washington Street corridor, Massachusetts Avenue and Commonwealth Avenue. Efforts will be made to use existing 


spare fiber optics capacity where possible to optimize the benefits of this project for transit, regional traffic and public 
safety. 


The funding for this project was provided through a congressional earmark in FY 2003. 


Funding Program: Appropriations Earmark Federal Funds: $1,000,000 
Air Quality Status: | Exempt State Funds: $250,000 
TIP Category: Enhancement Total Funds: $1,250,000 





Design Status: N/A 


BOSTON SILVER LINE, PHASE Two (THE TRANSITWAY) 
Construct a new transit line connecting waterfront locations in South Boston to South Station. Dual-mode buses will 


operate on the system, powered by electric overhead catenary wire while underground and by a generator powered by a 
low-sulfur diesel engine while on the street. 


Funding Program: — Section 5309 (FY 2003 carryover) Federal Funds: $669,820 
Air Quality Status: | Model MBTA Funds: $167,455 
TIP Category: Transit Expansion Total Funds: $837,275 





Design Status: N/A 
BOSTON SILVER LINE, PHASE Two (THE TRANSITWAY) 


Construct a new transit line connecting waterfront locations in South Boston to South Station. Dual-mode buses will 


operate on the system, powered by electric overhead catenary wire while underground and by a generator powered by a 
low-sulfur diesel engine while on the street. 


Section 5307 funds programmed for this project for FY 2004-FY 2005 are approximately $41 million 


Funding Program: Section 5307 Federal Funds: — $25,857,598 
Air Quality Status: | Model MBTA Funds: $6,464,399 
TIP Category: Transit Expansion Total Funds: $32,321,997 





Design Status: N/A 
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BOSTON SILVER LINE, PHASE THREE 


04 


Begin the preliminary design of Phase 3 of the Silver Line, a tunnel connecting Phase 1 (Washington Street) with Phase 
2 (South Boston Piers Transitway). The actual amount of funds, if any, that will be made available to the MBTA for this 
project has not yet been determined. If the MBTA is successful in securing a Congressional earmark for this project, the 


TIP will be adjusted to program such funding. 


Funding Program: — Section 5309 New Starts Federal Funds: 


Air Quality Status: | Model MBTA Funds: 


TIP Category: Transit Expansion Total Funds: 





Design Status: N/A 


BOSTON SILVER STREET BRIDGE 


Replace the Silver Street Bridge (B-16-204) over the Haul Road and Conrail. 


Funding Program: _ Bridge Federal Funds: 


Air Quality Status: | Exempt State Funds: 


TIP Category: Bridge Total Funds: 


Design Status: 75% 


BOSTON SPRAGUE STREET BRIDGE 


Replace the Sprague Street Bridge (B-16-172) over Amtrak. 


Funding Program: — Non-Federal Aid (Bridge) Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP Category: Bridge Total Funds: 





Design Status: 75% 


BosToN & EVERETT ROUTE 99 (ALFORD STREET) BRIDGE, YEAR ONE 


Reconstruct the Route 99 (Alford Street) Bridge (B-16-29) over the Mystic River. 





129320 


$582,720 
$145,680 
$728,400 


130802 


$0 
$8,040,000 
$8,040,000 


603370 


This project will be advertised for $16 million in FY 2004 under the Advanced Construction Program and will be funded 
over a three-year period with federal funds. The amount programmed here represents the first-year funding. 


Funding Program: _ Bridge Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP Category: Bridge Total Funds: 





Design Status: 75% 


The FY 2004-2008 Transportation Improvement Program 
and Air Quality Conformity Determination 


$3,840,000 
$960,000 
$4,800,000 
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BOSTON REGION BLUE LINE MODERNIZATION 


Make improvements to the Blue Line, consistent with the MBTA's Capital Investment Program (CIP). This is a 
multiyear project that will extend beyond FY 2004. 


Funds programmed for this project in FY 2004 are approximately $39.6 million including a $15.54 million in carryover 
from FY 2003. These include approximately: $16.1 million for State Street Station, $20.5 million for Government 
Center Station; and $3.0 million for the Orient Heights Maintenance Facility. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: Section 5309/Rail Modernization (FY 2003) Federal Funds: — $12,424,120 
Air Quality Status: | Model MBTA Funds: — $3,106,030 


TIP Category: State of Good Repair Total Funds: — $15,530,150 





Design Status: N/A 


BOSTON REGION BLUE LINE MODERNIZATION 


Make improvements to the Blue Line, consistent with the MBTA's Capital Investment Program (CIP). This is a 
multiyear project that will extend beyond FY 2004. 


Funds programmed for this project in FY 2004 are approximately $39.6 million including a $15.54 million in carryover 
from FY2003. These include approximately: $16.1 million for State Street Station, $20.5 million for Government 
Center Station; and $3.0 million for the Orient Heights Maintenance Facility. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: Section 5309/Rail Modernization Federal Funds: — $19,272,000 
Air Quality Status: | Model MBTA Funds: $4,818,000 
TIP Category: State of Good Repair Total Funds: — $24,090,000 





Design Status: N/A 
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BOSTON REGION BLUE LINE VEHICLES 


Purchase 94 Blue Line vehicles to enable the operation of six-car train sets and overhaul 24 current Blue Line vehicles 
for use on the Orange Line, consistent with the MBTA's Capital Investment Program (CIP). This is a multiyear project 
that will extend beyond FY 2004. The funding allocation for this project from FY 2004-2006 is approximately $142.7 
million. 


Approximately $11.2 million is carryover from FY2003. 


Funding Program: — Section 5307 (FY 2003 carryover) Federal Funds: —- $8,928,122 
Air Quality Status: | Exempt MBTA Funds: $2,232,030 


TIP Category: State of Good Repair Total Funds: $11,160,152 





Design Status: N/A 


BOSTON REGION MBTA § 5309 INFRASTRUCTURE PROGRAM 


Make infrastructure improvements to the regional public transportation system, consistent with the MBTA's Capital 
Investment Program (CIP). 


The funding allocation for the Section 5309 Infrastructure Program from FY 2004 to FY 2006 totals approximately 
$63.2 million. Funds programmed for this project in FY 2004 total approximately $35 million for the Orange Line 
Signal System. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: Section 5309/Rail Modernization Federal Funds: — $27,976,000 
Air Quality Status: | Exempt MBTA Funds: $6,994,000 
TIP Category: State of Good Repair Total Funds: — $34,970,000 





Design Status: N/A 
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BOsTON REGION MBTA § 5307 INFRASTRUCTURE PROGRAM 


Make infrastructure improvements to the regional public transportation system, consistent with the MBTA's Capital 
Investment Program (CIP). 


The funding allocation for the Section 5307 Infrastructure Program from FY 2004 to FY 2006 totals approximately 
$89.5 million. Funds programmed for this project in FY 2004 are approximately $46.4 million and include 
approximately: $13 million for the Blue Line Signal System, and $33.4 million for the purchase of CNG replacement 
buses. Carryover funds programmed for this project are $8.1 million for the purchase of CNG replacement buses. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: Section 5307 (FY 2003 carryover) Federal Funds: $6,480,000 
Air Quality Status: | Exempt MBTA Funds: $1,620,000 


TIP Category: State of Good Repair Total Funds: $8,100,000 





Design Status: N/A 


BOsTON REGION MBTA § 5307 INFRASTRUCTURE PROGRAM 


Make infrastructure improvements to the regional public transportation system, consistent with the MBTA's Capital 
Investment Program (CIP). 


The funding allocation for the Section 5307 Infrastructure Program from FY 2004 to FY 2006 totals approximately 
$89.1 million. FY 2004 funds programmed for this project are approximately $46.4 million and include approximately: 
$13 million for the Blue Line Signal System, and $33.4 million for the purchase of CNG replacement buses. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: Section 5307 Federal Funds: $30,600,000 
Air Quality Status: Exempt MBTA Funds: $7,650,000 


TIP Category: State of Good Repair Total Funds: — $38,250,000 





Design Status: N/A 
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BOSTON REGION MBTA ACCESSIBILITY PROGRAM 


Make accessibility improvements to the regional public transportation system, consistent with the MBTA's Capital 
Investment Program (CIP). 


The funding allocation for the Section 5307 carryover MBTA Accessibility Program is approximately $50.5 million and 
include: Kenmore Station, Arlington Station, Copley Station and Government Center. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: — Section 5307 (FY 2003 carryover) Federal Funds: — $40,412,000 
Air Quality Status: | Exempt MBTA Funds: $10,103,000 


TIP Category: Transit Enhancement Total Funds: $50,515,000 





Design Status: N/A 


BOSTON REGION MBTA ACCESSIBILITY PROGRAM 


Make accessibility improvements to the regional public transportation system, consistent with the MBTA's Capital 
Investment Program (CIP). 


The funding allocation for FY 2004 MBTA Accessibility Program is approximately $20.7 million and include: Kenmore 
Station, Arlington Station, Copley Station and Government Center. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: Section 5307 Federal Funds: — $16,512,000 
Air Quality Status: Exempt MBTA Funds: $4,128,000 
TIP Category: Transit Enhancement Total Funds: — $20,640,000 





Design Status: N/A 
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BOSTON REGION MBTA ACCESSIBILITY PROGRAM 


Make accessibility improvements to the regional public transportation system, consistent with the MBTA's Capital 
Investment Program (CIP). 


The funding allocation for Section 5309 carryover MBTA Accessibility Program is approximately $9.8 million and 
include: Kenmore Station, Arlington Station, Copley Station and Government Center. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: — Section 5309 (FY 2003 carryover) Federal Funds: —_— $7,840,000 
Air Quality Status: Exempt MBTA Funds: $1,960,000 
TIP Category: Transit Enhancement Total Funds: $9,800,000 





Design Status: N/A 


BOSTON REGION MBTA AUTOMATED ADVANCED FARE COLLECTION SYSTEM 


Install an automated advanced fare collection system for the regional public transportation system, consistent with the 
MBTA's Capital Investment Program (CIP). 


Funding Program: Section 5309/Rail Modernization (FY 2003) Federal Funds: $2,172,817 
Air Quality Status: | Exempt MBTA Funds: $543,204 
TIP Category: Transit Enhancement Total Funds: $2,716,021 





Design Status: N/A 


BOSTON REGION MBTA AUTOMATED ADVANCED FARE COLLECTION SYSTEM 


Install an automated advanced fare collection system for the regional public transportation system, consistent with the 
MBTA's Capital Investment Program (CIP). 


Funding Program: Section 5309/Rail Modernization Federal Funds: $23,203,189 
Air Quality Status: | Exempt MBTA Funds: $5,800,797 
TIP Category: Transit Enhancement Total Funds: — $29,003,986 





Design Status: N/A 
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BOSTON REGION MBTA BRIDGE PROGRAM 


Design and reconstruct the following bridges: Redfield Street & Shawmut Junction in Dorchester ($200,000), Ruggles 


Station Busway in Roxbury ($3,300,000), Bay Street in Taunton ($1,000,000), Hyde Street in Brookline ($1,500,000), 
Langley Road in Newton ($1,500,000). 


The federal funds programmed here represent a portion of the FY 2001 highway funds “flexed” to the MBTA for its 


bridge program. 

Funding Program: Section 5309 (Flexed from FY 2001) Federal Funds: $6,000,000 
Air Quality Status: Exempt MBTA Funds: $1,500,000 
TIP Category: State of Good Repair Total Funds: $7,500,000 





Design Status: N/A 


BOSTON REGION MBTA ENHANCEMENT PROGRAM 


The funding allocation for the MBTA Enhancement Program from FY 2004 to FY 2006 totals approximately $6.0 


million. Funds programmed for this project as carryover from FY 2002 are approximately $1.1 million and will be used 
for bus shelters, the systemwide ITS program, rapid transit signage, and transit security. 


Funding Program: Section 5307/Enhancement (FY 2002) Federal Funds: $901,072 
Air Quality Status: | Exempt MBTA Funds: 


TIP Category: Transit Enhancement Total Funds: 


$225,268 
$1,126,340 





Design Status: N/A 


BOSTON REGION MBTA ENHANCEMENT PROGRAM 

The funding allocation for the MBTA Enhancement Program from FY 2004 to FY 2006 totals approximately $6.0 
million. Funds programmed for this project as carryover from FY 2003 are approximately $1.2 million and will be used 
for bus shelters, the systemwide ITS program, rapid transit signage, and transit security. 


Funding Program: Section 5307/Enhancement (FY 2003) Federal Funds: $981,090 
Air Quality Status: | Exempt MBTA Funds: $245,272 
TIP Category: Transit Enhancement Total Funds: $1,226,362 





Design Status: N/A 
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BOSTON REGION MBTA ENHANCEMENT PROGRAM 


The funding allocation for the MBTA Enhancement Program from FY 2004 to FY 2006 totals approximately $6.0 
million. Funds programmed for this project in FY 2004 are approximately $1.2 million and will be used for bus shelters, 
the systemwide ITS program, rapid transit signage, and transit security. 


Funding Program: — Section 5307/Enhancement Federal Funds: $981,090 
Air Quality Status: | Exempt MBTA Funds: $245,272 
TIP Category: Transit Enhancement Total Funds: $1,226,362 





Design Status: N/A 


BOSTON REGION MBTA SysTEMwWIDE ITS 
Make intelligent transportation system improvements to the MBTA system. 
Funding Program: High Priority Project/Section 5307 (FY 2001) Federal Funds: $1,398,253 


Air Quality Status: | Exempt MBTA Funds: $349,563 
TIP Category: Transit Enhancement Total Funds: $1,747,816 





Design Status: N/A 


BOSTON REGION MBTA SYSTEMWIDE ITS 


Make intelligent transportation system improvements to the MBTA system. 


Funding Program: High Priority Project/Section 5307 (FY 2002) Federal Funds: $855,500 
Air Quality Status: | Exempt MBTA Funds: $213,875 
TIP Category: Transit Enhancement Total Funds: $1,069,375 





Design Status: N/A 


BOSTON REGION REGIONAL TRANSPORTATION DEMAND MANAGEMENT PROGRAM 


Provide funding for regional or local shuttles, the formation of Transportation Management Associations (TMAs), or 
other Transportation Demand Management (TDM) projects. 


Funding Program: CMAQ Federal Funds: $200,000 
Air Quality Status:  Off-Model State Funds: $50,000 
TIP Category: Regional Mobility Total Funds: $250,000 





Design Status: N/A 
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BOSTON REGION 


SUBURBAN MOBILITY IMPROVEMENT PROGRAM 


04 


Provide funding for programs and projects that improve the mobility of residents in areas currently unserved or 
underserved by transit. Potential services eligible for funding under this program include fixed-route shuttles serving 
markets not typically addressed (e.g., suburb-to-suburb, reverse commuting, etc.), employer-based van/carpool services, 


flexible-route shuttle services, and similar programs. 


Funding Program: CMAQ 
Air Quality Status:  Off-Model 
TIP Category: Regional Mobility 


Design Status: N/A 


BROOKLINE BEACON STREET ENHANCEMENTS, YEAR ONE 


Federal Funds: 
State Funds: 
Total Funds: 


$400,000 


$100,000 
$500,000 





The enhancement portion of the Beacon Street project provides pedestrian amenities and historic landscape features. 


This project is under the Advanced Construction Program and will be funded over a three-year period with federal funds. 
This funding represents year one of three years of funding for this project; a total of $1,000,000 is programmed in FY 


2004, $2,000,000 is programmed in FY 2005 and $4,000,000 is programmed in FY 2006. 


Funding Program: STP/Enhancement 
Air Quality Status: | Exempt 


TIP Category: Enhancement 


Design Status: 75% 


BROOKLINE BEACON STREET, YEAR ONE 


Make safety improvements to Beacon Street from St. Mary's Street west to the Boston city line. The project includes 


Federal Funds: 
State Funds: 
Total Funds: 





$225,513 


$56,378 
$281,891 


601183 


upgrading the signals, redesigning the traffic flow, providing angled parking and reconstructing the roadway. 


This project is under the Advanced Construction Program and will be funded over a three-year period with federal funds. 
This funding represents year one of three years of funding for this project; a total of $1,000,000 is programmed in FY 


2004, $2,000,000 is programmed in FY 2005 and $4,000,000 is programmed in FY 2006. 


Funding Program: STP/Statewide 
Air Quality Status: | Exempt 


TIP Category: Arterial Highway 


Design Status: 75% 


CAMBRIDGE WALDEN STREET BRIDGE 


Replace the Walden Street Bridge (C-1-13) over the B&M Railroad and the MBTA. 
Funding Program: Bridge 


Federal Funds: 
Air Quality Status: | Exempt State Funds: 
TIP Category Bridge 


Total Funds: 


Design Status: 25% 
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Federal Funds: 
State Funds: 


Total Funds: 


$574,487 
$143,622 
$718,109 





160065 


$480,000 
$120,000 
$600,000 
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CAMBRIDGE & BOSTON NORTH STATION/KENDALL SQUARE SHUTTLE 
Provide third-year funding for a shuttle connecting North Station in Boston to Kendall Square in Cambridge. 
Funding Program: CMAQ Federal Funds: $1 96,3 81 


Air Quality Status: | Off-Model State Funds: $49,095 
TIP Category: Regional Mobility Total Funds: $245,476 





Design Status: N/A 


CANTON & DEDHAM ROUTE 128 BRIDGES, YEAR TWO 602288 


Replace the Interstate 95 (Route 128) northbound bridge (C-2-26) and southbound bridge (C-2-27) over the Neponset 
River. This project is part of the Route 128 Transportation Improvement Project. 


This project was advertised for $18 million in FY 2003 under the Advanced Construction Program and will be funded 
over a three-year period with federal funds. The amount programmed here represents the second-year funding. 


Funding Program: Bridge Federal Funds: $7,200,000 


Air Quality Status: | Model State Funds: $1,800,000 
TIP Category: Bridge Total Funds: $9,000,000 





Design Status: 100% 


CAPE ANN CAPE ANN TRANSPORTATION AUTHORITY 


Provide funding for the capital and/or preventative maintenance costs of the Cape Ann Transportation Authority. 


Funding Program: Section 5307 Federal Funds: $332,000 
Air Quality Status: | Exempt State Funds: $83,000 
TIP Category: State of Good Repair Total Funds: $415,000 





Design Status: N/A 


CHELSEA EASTERN AVENUE 601199 


Reconstruct Eastern Avenue from Central Avenue to Broadway incorporating safety measures into the corridor. 
Reconfiguration of the Eastern Avenue and Broadway intersection and installation of traffic signals. 


Funding Program: STP/Statewide Federal Funds: $6,528,000 
Air Quality Status: | Exempt State Funds: $1,632,000 
TIP Category: Arterial Highway Total Funds: $8,160,000 





Design Status: 100% 
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DANVERS ROUTE 35 (WATER STREET) BRIDGE 


Replace the Route 35 (Water Street) Bridge (D-3-13) over the Waters River. 


Funding Program: _ Bridge Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP Category: Bridge Total Funds: 





Design Status: 75% 


EVERETT ROUTE 99 (BROADWAY) 


04 


$917,760 
$229,440 
$1,147,200 


Reconstruct Route 99 (Broadway) from Ferry Street to the Malden city line and update the traffic signals. 


Funding Program: — STP/Statewide Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP Category: Arterial Highway Total Funds: 





Design Status: 25% 


GLOUCESTER INTERMODAL CENTER 


$3,360,000 
$840,000 
$4,200,000 


601918 


602383 


Design and construct an intermodal center in Gloucester, providing connections between CATA bus service and MBTA 


commuter rail service. The grantee for this project is the MBTA. 


Funding Program: — Section 3012 (FY 1999 carryover) Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP Category: Transit Enhancement Total Funds: 





Design Status: N/A 


GLOUCESTER INTERMODAL CENTER 


$1,299,999 
$325,000 
$1,624,999 


Design and construct an intermodal center in Gloucester, providing connections between CATA bus service and MBTA 


commuter rail service. The grantee for this project is the MBTA. 


Funding Program: Section 3012 (FY 2000 carryover) Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP Category: Transit Enhancement Total Funds: 





Design Status: N/A 


GLOUCESTER THATCHER ROAD BRIDGE 


Replace the Thatcher Road Bridge (G-5-9) over Good Harbor Beach Creek. 


Funding Program: — Non-Federal Aid (Bridge) Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP Category: Bridge Total Funds: 





Design Status: 100% 
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$1,482,740 
$370,685 
$1,853,425 


$0 
$1,246,800 
$1,246,800 


133850 
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HINGHAM & NORWELL ROUTE 53 


04 


114880 


Widen Route 53 to a three-lane cross section, to include a center turn lane, from 700 feet northwest of Route 228 to 700 
feet southeast of Grove & High Streets. Also, widen the approaches at the Route 53-Route 228 intersection in Hingham 
and Norwell and at the High Street/Grove Street-Route 53 intersection in Norwell. 


Funding Program: STP/Statewide 
Air Quality Status: | Model 
TIP Category: Arterial Highway 


Design Status: 100% 


LITTLETON TAYLOR STREET BRIDGE 
Replace the Taylor Street Bridge (L-13-16) over Route 2. 
Funding Program: Bridge 


Air Quality Status: | Exempt 
TIP Category: Bridge 


Design Status: 25% 


LYNN & SAUGUS BOSTON STREET BRIDGE 


Replace the Boston Street Bridge (L-18-17 = S-5-9) over the Saugus River. 


Funding Program: Non-Federal Aid (Bridge) 
Air Quality Status: | Exempt 
TIP Category: Bridge 


Design Status: 25% 


MARSHFIELD & SCITUATE SEA STREET BRIDGE 
Replace the Sea Street Bridge (M-7-3 = S-7-3) over the South River. 
Funding Program: Bridge 


Air Quality Status: | Exempt 
TIP Category: Bridge 


Design Status: 40% 
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Federal Funds: 


State Funds: 


Total Funds: 





Federal Funds: 


State Funds: 


Total Funds: 





Federal Funds: 


State Funds: 
Total Funds: 





Federal Funds: 


State Funds: 
Total Funds: 





$2,400,000 


$600,000 
$3,000,000 


603499 


$1,315,200 
$328,800 
$1,644,000 


602047 


$0 
$808,800 
$808,800 


602533 


$2,998,080 
$749,520 
$3,747,600 
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MILFORD MILFORD UPPER CHARLES TRAIL - PHASE ONE 603664 


Construct a three mile segment of a planned six mile bicycle/pedestrian paved trail in Milford from the Holliston town 
line to the Hopkinton town line. This is part of a proposed twenty-seven mile multi-town (Framingham, Sudbury, 
Hollistion, Milford, Hopkinton, Ashland) regional rail-trail. 


Funding Program: STP/Enhancement Federal Funds: $1,123,293 
Air Quality Status: | Model State Funds: $280,823 
TIP Category: Bicycle/Pedestrian Total Funds: $1,404,116 





Design Status: 25% 


NATICK ROUTE 9 BRIDGE 603004 
Replace the Route 9 Bridge (N-3-21) over Lake Cochituate. 


Funding Program: Bridge Federal Funds: $1,595,520 


Air Quality Status: | Exempt State Funds: $398,880 
TIP Category: Bridge Total Funds: $1,994,400 





Design Status: 50% 


PEABODY NORTH CENTRAL STREET BRIDGE 601718 
Replace the pedestrian bridge on North Central Street (P-3-11) over the MBTA. 


Funding Program: Non-Federal Aid (Bridge) Federal Funds: $0 


Air Quality Status: | Exempt State Funds: $543,600 
TIP Category: Bridge Total Funds: $543,600 





Design Status: 100% 


RANDOLPH TO WELLESLEY ROUTE 128 TRANSPORTATION IMPROVEMENT PROJECT (DESIGN) 


Fund bridge and roadway design work for the addition of two general purpose lanes, one northbound and one 
southbound, to Route 128 in Randolph, Canton, Westwood, Dedham, Needham and Wellesley. 


Funding Program: National Highway System Federal Funds: $1,612,000 
Air Quality Status: Model State Funds: $403,000 
TIP Category: Major Highway Total Funds: $2,015,000 





Design Status: N/A 
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REVERE REVERE STREET BRIDGE 


Reconstruct the Revere Street Bridge (R-5-11) over the B&M Railroad. 


Funding Program: Bridge 
Air Quality Status: | Exempt 
TIP Category: Bridge 
Design Status: 100% 
SALEM PARKING FACILITY 


Design a multilevel parking garage at the existing commuter rail station. 


Section 5309/ Bus (FY 2002 Carryover) 
Model 
Transit Enhancement 


Funding Program: 
Air Quality Status: 
TIP Category 


Design Status: N/A 


SALEM PARKING FACILITY 


Design a multilevel parking garage at the existing commuter rail station. 


Section 5309/ Bus (FY 2003 Carryover) 
Model 
Transit Enhancement 


Funding Program: 
Air Quality Status: 
TIP Category 


Design Status: N/A 


SALEM 


Reconstruct Route 114 (North Street) from the Peabody city line to Bridge Street. 


Funding Program: STP/Statewide 
Air Quality Status: | Exempt 
TIP Category: Arterial Highway 
Design Status: 25% 
SOMERVILLE SOMERVILLE AVENUE 


Reconstruct Somerville Avenue from Union Square to Cambridge city line. 


Funding Program: STP/Boston MPO 
Air Quality Status: | Exempt 
TIP Category: Arterial Highway 


Design Status: 75% 


The FY 2004-2008 Transportation Improvement Program 
and Air Quality Conformity Determination 


ROUTE 114 (NORTH STREET) 


Federal Funds: 


State Funds: 


Total Funds: 


Federal Funds: 


Local Funds: 


Total Funds: 


Federal Funds: 


Local Funds: 
Total Funds: 


Federal Funds: 


State Funds: 
Total Funds: 


Federal Funds: 


State Funds: 
Total Funds: 


04 


$1,824,000 
$456,000 
$2,280,000 





$247,507 
$61,877 
$309,384 





$122,960 
$30,740 
$153,700 





$912,000 
$228,000 
$1,140,000 





$4,800,000 
$1,200,000 
$6,000,000 


118000 


601323 


602109 
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SOMERVILLE SOMERVILLE AVENUE ENHANCEMENT 
Install visual enhancements along the south side of Somerville Avenue from the Cambridge City Line to School Street. 
Funding Program: STP/Enhancement Federal Funds: $402,221 


Air Quality Status: | Exempt State Funds: $100,555 
TIP Category: Other Enhancement Total Funds: $502,776 





Design Status: 75% 


WALPOLE WASHINGTON STREET BRIDGE REMOVAL 603911 
Remove the Washington Street bridge over abandoned railroad tracks. 
Funding Program: Non-Federal Aid (Bridge) Federal Funds: $0 


Air Quality Status: | Exempt State Funds: $360,000 
TIP Category: Bridge Total Funds: $360,000 





Design Status: N/A 


WALTHAM WINTER STREET BRIDGE, YEAR ONE 601498 


Reconstruct the Winter Street Bridge (W-4-25) over Interstate 95 (Route 128) and reconfigure the associated 
interchange. 


This project will be advertised for $19 million in FY 2004 under the Advanced Construction Program and will be funded 
over a four-year period with federal funds. The amount programmed here represents the first-year funding. 


Funding Program: Bridge Federal Funds: $2,800,000 
Air Quality Status: | Exempt State Funds: $700,000 
TIP Category: Bridge Total Funds: $3,500,000 





Design Status: 100% 


WAYLAND ROUTE 20 BRIDGE 105121 
Rehabilitate the Route 20 Bridge (W-11-1) over the Sudbury River. 
Funding Program: Bridge Federal Funds: $1,056,000 


Air Quality Status: | Exempt State Funds: $264,000 
TIP Category: Bridge Total Funds: $1,320,000 





Design Status: 25% 
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WESTWOOD ROUTE 109 (HIGH ST.) 


Reconstruct Route 109 (High Street) from Grove Street to Hartford Street. 


Funding Program: — STP/Statewide Federal Funds: 
Air Quality Status: | Exempt State Funds: 
TIP Category: Arterial Highway Total Funds: 
Design Status: 100% 
WEYMOUTH ROUTE 18 INTERSECTIONS 





04 


601315 


$3,240,000 
$810,000 


$4,050,000 


603161 


Make traffic signal improvements at three locations on Route 18: West Street, Park Avenue and Columbian Street. 


Funding Program: — STP/Statewide Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP Category: Arterial Highway Total Funds: 
Design Status: 75% 
WEYMOUTH ROUTE 18 (RIGHT-OF-WaAy) 





$3,072,000 
$768,000 
$3,840,000 


Purchase right-of-way for the widening of Route 18 (Main Street) to four lanes from Route 3 to Columbian Street. 


Funding Program: _—_ High Priority Project Federal Funds: 


Air Quality Status: | Model State Funds: 
TIP Category: Arterial Highway Total Funds: 
Design Status: N/A 
WILMINGTON ROUTE 129 





$1,440,000 
$360,000 
$1,800,000 


601732 


Resurface Route 129 (Lowell Street) from Route 38 (Main Street) to Woburn Street. The High Priority Project (HPP) 
funds provided for this project are insufficient to fund the federal share of its total cost and have been supplemented with 
STP/Boston MPO Earmark funds. The HPP funds total $1,108,241 and the STP funds total $1,760,561. The total cost 


of the project is $3,586,003. 


This represents the High Priority Project portion of the project funding. 


Funding Program: High Priority Project Federal Funds: 
Air Quality Status: | Exempt 
TIP Category: Arterial Highway 


Design Status: 100% 
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State Funds: 
Total Funds: 





$1,108,241 
$277,060 


$1,385,301 
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WILMINGTON ROUTE 129 


J04 


601732 


Resurface Route 129 (Lowell Street) from Route 38 (Main Street) to Woburn Street. The High Priority Project (HPP) 
funds provided for this project are insufficient to fund the federal share of its total cost and have been supplemented with 
STP/Boston MPO Earmark funds. The HPP funds total $1,108,241 and the STP funds total $1,760,561. The total cost 


of the project is $3,586,003. 


This represents the STP/Statewide portion of the project funding. 


Funding Program: — STP/Statewide Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP Category: Arterial Highway Total Funds: 





Design Status: 100% 
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$1,760,561 
$440,140 
$2,200,701 
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Regional Highway Program 


Bridge 

Boston & Everett 
Canton & Dedham 
Danvers 

Dedham & Westwood 
Framingham 
Framingham 

Hudson 

Waltham 


CMAQ 
Boston Region 
Boston Region 


National Highway System 
Canton, Randolph, Westwood 
Randolph to Wellesley 


STP/ Boston MPO 
Bedford, Billerica & Burlington 
Melrose 

Newton 

Somerville 


STP/ Statewide 


Brookline 
Weymouth 


Boston 


STP/ Enhancement 
Bedford 

Brookline 

Newton 


High Priority Project 
Bedford, Billerica & Burlington 
Everett, Malden & Medford 
Melrose 

Somerville 

Weymouth 

Weymouth 


Non-Federal Aid 
Bellingham 

Concord 

Lexington 

Rockland 

Sharon 

Wellesley 


Federal Aid Subtotal 


Route 99 (Alford Street) Bridge, Year Two 
Route 128 Bridges, Year Three 
Route 1 Bridges (NB/SB) 
Route | & Route 1A Bridges, Year One 
Central Street Bridge 
Route 9 Bridge 
Route 62 (Main Street) Bridge 
Winter Street Bridge, Year Two 
Bridge Total 


Regional Transportation Demand Management Program 
Suburban Mobility Improvement Program 
CMAQ Total 


Route 128 Transportation Improvement Program, Year One 
Route 128 Transportation Improvement Program (Design) 
National Highway System Total 


Middlesex Turnpike (Mitre Extension), Phase One 
Main Street-Green Street 
Route 30 (Commonwealth Avenue), Phase Three 
Beacon Street 
STP/ Boston MPO Earmark Total 


Beacon Street, Year Two 
Route 18, Year One 
STP/ Statewide Total 


Kenmore Square, Year Two 
STP/ Statewide MBTA Match Total 


Depot Park Freight House 
Beacon Street, Year Two 
Route 30 (Commonwealth Ave.), Phase Three 
STP/ Enhancement Total 


Middlesex Turnpike (Mitre Extension), Phase One 
Telecom Boulevard, Phase One 
Main Street-Green Street 
Beacon Street 
Route 3/Route 18 Connection 
South Weymouth Naval Air Station Reuse 
High Priority Project Total 


Pearl Street Bridge 
Monument Street Bridge 
Route 2 Bridge 
Route 3 Bridge 
Route 1, Three Bridges 
Rockland Street Bridge 
Non-Federal Aid Total 


Federal Aid Matching Funds Subtotal 
Federal Aid Matching MBTA Funds Subtotal 


Non-Federal Aid Subtotal 


Total FY 2005 Regional Highway Funds 


* The Federal Aid funds will be matched by MBTA funds 


Federal Funds 
$3,840,000 
$2,400,000 
$2,880,000 
$1,920,000 
$1,036,800 
$3,840,000 
$1,881,600 
$3,840,000 

$21,638,400 


Federal Funds 
$200,000 
$400,000 
$600,000 


Federal Funds 
$4,800,000 
$1,852,000 
$6,652,000 


Federal Funds 
$1,103,506 
480,443 
$2,592,000 
554,340 
$4,730,289 


Federal Funds 
$1,148,974 
$2,400,000 
$3,548,974 





Federal Funds 
$6,000,000 
$6,000,000 


Federal Funds 
$200,000 
$451,026 
$639,524 

$1,290,550 


Federal Funds 
$3,204,494 
$2,880,000 
$2,001,852 
$2,309,753 
$2,400,000 
$5,600,000 

$18,396,099 


$62,856,312 


State Funds 
$960,000 
$600,000 
$720,000 
$480,000 
$259,200 
$960,000 
$470,400 
$960,000 

$5,409,600 


State Funds 
$50,000 

100,000 

$150,000 


State Funds 
$1,200,000 
463,000 

$1,663,000 


State Funds 
275,877 
120,110 
648,000 
138,585 
$1,182,572 


State Funds 
287,244 
$600,000 
$887,244 





MBTA Funds 
$1,500,000* 
$1,500,000 


State Funds 
$50,000 
112,756 
159,881 
$322,637 


State Funds 
801,124 
720,000 
500,463 
$577,438 
$600,000 
$1,400,000 
$4,599,025 





$632,884 

$840,000 
$6,000,000 
$1,242,000 
$4,800,000 

$954,000 
$14,468,884 


$14,214,078 
$1,500,000 
$14,468,884 


Total Funds 
$4,800,000 
$3,000,000 
$3,600,000 
$2,400,000 
$1,296,000 
$4,800,000 
$2,352,000 
$4,800,000 

$27,048,000 


Total Funds 
$250,000 
$500,000 
$750,000 


Total Funds 
$6,000,000 
$2,315,000 
$8,315,000 


Total Funds 
$1,379,383 
$600,553 
$3,240,000 
$692,925 
$5,912,861 


Total Funds 
$1,436,218 
$3,000,000 
$4,436,218 


Total Funds 
$7,500,000 
$7,500,000 


Total Funds 
$250,000 
$563,782 
$799,405 

$1,613,187 


Total Funds 
$4,005,618 
$3,600,000 
$2,502,315 
$2,887,191 
$3,000,000 
$7,000,000 

$22,995,124 


$632,884 

$840,000 
$6,000,000 
$1,242,000 
$4,800,000 

$954,000 
$14,468,884 


$93,039,274 


Chapter 4 
FY 2005 Project Information 


Central Artery / Tunnel Project 


Federal Funds State Funds Total Funds 
Bridge $40,000,000 $10,000,000 $50,000,000 
National Highway System $70,000,000 $17,500,000 $87,500,000 
STP/Statewide $95,474,790 $23,868,698 $119,343,488 
STP/Boston MPO $20,000,000 $5,000,000 $25,000,000 
MassPike Funds $202,372,969 $202,372,969 
State Bonds/Notes $3,155,417 $3,155,417 
Insurance Trust Fund $83,467,000 $83,467,000 
Transportation Infrastructure Trust Fund $132,570,185 $132,570,185 
Federal Aid Subtotal $225,474,790 
Federal Aid Matching Funds Subtotal $56,368,698 
Non-Federal Aid Subtotal $421,565,571 
Total FY 2005 CA/T Funds $703,409,059 
Regional Transit Program 
Section 5307 Federal Funds MBTA Funds Total Funds 
Boston Region MBTA Enhancement Program $981,090 $245,272 $1,226,362 
Boston Region Silver Line, Phase Two (the Transitway) $7,070,271 $1,767,568 $8,837,839 
Boston Region Section 5307 Infrastructure Program $20,720,000 $5,180,000 $25,900,000 
Boston Region MBTA Automated Advanced Fare Collection System $27,634,805 $6,908,701 $34,543,506 
Boston Region Blue Line Vehicles $38,400,000 $9,600,000 $48,000,000 
Section 5307 Total $94,806,166 $23,701,541 $118,507,707 
Section 5309 Federal Funds MBTA Funds Total Funds 
Boston Region MBTA Automated Advanced Fare Collection System $3,603,189 $900,797 $4,503,986 
Boston Region Section 5309 Infrastructure Program $10,368,000 $2,592,000 $12,960,000 
Boston Region Blue Line Modernization $56,480,000 $14,120,000 $70,600,000 
Section 5309 Total $70,451,189 $17,612,797 $88,063,986 
Federal Funds State Funds Total Funds 
Boston Airport Intermodal Transit Connector $10,640,000 $2,660,000 $13,300,000 
Section 5309 Total $10,640,000 $2,660,000 $13,300,000 
Federal Aid Subtotal $119,491,189 
Federal Aid State Matching Funds Subtotal $2,660,000 
Federal Aid MBTA Matching Funds Subtotal $41,314,339 
Total FY 2005 Regional Transit Funds $163,465,528 


Total FY 2005 TIP Program $959,913,861 


CHAPTER 4 0 5 
FY 2005 PROJECT INFORMATION 


BEDFORD DeEpoT PARK FREIGHT HOUSE 603949 
Restore a historic freight house and provide public restrooms at the newly constructed Depot Park. 
Funding Program: STP/Enhancement Federal Funds: $200,000 


Air Quality Status: | Exempt State Funds: $50,000 
TIP category: Enhancement Total Funds: $250,000 





Design Status: 25% 


BEDFORD, BILLERICA, & BURLINGTON MIDDLESEX TURNPIKE, PHASE ONE (MITRE EXTENSION) 029491 


Construct the Mitre Extension, a proposed new section of roadway, to connect Middlesex Turnpike to the intersection of 
Route 62 and Network Drive (formerly Kent Road). The remaining High Priority Project funds allocated to the Crosby 
Drive/Middlesex Turnpike Project are insufficient to fund the federal share of the cost of Phase One and have been 
supplemented with STP/Boston MPO Earmark funds. The HPP funds total $3,204,494 and the STP funds total 
$1,103,506. The total cost of the project is $5,385,000. 


This represents the High Priority Project portion of the project funding. 


Funding Program: High Priority Project Federal Funds: $3,204,494 
Air Quality Status: | Model State Funds: $801,124 
TIP category: Arterial Highway Total Funds: $4,005,618 





Design Status: 25% 


BEDFORD, BILLERICA, & BURLINGTON MIDDLESEX TURNPIKE, PHASE ONE (MITRE EXTENSION) 029491 


Construct the Mitre Extension, a proposed new section of roadway, to connect Middlesex Turnpike to the intersection of 
Route 62 and Network Drive (formerly Kent Road). The remaining High Priority Project funds allocated to the Crosby 
Drive/Middlesex Turnpike Project are insufficient to fund the federal share of the cost of Phase One and have been 
supplemented with STP/Boston MPO Earmark funds. The HPP funds total $3,204,494 and the STP funds total 
$1,103,506. The total cost of the project is $5,385,000. 


This represents the STP/Statewide portion of the project funding. 


Funding Program: STP/Boston MPO Federal Funds: $1,103,506 
Air Quality Status: | Model State Funds: $275,877 
TIP category: Arterial Highway Total Funds: $1,379,383 





Design Status: 25% 
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BELLINGHAM PEARL STREET BRIDGE 602999 
Replace the Pearl St. Bridge (B-6-1) over the Charles River. 
Funding Program: Non-Federal Aid (Bridge) Federal Funds: $0 


Air Quality Status: | Exempt State Funds: $632,884 
TIP category: Bridge Total Funds: $632,884 





Design Status: 75% 


BOSTON AIRPORT INTERMODAL TRANSIT CONNECTOR 


The Airport Intermodal Transit Connector (AITC) involves two routes: one connecting South Station in Boston to the 
airport via the South Boston Transitway and the Ted Williams Tunnel and the second connecting the MBTA’s Blue Line 
to airport terminals. The estimated cost to design and implement the AITC is approximately $40 million. The funds 
programmed here will be used to procure eight dual-mode buses. 


The funds programmed here are discretionary and are typically provided through a congressional earmark. Should 
Massport not receive this funding, this project will be removed from the TIP. 


Funding Program: Section 5309/Bus Federal Funds: $10,640,000 
Air Quality Status: | Model State Funds: $2,660,000 
TIP category: Transit Expansion Total Funds: $13,300,000 





Design Status: N/A 


BosTON CENTRAL ARTERY / TUNNEL PROJECT 195001 
Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 
The state’s federal aid Central Artery / Tunnel Project commitments for FY 2005 total $225.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 


The FY 2005 federal funding commitment includes approximately: $40 million in Bridge funds, $70 million in NHS 
funds, $20 million in STP/Boston MPO funds, and $95.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal Bridge funds plus the required state match. 


Funding Program: Bridge Federal Funds: $40,000,000 
Air Quality Status: | Model State Funds: $10,000,000 
TIP category: Major Highway Total Funds: $50,000,000 





Design Status: 100% 
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BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s non-federal aid Central Artery / Tunnel Project commitments for FY 2005 total $421.6 million: $202.4 
million in MassPike funds, $83.5 million in Insurance Trust Fund Revenue, $3.2 million in State Bonds/Notes and 
$132.6 million in Transportation Infrastructure Trust Fund revenue. 


The funding programmed here represents only the allocation of Insurance Trust Fund revenue. 


Funding Program: Insurance Trust Fund Revenue Federal Funds: $0 
Air Quality Status: | Model State Funds: $83,467,000 
TIP category: Major Highway Total Funds: $83,467,000 





Design Status: 100% 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s non-federal aid Central Artery / Tunnel Project commitments for FY 2005 total $421.6 million: $202.4 
million in MassPike funds, $83.5 million in Insurance Trust Fund Revenue, $3.2 million in State Bonds/Notes and 
$132.6 million in Transportation Infrastructure Trust Fund revenue. 


The funding programmed here represents only the allocation of MassPike funds. 


Funding Program: MassPike Funds 





Federal Funds: $0 
Air Quality Status: | Model State Funds: $202,372,969 
TIP category: Major Highway Total Funds: $202,372,969 
Design Status: 100% 
BOSTON 


CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2005 total $225.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2005 federal funding commitment includes approximately: $40 million in Bridge funds, $70 million in NHS 
funds, $20 million in STP/Boston MPO funds, and $95.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal NHS funds plus the required state match. 


Funding Program: National Highway System 
Air Quality Status: | Model 
TIP category: Major Highway 


Federal Funds: $70,000,000 


State Funds: $17,500,000 
Total Funds: $87,500,000 





Design Status: 100% 
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BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 
Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 
The state’s non-federal aid Central Artery / Tunnel Project commitments for FY 2005 total $421.6 million: $202.4 


million in MassPike funds, $83.5 million in Insurance Trust Fund Revenue, $3.2 million in State Bonds/Notes and 
$132.6 million in Transportation Infrastructure Trust Fund revenue. 


The funding programmed here represents only the allocation of State Bonds/Notes revenue. 


Funding Program: State Bonds/Notes Federal Funds: $0 
Air Quality Status: | Model State Funds: $3,155,417 
TIP category: Major Highway Total Funds: $3,155,417 





Design Status: 100% 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2005 total $225.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2005 federal funding commitment includes approximately: $40 million in Bridge funds, $70 million in NHS 
funds, $20 million in STP/Boston MPO funds, and $95.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal STP/Boston MPO Earmark funds plus the 
required state match. 


Funding Program: STP/Boston MPO Federal Funds: $20,000,000 
Air Quality Status: | Model 


State Funds: $5,000,000 
TIP category: Major Highway Total Funds: $25,000,000 





Design Status: 100% 
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BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2005 total $225.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2005 federal funding commitment includes approximately: $40 million in Bridge funds, $70 million in NHS 
funds, $20 million in STP/Boston MPO funds, and $95.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal STP/Statewide funds plus the required state 
match. 


Funding Program: STP/Statewide Federal Funds: $95,474,790 
Air Quality Status: Model State Funds: $23,868,698 
TIP category: Major Highway Total Funds: $119,343,488 





Design Status: 100% 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 
The state’s non-federal aid Central Artery / Tunnel Project commitments for FY 2005 total $421.6 million: $202.4 
million in MassPike funds, $83.5 million in Insurance Trust Fund Revenue, $3.2 million in State Bonds/Notes and 


$132.6 million in Transportation Infrastructure Trust Fund revenue. 


The funding programmed here represents only the allocation of Transportation Infrastructure Trust Fund revenue. 


Funding Program: Transportation Infrastructure Trust Fund Federal Funds: $0 
Air Quality Status: Model State Funds: $132,570,185 
TIP category: Major Highway Total Funds: $132,570,185 





Design Status: 100% 
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BOSTON KENMORE SQUARE, YEAR TWO 602393 


Reconstruct and reconfigure the intersections of Brookline Avenue, Beacon Street, and Commonwealth Avenue, the 
intersection of Commonwealth Avenue and Deerfield Street, and the intersections of Commonwealth Avenue and 


Beacon Street with Kenmore Street (Kenmore Square). In addition, the project will reconstruct the MBTA bus station, 
including the bus way and the bus shelter. 


This project will be combined for advertisement with the MBTA’s Kenmore Station project. A total of $12 million will 
be “flexed” to FTA under the Advanced Construction Program and will be funded over a two-year period. Federal funds 
will be matched by MBTA funds. The amount programmed here represents the second-year funding. 


Funding Program: STP/Statewide 
Air Quality Status: | Exempt 
TIP category: Arterial Highway 


Federal Funds: $6,000,000 


MBTA Funds: $1,500,000 
Total Funds: $7,500,000 





Design Status: 100% 


BOSTON SILVER LINE, PHASE Two (THE TRANSITWAY) 


Construct a new transit line connecting waterfront locations in South Boston to South Station. Dual-mode buses will 


operate on the system, powered by electric overhead catenary wire while underground and by a generator powered by a 
low-sulfur diesel engine while on the street. 


Section 5307 funds programmed for this project for FY 2004 to 2005 are approximately $41 million. 


Funding Program: Section 5307 
Air Quality Status: | Model 
TIP category: Transit Expansion 


Federal Funds: $7,070,271 


MBTA Funds: $1,767,568 
Total Funds: $8,837,839 





Design Status: N/A 


BOSTON & EVERETT ROUTE 99 (ALFORD STREET) BRIDGE, YEAR Two 603370 


Reconstruct the Route 99 (Alford Street) Bridge (B-16-29) over the Mystic River. 


This project will be advertised for $16 million in FY 2004 under theAdvanced Construction Program and will be funded 
over a three-year period with federal funds. The amount programmed here represents the second-year funding. 


Funding Program: Bridge 
Air Quality Status: | Exempt 
TIP category: Bridge 


Federal Funds: $3,840,000 


State Funds: $960,000 
Total Funds: $4,800,000 





Design Status: 75% 
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BOSTON REGION BLUE LINE MODERNIZATION 


Make improvements to the Blue Line, consistent with the MBTA's Capital Investment Program (CIP). This is a 
multiyear project that will extend beyond FY 2005. 


Funds programmed for this project in FY 2004 to FY 2006 are approximately $183 million. Funds programmed for this 
project in FY 2005 are $70.6 million and include approximately: $42.6 million for State Street Station, $1.3 million for 
Orient Heights Station, $19.4 million for Maverick Station, and $7.3 million for the Orient Heights Maintenance 
Facility. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: Section 5309/Rail Modernization Federal Funds: $56,480,000 
Air Quality Status: Model MBTA Funds: $14,120,000 
TIP category: State of Good Repair Total Funds: $70,600,000 





Design Status: N/A 


BOSTON REGION BLUE LINE VEHICLES 


Purchase 94 Blue Line vehicles to enable the operation of six-car train sets and overhaul 24 current Blue Line vehicles 
for use on the Orange Line, consistent with the MBTA's Capital Investment Program (CIP). This is a multiyear project 
that will extend beyond FY 2006. 


The funding allocation for this project for FY2005 and FY 2006 is approximately $131 million. 
Funding Program: Section 5307 Federal Funds: $38,400,000 


Air Quality Status: | Exempt MBTA Funds: $9,600,000 
TIP category: State of Good Repair Total Funds: $48,000,000 





Design Status: N/A 
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BOSTON REGION MBTA § 5307 INFRASTRUCTURE PROGRAM 


Make infrastructure improvements to the regional public transportation system, consistent with the MBTA's Capital 
Investment Program (CIP). 


The funding allocation for the Section 5307 Infrastructure Program from FY 2004 to FY 2006 totals approximately 
$89.1 million. Funds programmed for this project in FY 2005 are $25.9 million and include: $12.4 million for the 
purchase of Emission Control Buses which were purchased with grant anticipation notes and $13.5 million for the Blue 
Line Signal System. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: Section 5307 Federal Funds: $20,720,000 
Air Quality Status: | Exempt MBTA Funds: $5,180,000 
TIP category: State of Good Repair Total Funds: $25,900,000 





Design Status: N/A 


BOSTON REGION MBTA § 5309 INFRASTRUCTURE PROGRAM 


Make infrastructure improvements to the regional public transportation system, consistent with the MBTA's Capital 
Investment Program (CIP). 


The funding allocation for the Section 5309 Infrastructure Program from FY 2004 to FY 2006 totals approximately 
$63.2 million. Funds programmed for this project in FY 2005 total approximately $13 million for the Orange Line 
Signal System. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: Section 5309/Rail Modernization Federal Funds: $10,368,000 
Air Quality Status: | Exempt MBTA Funds: $2,592,000 
TIP category: State of Good Repair Total Funds: $12,960,000 





Design Status: N/A 
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BOSTON REGION MBTA AUTOMATED ADVANCED FARE COLLECTION SYSTEM 


Install an automated advanced fare collection system for the regional public transportation system, consistent with the 
MBTA's Capital Investment Program (CIP). 


Funds programmed for this project in FY 2005 are approximately $39 million (including $4.5 million in FY 2005 
Section 5309/Rail Modernization funds and $34.5 million in FY 2005 Section 5307 funds). 


Funding Program: Section 5307 Federal Funds: $27,634,805 


Air Quality Status: | Exempt MBTA Funds: $6,908,701 
TIP category: Transit Enhancement Total Funds: $34,543,506 





Design Status: N/A 


BOSTON REGION MBTA AUTOMATED ADVANCED FARE COLLECTION SYSTEM 


Install an automated advanced fare collection system for the regional public transportation system, consistent with the 
MBTA's Capital Investment Program (CIP). 


Funds programmed for this project in FY 2005 are approximately $39 million (including $4.5 million in FY 2005 
Section 5309/Rail Modernization funds and $34.5 million in FY 2005 Section 5307 funds). 


Funding Program: Section 5309/Rail Modernization Federal Funds: $3,603,189 


Air Quality Status: | Exempt MBTA Funds: $900,797 
TIP category: Transit Enhancement Total Funds: $4,503,986 





Design Status: N/A 


BOSTON REGION MBTA ENHANCEMENT PROGRAM 


The funding allocation for the MBTA Enhancement Program from FY 2004 to FY 2006 totals approximately $3.7 
million. Funds programmed for this project in FY 2005 are approximately $1.2 million and will be used for bus shelters, 
the systemwide ITS program, rapid transit signage, and transit security. 


Funding Program: Section 5307/Enhancement Federal Funds: $981,090 


Air Quality Status: | Exempt MBTA Funds: $245,272 
TIP category: Transit Enhancement Total Funds: $1,226,362 





Design Status: N/A 


BOSTON REGION REGIONAL TRANSPORTATION DEMAND MANAGEMENT PROGRAM 
Provide funding for regional or local shuttles, the formation of Transportation Management Associations (TMAs), or 
other Transportation Demand Management (TDM) projects. 


Funding Program: CMAQ Federal Funds: $200,000 
Air Quality Status: | Off-Model State Funds: $50,000 


TIP category: Regional Mobility Total Funds: $250,000 





Design Status: N/A 
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BOsTON REGION SUBURBAN MOBILITY IMPROVEMENT PROGRAM 
Provide funding for programs and projects that improve the mobility of residents in areas currently unserved or 
underserved by transit. Potential services eligible for funding under this program include fixed-route shuttles serving 


markets not typically addressed (e.g., suburb-to-suburb, reverse commuting, etc.), employer-based van/carpool services, 
flexible-route shuttle services, and similar programs. 


Funding Program: CMAQ Federal Funds: $400,000 
Air Quality Status:  Off-Model 


State Funds: $100,000 
TIP category: Regional Mobility Total Funds: $500,000 





Design Status: N/A 


BROOKLINE BEACON STREET ENHANCEMENTS, YEAR TWO 


The enhancement portion of the Beacon Street project provides pedestrian amenities and historic landscape features. 


This project is under the Advanced Construction Program and will be funded over a three-year period with federal funds. 


This funding represents year two of three years of funding for this project; a total of $1,000,000 is programmed in FY 
2004, $2,000,000 is programmed in FY 2005 and $4,000,000 is programmed in FY 2006. 


Funding Program: STP/Enhancement Federal Funds: $451,026 
Air Quality Status: | Exempt State Funds: $112,756 
TIP category: Arterial Highway Total Funds: $563,782 





Design Status: 75% 


BROOKLINE BEACON STREET, YEAR Two 601183 
Make safety improvements to Beacon Street from St. Mary's Street west to the Boston city line. The project includes 


upgrading the signals, redesigning the traffic flow, providing angled parking and reconstructing the roadway. 


This project is under the Advanced Construction Program and will be funded over a three-year period with federal funds. 


This funding represents year two of three years of funding for this project; a total of $1,000,000 is programmed in FY 
2004, $2,000,000 is programmed in FY 2005 and $4,000,000 is programmed in FY 2006. 


Funding Program: STP/Statewide Federal Funds: $1,148,974 
Air Quality Status: | Exempt State Funds: $287,244 
TIP category: Arterial Highway Total Funds: $1,436,218 





Design Status: 75% 
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CANTON & DEDHAM ROUTE 128 BRIDGES, YEAR THREE 602288 
Replace the Interstate 95 (Route 128) northbound bridge (C-2-26) and southbound bridge (C-2-27) over the Neponset 
River. This project is part of the Route 128 Transportation Improvement Project. 


This project was advertised for $18 million in FY 2003 under the Advanced Construction Program and will be funded 
over a three-year period with federal funds. The amount programmed here represents the third-year funding. 


Funding Program: Bridge Federal Funds: $2,400,000 
Air Quality Status: | Model State Funds: $600,000 
TIP category: Bridge Total Funds: $3,000,000 





Design Status: 100% 


CANTON, RANDOLPH & WESTWOOD ROUTE 128 TRANSPORTATION IMPROVEMENT, YEAR ONE 087800 


Add two general purpose lanes, one northbound and one southbound, to Route 128 in Canton, Randolph, and Westwood, 
from Route 24 in Randolph to south of the East Street Rotary in Westwood. 


This project will be advertised for $12 million in FY 2005 under the Advanced Construction Program and will be 
funded over a two-year period with federal funds. The amount programmed here represents the first-year funding. 


Funding Program: National Highway System 
Air Quality Status: | Model State Funds: $1,200,000 
TIP category: Major Highway Total Funds: $6,000,000 


Federal Funds: $4,800,000 





Design Status: Pre-25% 


CONCORD MONUMENT STREET BRIDGE 


601442 
Rehabilitate the Monument Street Bridge (C-19-13) over the Concord River. 


Funding Program: Non-Federal Aid (Bridge) Federal Funds: $0 
Air Quality Status: | Exempt State Funds: $840,000 
TIP category: Bridge Total Funds: $840,000 





Design Status: 25% 


DANVERS ROUTE 1 BRIDGES 603715 


Replacement of the Route | northbound (D-3-26) and southbound (D-3-27) bridges over Centre Street. 


Funding Program: Bridge Federal Funds: $2,880,000 
Air Quality Status: | Exempt State Funds: $720,000 
TIP category: Bridge Total Funds: $3,600,000 





Design Status: 


Naw WEO/ 
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DEDHAM & WESTWOOD ROUTE 1 & ROUTE 1A BRIDGES, YEAR ONE 603162 
Replace the Route 1 bridges (D-5-27 and D-5-46) and Route 1A bridges (D-5-44 and D-5-45) over Interstate 95 (Route 
128). This project is part of the Route 128 Transportation Improvement Project. 


This project will be advertised for $15.5 million in FY 2005 under the Advanced Construction Program and will be 
funded over a three-year period with federal funds. The amount programmed here represents the first-year funding. 


Funding Program: Bridge Federal Funds: $1,920,000 
Air Quality Status: | Model State Funds: $480,000 
TIP category: Bridge Total Funds: $2,400,000 





Design Status: 25% 


EVERETT, MALDEN, & MEDFORD TELECOM BOULEVARD, PHASE ONE 
Construct Phase 1 of Telecom Boulevard from Santilli Circle in Everett to the approach for the Malden River Bridge. 
Work will include connections to Tileston Street, Norman Street, the Mellon Bank site, and Telecom Place. 


Funding Program: High Priority Project 
Air Quality Status: | Model State Funds: $720,000 
TIP category: Arterial Highway Total Funds: $3,600,000 


Federal Funds: $2,880,000 





Design Status: 80% 


FRAMINGHAM CENTRAL STREET BRIDGE 


602839 
Replace the Central Street Bridge (F-7-9) over the Sudbury River. 


Funding Program: Bridge Federal Funds: $1,036,800 
Air Quality Status: | Exempt State Funds: $259,200 
TIP category: Bridge Total Funds: $1,296,000 





Design Status: 25% 


FRAMINGHAM ROUTE 9 BRIDGE 


602522 
Replace the Route 9 Bridge (F-7-6) over the Sudbury River. 


Funding Program: Bridge Federal Funds: $3,840,000 
Air Quality Status: | Exempt State Funds: $960,000 
TIP category: Bridge Total Funds: $4,800,000 





Design Status: 25% 
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HUDSON ROUTE 62 (MAIN STREET) BRIDGE 602131 
Replace the Route 62 (Main Street) Bridge (H-25-7) over the Assabet River. 
Funding Program: Bridge Federal Funds: $1,881,600 


Air Quality Status: | Exempt State Funds: $470,400 
TIP category: Bridge Total Funds: $2,352,000 





Design Status: 75% 


LEXINGTON ROUTE 2 BRIDGE 600703 
Rehabilitate the Route 2 Bridge (L-10-9) over Interstate 95 (Route 128). 
Funding Program: Non-Federal Aid (Bridge) Federal Funds: $0 


Air Quality Status: | Exempt State Funds: $6,000,000 
TIP category: Bridge Total Funds: $6,000,000 





Design Status: 75% 


MELROSE MAIN STREET - GREEN STREET 601552 


Improve the intersection of Main Street and Green Street, including rehabilitating the roadway and upgrading the 
signalization. The HPP portion of this project is $2,001,852 and the STP portion is $480,444. The total cost of this 
project is $3,002,778. 


This represents the High Priority Project portion of the project funding. 


Funding Program: High Priority Project Federal Funds: $2,001,852 
Air Quality Status: | Exempt State Funds: $500,463 
TIP category: Arterial Highway Total Funds: $2,502,315 





Design Status: 25% 


MELROSE MAIN STREET - GREEN STREET 601552 


Improve the intersection of Main Street and Green Street, including rehabilitating the roadway and upgrading the 
signalization. The HPP portion of this project is $2,001,852 and the STP portion is $480,444. The total cost of this 
project is $3,002,778. 


This represents the STP/Boston MPO portion of the project funding. 


Funding Program: STP/Boston MPO Federal Funds: $480,443 
Air Quality Status: | Exempt State Funds: $120,110 
TIP category: Arterial Highway Total Funds: $600,553 





Design Status: 25% 
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NEWTON COMMONWEALTH AVENUE, PHASE THREE 601899 


Reconstruct Route 30 (Commonwealth Avenue) from Grant Avenue to the Boston city line. 


Funding Program: STP/Boston MPO Federal Funds: $2,592,000 
Air Quality Status: | Exempt State Funds: $648,000 
TIP category: Arterial Highway Total Funds: $3,240,000 





Design Status: 25% 


NEWTON COMMONWEALTH AVENUE, PHASE THREE 


Install historic lighting and provide landscaping along Commonwealth Avenue from the Boston city line to 100 feet west 
of Grant Avenue. 


Funding Program: STP/Enhancement Federal Funds: $639,524 
Air Quality Status: | Exempt State Funds: $159,881 
TIP category: Enhancement Total Funds: $799,405 





Design Status: 25% 


RANDOLPH TO WELLESLEY ROUTE 128 TRANSPORTATION IMPROVEMENT PROJECT (DESIGN) 


Fund bridge and roadway design work for the addition of two general purpose lanes, one northbound and one 
southbound, to Route 128 in Randolph, Canton, Westwood, Dedham, Needham and Wellesley. 


Funding Program: National Highway System Federal Funds: $1,852,000 
Air Quality Status: | Model State Funds: $463,000 
TIP category: Major Highway Total Funds: $2,315,000 





Design Status: N/A 


ROCKLAND ROUTE 3 BRIDGE 603021 
Replace the deck on the Route 3 Bridge (R-8-4) over Route 228 (Hingham Street). 
Funding Program: Non-Federal Aid (Bridge) Federal Funds: $0 


Air Quality Status: | Exempt State Funds: $1,242,000 
TIP category: Bridge Total Funds: $1,242,000 





Design Status: Pre-25% 
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SHARON 


Rehabilitate the Route 1 northbound bridges (S-9-9, S-9-10 & S,9-11) over Interstate 95 northbound and southbound. 


Funding Program: 


Air Quality Status: | Exempt 
TIP category: Bridge 
SOMERVILLE 


Non-Federal Aid (Bridge) 


05 


ROUTE 1, THREE BRIDGES 603622 


Federal Funds: $0 


State Funds: 
Total Funds: 


$4,800,000 
$4,800,000 





Design Status: 25% 


BEACON STREET 601820 


Reconstruct Beacon Street from Oxford Street to the Cambridge city line. The HPP portion of this project is $2,309,753 
and the STP portion is $554,340. The total cost of this project is $3,580,116. 





Funding Program: High Priority Project Federal Funds: $2,309,753 
Air Quality Status: | Exempt State Funds: $577,438 
TIP category: Arterial Highway Total Funds: $2,887,191 
Design Status: 25% 
SOMERVILLE 


BEACON STREET 601820 


Reconstruct Beacon Street from Oxford Street to the Cambridge city line. The HPP portion of this project is $2,309,753 
and the STP portion is $554,340. The total cost of this project is $3,580,116. 


Funding Program: STP/Boston MPO 

Air Quality Status: | Exempt 

TIP category: Arterial Highway 
WALTHAM 


Reconstruct the Winter Street Bridge (W-4-25) over Interstate 95 (Route 128) and reconfigure the associated 


interchange. 


WINTER STREET BRIDGE, YEAR TWO 


Federal Funds: 
State Funds: 
Total Funds: 


$554,340 


$138,585 
$692,925 





Design Status: 25% 


601498 


This project will be advertised for $19 million in FY 2004 under the Advanced Construction Program and will be 
funded over a four-year period with federal funds. The amount programmed here represents the second-year funding. 


Funding Program: Bridge 
Air Quality Status: | Exempt 
TIP category: Bridge 
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State Funds: 
Total Funds: 


$3,840,000 


$960,000 
$4,800,000 





Design Status: 100% 
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WELLESLEY ROCKLAND STREET BRIDGE 600776 


Replace the Rockland Street Bridge (W 13-7) over Conrail. 


Funding Program: Non-Federal Aid 





Federal Funds: $0 
Air Quality Status: | Exempt State Funds: $954,000 
TIP category: Bridge Total Funds: $954,000 
Design Status: Pre-25% 
WEYMOUTH 


SOUTH WEYMOUTH NAVAL AIR STATION REUSE 


Improve the transportation infrastructure of the South Weymouth Naval Air Station. This work is associated with 
on-base improvements. 


Funding Program: High Priority Project 
Air Quality Status: | Model State Funds: $1,400,000 
TIP category: N/A Total Funds: $7,000,000 


Federal Funds: $5,600,000 





Design Status: N/A 


WEYMOUTH ROUTE 18 , YEAR ONE 601630 


Widen Route 18 (Main Street) to four lanes from Route 3 to Route 139 in Abington. 


This project will be advertised for $16 million in FY 2005 under the Advanced Construction Program and will be funded 
over a four-year period with federal funds. The amount programmed here represents the first-year funding. 


Funding Program: STP/Statewide Federal Funds: $2,400,000 
Air Quality Status: | Model 


TIP category: Arterial Highway 


State Funds: $600,000 
Total Funds: $3,000,000 





Design Status: Pre-25% 


WEYMOUTH ROUTE 3/ROUTE 18 CONNECTION 


Construct a connection between Route 3 and Route 18. This work is associated with the reuse of the South Weymouth 
Naval Air Station. 


Funding Program: High Priority Project 
Air Quality Status: | Model 
TIP category: Arterial Highway 


Federal Funds: $2,400,000 


State Funds: $600,000 
Total Funds: $3,000,000 





Design Status: Pre-25% 
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FY 2006 Project Information 


Regional Highway Program 


Bridge 

Bedford 

Boston 

Boston & Everett 
Dedham 

Dedham & Westwood 
Dedham, Needham & Westwood 
Framingham 

Framingham 

Framingham 

Lynn & Saugus 
Marlborough 

North Reading & Reading 
Somerville 

Walpole 

Waltham 

Wayland 

Weston 

Wilmington 

Woburn 


CMAQ 
Boston Region 
Boston Region 


National Highway System 
Canton, Randolph, Westwood 
Randolph to Wellesley 


STP/ Boston MPO 
Bedford, Billerica & Burlington 
Everett, Malden & Medford 
Middleton 


STP/ Statewide 
Brookline 

Concord & Lincoln 
Framingham 
Franklin 

Hanover 

Salem 

Weymouth 


STP/ Enhancement 


Brookline 
Cohasset 
Holliston 


High Priority Project 
Everett, Malden & Medford 


Non-Federal Aid 


No Projects Programmed 


Federal Aid Subtotal 


Page Road Bridge 
Massachusetts Avenue Bridge 
Route 99 (Alford Street) Bridge, Year Three 
Ames Street Bridge 
Route | & Route 1A Bridges, Year Two 
Route 128 Bridges, Year One 
Fountain Street Bridge 
Main Street Bridge 
Winter Street Bridge 
Western Avenue (Fox Hill) Bridge 
Boundary Street Bridge 
Route 28 Bridge 
Webster Avenue Bridge 
Bullard Street Bridge 
Winter Street Bridge, Year Three 
Pelham Island Road Bridge 
Recreation Road Bridge 
Route 38 (Main Street) Bridge 
Salem Street Bridge 
Bridge Total 


Regional Transportation Demand Management Program 
Suburban Mobility Improvement Program 
CMAQ Total 


Route 128 Transportation Improvement Program, Year Two 
Route 128 Transportation Improvement Program (Design) 
National Highway System Total 


Middlesex Turnpike Improvement Project, Phase Two, Year One 
TeleCom Boulevard, Phase Two, Year One 
Route 114 (N. Main Steet) 

STP/ Boston MPO Earmark Total 


Beacon Steet, Year Three 

Route 2 (Crosby's Corner), Year One 
Franklin Street 

Union Steet 

Route 123 (Webster Street) 

Route 1A (Bridge Steet) 

Route 18, Year Two 


STP/ Statewide Total 
Beacon Steet, Year Three 
Pedestrian Facility 
Upper Charles Trail 
STP/ Enhancement Total 


TeleCom Boulevard, Phase Two, Year One 
High Priority Project Total 


Federal Aid Matching Funds Subtotal 


Total FY 2006 Regional Highway Funds 


* The Federal Aid funds will be matched by MBTA funds 


Federal Funds 
$800,000 
$2,000,000 
$5,116,800 
$1,016,080 
$5,240,000 
$9,600,000 
817,600 
$434,400 
$561,920 
$1,200,000 
$638,240 
$714,560 
$3,520,000 
334,320 
$3,840,000 
448,000 
$1,548,000 
$703,200 
$1,325,770 
$39,858,890 





Federal Funds 
$200,000 
$400,000 
$600,000 


Federal Funds 
$4,800,000 
$868,000 
$5,668,000 


Federal Funds 
$5,760,000 
53,605,397 
1,152,000 
$10,517,397 


Federal Funds 
52,297,950 
$3,120,000 
53,072,000 
3,168,000 
52,592,000 
$1,632,000 
$3,200,000 
$19,081,950 





Federal Funds 
$902,050 
$132,720 
$360,000 

$1,394,770 


Federal Funds 


$2,508,756 
$2,508,756 


$79,629,763 


State Funds 
200,000 
500,000 
$1,279,200 
254,020 
$1,310,000 
$2,400,000 
204,400 
$108,600 
$140,480 
300,000 
5159,560 
78,640 
$880,000 
$83,580 
$960,000 
12,000 
$387,000 
75,800 
$331,443 
$9,964,723 








State Funds 
$50,000 
$100,000 
$150,000 


State Funds 
$1,200,000 
$217,000 
$1,417,000 


State Funds 
$1,440,000 
$901,349 
288,000 
$2,629,349 


State Funds 
$574,487 
780,000 
768,000 
792,000 
$648,000 
$408,000 
$800,000 
$4,770,487 


State Funds 
$225,513 
$33,180 
$90,000 
$348,693 





State Funds 
$627,189 
$627,189 


$19,907,441 


Total Funds 
000,000 
52,500,000 
6,396,000 
51,270,100 
6,550,000 
$12,000,000 
022,000 
$543,000 
$702,400 
500,000 
$797,800 
$893,200 
54,400,000 
417,900 
54,800,000 
$560,000 
51,935,000 
$879,000 
51,657,213 
$49,823,613 





Total Funds 
250,000 
500,000 
$750,000 








Total Funds 
$6,000,000 
$1,085,000 
$7,085,000 


Total Funds 
$7,200,000 
$4,506,746 
$1,440,000 
$13,146,746 


Total Funds 
$2,872,437 
$3,900,000 

53,840,000 
3,960,000 

53,240,000 

$2,040,000 

4,000,000 

$23,852,437 


Total Funds 
1,127,563 
$165,900 
$450,000 
$1,743,463 





Total Funds 
$3,135,945 
$3,135,945 


$99,537,204 
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Central Artery / Tunnel Project 


National Highway System 
STP/Statewide 
STP/Boston MPO 
MassPike Funds 


Federal Aid Subtotal 
Federal Aid Matching Funds Subtotal 
Non-Federal Aid Subtotal 


Total FY 2006 CA/T Funds 


Regional Transit Program 


Section 5307 
Boston Region Blue Line Vehicles 
Boston Region MBTA Automated Advanced Fare Collection System 
Boston Region MBTA Enhancement Program 
Boston Region Section 5307 Infrastructure Program 
Section 5307 Total 
Section 5309 
Boston Region Blue Line Modernization 
Boston Region Section 5309 Infrastructure Program 
Section 5309 Total 


Federal Aid Subtotal 
Federal Aid MBTA Matching Funds Subtotal 


Total FY 2006 Regional Transit Funds 


Total FY 2006 TIP Program 


Federal Funds 
$70,000,000 
$115,474,790 
$20,000,000 


$205,474,790 


Federal Funds 
566,779,838 
13,618,793 
$981,090 
13,426,445 
$94,806,166 


Federal Funds 

58,251,189 
12,200,000 
$70,451,189 





$165,257,355 


State Funds 
$17,500,000 
$28,868,698 
$5,000,000 
$84,549,486 


$51,368,698 
$84,549,486 


MBTA Funds 


$ 


6,694,960 


3,404,698 
$245,272 
3,356,611 
$23,701,541 


MBTA Funds 

$14,562,797 
3,050,000 
$17,612,797 





$41,314,338 


Total Funds 
$87,500,000 
$144,343,488 
$25,000,000 
$84,549,486 


$341,392,974 


Total Funds 
$83,474,798 
$17,023,491 
$1,226,362 
$16,783,056 
$118,507,707 


Total Funds 
$72,813,986 


$15,250,000 
$88,063,986 


$206,571,693 


$647,501,871 
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BEDFORD PAGE ROAD BRIDGE 


Replace the Page Road Bridge (B-04-008) over Shawsheen River 


Funding Program: Bridge Federal Funds: 


Air Quality Status: | Exempt State Funds: 


TIP category: Bridge Total Funds: 





Design Status: Pre-25% 


BEDFORD, BILLERICA, AND BURLINGTON MIDDLESEX TURNPIKE, PHASE Two, YEAR ONE 


06 


603985 


$800,000 
$200,000 
$1,000,000 


029492 


Widen Middlesex Turnpike from the Burlington town line to Manning Road in Billerica. The project also includes the 


reconfiguration of various intersections. 


Funding Program: STP/Boston MPO Federal Funds: 
Air Quality Status: | Model State Funds: 
TIP category: Arterial Highway Total Funds: 


$5,760,000 


$1,440,000 
$7,200,000 





Design Status: 25% 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 


195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s non-federal aid Central Artery / Tunnel commitments for FY 2006 are $84.5 million in MassPike funds for 
payments on Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation 





Notes (GANS). 
Funding Program: MassPike Funds Federal Funds: 
Air Quality Status: | Model State Funds: 
TIP category: Major Highway Total Funds: 
Design Status: 100% 
BOSTON CENTRAL ARTERY / TUNNEL PROJECT 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel. 


$0 


$84,549,486 
$84,549,486 


195001 


The state’s federal aid Central Artery / Tunnel commitments for FY 2006 total $205.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2006 federal funding commitment includes approximately: $70 million in NHS funds, $20 million in 


STP/Boston MPO funds, and $115.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal NHS funds plus the required state match. 


Funding Program: National Highway System Federal Funds: 
Air Quality Status: | Model State Funds: 
TIP category: Major Highway Total Funds: 


$70,000,000 


$17,500,000 
$87,500,000 





Design Status: 100% 
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BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel. 


The state’s federal aid Central Artery / Tunnel commitments for FY 2006 total $205.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2006 federal funding commitment includes approximately: $70 million in NHS funds, $20 million in 
STP/Boston MPO funds, and $115.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal STP/Boston MPO Earmark funds plus the 
required state match. 


Funding Program: STP/Boston MPO Federal Funds: $20,000,000 
Air Quality Status: | Model State Funds: $5,000,000 
TIP category: Major Highway Total Funds: $25,000,000 





Design Status: 100% 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel. 


The state’s federal aid Central Artery / Tunnel commitments for FY 2006 total $205.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2006 federal funding commitment includes approximately: $70 million in NHS funds, $20 million in 
STP/Boston MPO funds, and $115.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal STP/Statewide funds plus the required state 
match. 


Funding Program: STP/Statewide Federal Funds: $115,474,790 
Air Quality Status: | Model State Funds: $28,868,698 
TIP category: Major Highway Total Funds: $144,343,488 





Design Status: 100% 


BOSTON MASSACHUSETTS AVENUE BRIDGE 600867 
Replace the Massachusetts Avenue Bridge (B-16-237) over Commonwealth Avenue. 
Funding Program: Bridge Federal Funds: $500,000 


Air Quality Status: § Exempt State Funds: $2,000,000 
TIP category: Bridge Total Funds: $2,500,000 





Design Status: 75% 
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BOSTON & EVERETT ROUTE 99 (ALFORD STREET) BRIDGE, YEAR THREE 603370 


Reconstruct the Route 99 (Alford Street) Bridge (B-16-29) over the Mystic River. 


This project will be advertised for $16 million in FY 2004 under theAdvanced Construction Program and will be funded 
over a three-year period with federal funds. The amount programmed here represents the third-year funding. 


Funding Program: Bridge Federal Funds: $5,116,800 
Air Quality Status: | Exempt State Funds: $1,279,200 
TIP category: Bridge Total Funds: $6,396,000 





Design Status: 75% 


BOSTON REGION BLUE LINE MODERNIZATION 


Make improvements to the Blue Line, consistent with the MBTA's Capital Investment Program (CIP). This is a 
multiyear project that will extend beyond FY 2006. 


Funds programmed for this project in FY 2004 to FY 2006 are approximately $183 million. Funds programmed for this 
project in FY 2006 are approximately $72.8 million and include approximately: $19.4 million for Orient Heights Station, 
$47.6 million for Maverick Station, and $5.8 million for the Orient Heights Maintenance Facility. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: Section 5309/Rail Enhancement Federal Funds: $58,251,189 
Air Quality Status: | Model MBTA Funds: $14,562,797 
TIP category: State of Good Repair Total Funds: $72,813,986 





Design Status: N/A 


BOSTON REGION BLUE LINE VEHICLES 


Purchase 94 Blue Line vehicles to enable the operation of six-car train sets and overhaul 24 current Blue Line vehicles 
for use on the Orange Line, consistent with the MBTA's Capital Investment Program (CIP). This is a multiyear project 
that will extend beyond FY 2006. 


The funding allocation for this project for FY2005 and FY 2006 is approximately $131 million. 
Funding Program: Section 5307 Federal Funds: $66,779,838 


Air Quality Status: | Exempt MBTA Funds: $16,694,960 
TIP category: State of Good Repair Total Funds: $83,474,798 





Design Status: N/A 
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BOSTON REGION MBTA § 5307 INFRASTRUCTURE PROGRAM 


Make infrastructure improvements to the regional public transportation system, consistent with the MBTA's Capital 
Investment Program (CIP). 


The funding allocation for the Section 5307 Infrastructure Program from FY 2004 to FY 2006 totals approximately 
$89.1 million. Funds programmed for this project in FY 2006 are $16.8 million and include: $12.4 million for the 
purchase of Emission Control Buses which were purchased with grant anticipation notes and $4.4 million for the 
Lechmere Signal System. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: Section 5307 Federal Funds: $13,426,445 
Air Quality Status: | Exempt MBTA Funds: $3,356,611 
TIP category: State of Good Repair Total Funds: $16,783,056 





Design Status: N/A 


BOSTON REGION MBTA § 5309 INFRASTRUCTURE PROGRAM 


Make infrastructure improvements to the regional public transportation system, consistent with the MBTA's Capital 
Investment Program (CIP). 


The funding allocation for the Section 5309 Infrastructure Program from FY 2004 to FY 2006 totals approximately 
$63.2 million. Funds programmed for this project in FY 2006 total approximately $ 15.3 million including $5.5 million 
for the Commuter Rail Top Deck Overhaul and $9.75 million for the Worcester Cab Signalling. 


These funding allocations are based upon the best information available as of September 11, 2003 (the date of final 
MPO endorsement of the TIP). The actual amount of funding requested for projects under this program will be 
determined by the MBTA as part of its request for the award of funds from the Federal Transit Administration. 


Funding Program: Section 5309/Rail Modernization Federal Funds: $12,200,000 
Air Quality Status: | Exempt MBTA Funds: $3,050,000 
TIP category: State of Good Repair Total Funds: $15,250,000 





Design Status: N/A 


BOSTON REGION MBTA AUTOMATED ADVANCED FARE COLLECTION SYSTEM 


Install an automated advanced fare collection system for the regional public transportation system, consistent with the 
MBTA's Capital Investment Program (CIP). 


Funding Program: Section 5307 Federal Funds: $13,618,793 
Air Quality Status: | Exempt MBTA Funds: $3,404,698 
TIP category: Enhancement Total Funds: $17,023,491 





Design Status: N/A 
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BOSTON REGION MBTA ENHANCEMENT PROGRAM 


The funding allocation for the MBTA Enhancement Program from FY 2004 to FY 2006 totals approximately $3.7 
million. Funds programmed for this project in FY 2006 are approximately $1.2 million and will be used for bus shelters, 
the systemwide ITS program, rapid transit signage, and transit security. 


Funding Program: Section 5307/Enhancement Federal Funds: $981,090 
Air Quality Status: | Exempt MBTA Funds: $245,272 
TIP category: Transit Enhancement Total Funds: $1,226,362 





Design Status: N/A 


BOSTON REGION REGIONAL TRANSPORTATION DEMAND MANAGEMENT PROGRAM 


Provide funding for regional or local shuttles, the formation of Transportation Management Associations (TMAs), or 
other Transportation Demand Management (TDM) projects. 


Funding Program: CMAQ Federal Funds: $200,000 
Air Quality Status: | Off-Model State Funds: $50,000 
TIP category: Regional Mobility Total Funds: $250,000 





Design Status: N/A 


BOSTON REGION SUBURBAN MOBILITY IMPROVEMENT PROGRAM 


Provide funding for programs and projects that improve the mobility of residents in areas currently unserved or 
underserved by transit. Potential services eligible for funding under this program include fixed-route shuttles serving 
markets not typically addressed (e.g., suburb-to-suburb, reverse commuting, etc.), employer-based van/carpool services, 
flexible-route shuttle services, and similar programs. 


Funding Program: CMAQ Federal Funds: $400,000 
Air Quality Status: | Off-Model State Funds: $100,000 
TIP category: Regional Mobility Total Funds: $500,000 





Design Status: N/A 


BROOKLINE BEACON STREET ENHANCEMENTS, YEAR THREE 


The enhancement portion of the Beacon Street project provides pedestrian amenities and historic landscape features. 
This funding represents year three of three years of funding for this project under the Advanced Construction Program; a 
total of $1,000,000 is programmed in FY 2004, $2,000,000 in FY 2005 and $4,000,000 is programmed in FY 2006. 


Funding Program: STP/Enhancement Federal Funds: $902,050 
Air Quality Status: | Exempt State Funds: $225,513 
TIP category: Enhancement Total Funds: $1,127,563 





Design Status: 75% 
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BROOKLINE BEACON STREET, YEAR THREE 601183 


Make safety improvements to Beacon Street from St. Mary's Street west to the Boston city line. The project includes 
upgrading the signals, redesigning the traffic flow, providing angled parking and reconstructing the roadway. This 
funding represents year three of three years of funding for this project under the Advanced Construction Program; a total 
of $1,000,000 is programmed in FY 2004, $2,000,000 in FY 2005 and $4,000,000 is programmed in FY 2006. 


Funding Program: STP/Statewide Federal Funds: $2,297,950 
Air Quality Status: | Exempt State Funds: $574,487 
TIP category: Arterial Highway Total Funds: $2,872,437 





Design Status: 75% 


CANTON, RANDOLPH & WESTWOOD ROUTE 128 TRANSPORTATION IMPROVEMENT, YEAR TWO 087800 
Add two general purpose lanes, one northbound and one southbound, to Route 128 in Canton, Randolph, and Westwood, 
from Route 24 in Randolph to south of the East Street Rotary in Westwood. 


This project will be advertised for $12 million in FY 2005 under the Advanced Construction Program and will be 
funded over a two-year period with federal funds. The amount programmed here represents the second-year funding. 


Funding Program: National Highway System Federal Funds: $4,800,000 
Air Quality Status: | Model State Funds: $1,200,000 
TIP category: Major Highway Total Funds: $6,000,000 





Design Status: Pre-25% 


COHASSET PEDESTRIAN FACILITIES 602977 


Construct a historic walkway on the south side of South Main Street from Robert E. Jason Lane to Elm Street. 


Funding Program: STP/Enhancement Federal Funds: $132,720 
Air Quality Status: | Exempt State Funds: $33,180 
TIP category: Bicycle/Pedestrian Total Funds: $165,900 





Design Status: 75% 


CONCORD & LINCOLN ROUTE 2 (CROSBY'S CORNER), YEAR ONE 602984 


Make safety and operations improvements to Route 2 from Bedford Road in Lincoln to Route 126 in Concord. This 
project includes the reconstruction of the intersection of Route 2 and Route 2A (Crosby's Corner). 


This project will be advertised for $12.6 million in FY 2006 under the Advanced Construction Program and will be 
funded over a two-year period with federal funds. The amount programmed here represents the first-year funding. 


Funding Program: STP/Statewide Federal Funds: $3,120,000 
Air Quality Status: | Model State Funds: $780,000 
TIP category: Arterial Highway Total Funds: $3,900,000 





Design Status: 25% 
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DEDHAM AMES STREET BRIDGE 603542 
Replace the Ames Street Bridge (D-5-5) over the Charles River. 
Funding Program: Bridge Federal Funds: $1,016,080 


Air Quality Status: | Exempt State Funds: $254,020 
TIP category: Bridge Total Funds: $1,270,100 





Design Status: Pre-25% 


DEDHAM & WESTWOOD ROUTE 1 & ROUTE 1A BRIDGES, YEAR TWO 603162 


Replace the Route | bridges (D-5-27 and D-5-46) and Route 1A bridges (D-5-44 and D-5-45) over Interstate 95 (Route 
128). This project is part of the Route 128 Transportation Improvement Project. 


This project will be advertised for $15.5 million in FY 2005 under the Advanced Construction Program and will be 
funded over a three-year period with federal funds. The amount programmed here represents the second-year funding. 


Funding Program: Bridge Federal Funds: $5,240,000 
Air Quality Status: | Model State Funds: $1,310,000 
TIP category: Bridge Total Funds: $6,550,000 





Design Status: 25% 


DEDHAM, NEEDHAM & WESTWOOD ROUTE 128 BRIDGES, YEAR ONE 603206 


Replace the Interstate 95 (Rte. 128) northbound bridge and southbound bridge over Route 135 in Dedham (D-05-038, 
D-05-039); the Interstate 95 (Route 128) Bridge over the Charles River in Dedham and Needham (D-05-040, D-05-041); 
the Great Plain Avenue Bridge over Route 128 in Needham (N-04-029); and the Route 109 bridges over Interstate 95 
(Route 128) northbound and southbound in Dedham and Westwood (D-05-042, D-05-043). This project is part of the 
Route 128 Transportation Improvement Project. 


This project will be advertised for $34 million in FY 2006 under the Advanced Construction Program and will be funded 
over a three-year period with federal funds. The amount programmed here represents the first-year funding. 


Funding Program: Bridge Federal Funds: $9,600,000 
Air Quality Status: | Model State Funds: $2,400,000 
TIP category: Bridge Total Funds: $12,000,000 





Design Status: 
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EVERETT, MALDEN, & MEDFORD TELECOM BOULEVARD, PHASE Two, YEAR ONE 


Construct 1/2 mile roadway and Malden River bridge from Corporation Way in Medford to Route 16 via Telecom 
Boulevard, Phase 1 and Santilli Highway. The HPP protion of this project is $2,508,756 and the STP portion is 
$3,605,397. The project is programmed in FY 2006 and FY 2007 for a total cost of $12,000,000. 


This represents the High Priority Project portion of the project funding. 


Funding Program: High Priority Project Federal Funds: $2,508,756 
Air Quality Status: | Model State Funds: $627,189 
TIP category: Arterial Highway Total Funds: $3,135,945 





Design Status: 80% 


EVERETT, MALDEN, & MEDFORD TELECOM BOULEVARD, PHASE Two, YEAR ONE 


Construct 1/2 mile roadway and Malden River bridge from Corporation Way in Medford to Route 16 via Telecom 
Boulevard, Phase | and Santilli Highway. The HPP protion of this project is $2,508,756 and the STP portion is $3,605, 
397. The project is programmed in FY 2006 and FY 2007 for a total cost of $12,000,000. 


This represents the STP/Boston MPO portion of the project funding. 


Funding Program: STP/Boston MPO Federal Funds: $3,605,397 
Air Quality Status: | Model State Funds: $901,349 
TIP category: Arterial Highway Total Funds: $4,506,746 





Design Status: 80% 


FRAMINGHAM FOUNTAIN STREET BRIDGE 604013 


Replace the Fountain Street Bridge (F-07-016) over MBTA/CSX 


Funding Program: Bridge Federal Funds: $817,600 
Air Quality Status: | Exempt State Funds: $204,400 
TIP category: Bridge Total Funds: $1,022,000 





Design Status: Pre-25% 


FRAMINGHAM FRANKLIN STREET 602046 


This project will consist of pavement rehabilitation, traffic signal reconstruction at three locations, bridge railing repairs, 
sidewalk and wheelchair ramp installation, installation and/or resetting of granite curbing, minor drainage improvements, 
and associated signs and pavement markings. 


Funding Program: STP/Statewide Federal Funds: $3,072,000 
Air Quality Status: | Exempt State Funds: $768,000 
TIP category: Arterial Highway Total Funds: $3,840,000 





Design Status: 25% 
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FRAMINGHAM 


MAIN STREET BRIDGE 


Replace the Main Street Bridge (F-7-5) over the Sudbury River. 


Funding Program: 
Air Quality Status: 
TIP category: 


FRAMINGHAM 


Bridge 
Exempt 
Bridge 


Design Status: 75% 


WINTER STREET BRIDGE 


Rehabilitation of the Winter Street Bridge over the MBTA/CSX Railroad 


Funding Program: 
Air Quality Status: 
TIP category: 


FRANKLIN 


Bridge 
Exempt 
Bridge 


Design Status: Pre-25% 


UNION STREET 


Rehabilitate Union Street from Beaver Street to Washington Street. 


Funding Program: 
Air Quality Status: 
TIP category: 


HANOVER 


STP/Statewide 
Exempt 
Arterial Highway 


Design Status: 100% 


ROUTE 123 (WEBSTER STREET) 
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602944 


Federal Funds: 


$434,400 
$108,600 
$543,000 


State Funds: 
Total Funds: 


603710 


Federal Funds: 
State Funds: 
Total Funds: 


$561,920 
$140,480 
$702,400 


600981 


Federal Funds: 
State Funds: 
Total Funds: 


$3,168,000 
$792,000 
$3,960,000 


600404 


Reconstruct Route 123 (Webster Street) from the Rockland town line to the Norwell town line. Work on this project 
includes minor widening to a uniform lane-width, the provision of a bike lane/shoulder, resurfacing of the roadway, and 
intersection/signal improvements. 


Funding Program: 
Air Quality Status: 
TIP category: 


STP/Statewide 
Exempt 
Arterial Highway 


Design Status: 100% 


The FY 2004-2008 Transportation Improvement Program 
and Air Quality Conformity Determination 





Federal Funds: $2,592,000 
$648,000 


$3,240,000 


State Funds: 
Total Funds: 
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HOLLISTON UPPER CHARLES TRAIL 602929 


Construct a 2-mile bicycle/pedestrian trail along an abandoned rail line from just west of Hopping Brook Road to Cross 
Street. This project is one section of the proposed Upper Charles Rail-Trail. 


Funding Program: STP/Enhancement Federal Funds: $360,000 
Air Quality Status: | Model State Funds: $90,000 
TIP category: Bicycle/Pedestrian Total Funds: $450,000 





Design Status: 75% 


LYNN & SAUGUS WESTERN AVENUE (FOX HILL) BRIDGE 603938 


Reconstruct the Route 107 (Fox Hill) Bridge (L-18-16 = S-5-8) over the Saugus River. 


Funding Program: Bridge Federal Funds: $1,200,000 
Air Quality Status: | Exempt State Funds: $300,000 
TIP category: Bridge Total Funds: $1,500,000 





Design Status: Pre-25% 


MARLBOROUGH BOUNDARY STREET BRIDGE 603506 
Replace the Boundary Street Bridge (M-6-4) over the Assabet River. 
Funding Program: Bridge Federal Funds: $638,240 


Air Quality Status: | Exempt State Funds: $159,560 
TIP category: Bridge Total Funds: $797,800 





Design Status: 25% 


MIDDLETON ROuTE 114 (NORTH MAIN STREET) 600227 


Improve safety and channelization on Route 114 (North Main Street). Work includes: improving the geometrics at the 
intersection of Forest Street and Essex Street; reconstructing approximately 2200 feet of Route 114; and installing 
sidewalks and landscaping. 


Funding Program: STP/Boston MPO Federal Funds: $1,152,000 
Air Quality Status: | Exempt State Funds: $288,000 
TIP category: Arterial Highway Total Funds: $1,440,000 





Design Status: 100% 


NORTH READING & READING ROUTE 28 BRIDGE 603473 


Replace the Route 28 (Main Street) Bridge (N-18-8=R-3-3) over the Ipswich River. 


Funding Program: Bridge Federal Funds: $714,560 
Air Quality Status: | Exempt State Funds: $178,640 
TIP category: Bridge Total Funds: $893,200 





Design Status: 25% 
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RANDOLPH TO WELLESLEY ROUTE 128 TRANSPORTATION IMPROVEMENT PROJECT (DESIGN) 


Fund bridge and roadway design work for the addition of two general purpose lanes, one northbound and one 


southbound, to Route 128 in Randolph, Canton, Westwood, Dedham, Needham and Wellesley. 


Funding Program: National Highway System Federal Funds: 
Air Quality Status: | Exempt State Funds: 
TIP category: Major Highway Total Funds: 





Design Status: Pre-25% 


SALEM ROUTE 1A (BRIDGE STREET) 


Reconstruct Route 1A (Bridge Street) from the Veterans' Memorial Bridge to Washington Street. 


Funding Program: STP/Statewide Federal Funds: 
Air Quality Status: | Exempt State Funds: 
TIP category: Arterial Highway Total Funds: 





Design Status: 25% 


SOMERVILLE WEBSTER AVENUE BRIDGE 


Reconstruct the Webster Avenue Bridge (S-17-16) over the B&M Railroad. 


Funding Program: Bridge Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP category: Bridge Total Funds: 





Design Status: 100% 


WALPOLE BULLARD STREET BRIDGE 


Replace Bullard Street Bridge over Willett Pond outlet 


Funding Program: Bridge Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP category: Bridge Total Funds: 





Design Status: Pre-25% 


The FY 2004-2008 Transportation Improvement Program 
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$868,000 
$217,000 
$1,085,000 


$1,632,000 
$408,000 
$2,040,000 


$3,520,000 
$880,000 
$4,400,000 


$334,320 
$83,580 
$417,900 


601017 


137350 


603745 
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WALTHAM WINTER STREET BRIDGE, YEAR THREE 601498 
Reconstruct the Winter Street Bridge (W-4-25) over Interstate 95 (Route 128) and reconfigure the associated 


interchange. 


This project will be advertised for $19 million in FY 2004 under the Advance Construction Program and will be funded 
over a four-year period with federal funds. The amount programmed here represents the third-year funding. 


Funding Program: Bridge Federal Funds: $3,840,000 
Air Quality Status: | Exempt State Funds: $960,000 
TIP category: Bridge Total Funds: $4,800,000 





Design Status: 100% 


WAYLAND PELHAM ISLAND ROAD BRIDGE 602723 
Replace the Pelham Island Road Bridge (W-11-2) over the Sudbury River. 
Funding Program: Bridge Federal Funds: $448,000 


Air Quality Status: | Exempt State Funds: $112,000 
TIP category: Bridge Total Funds: $560,000 





Design Status: 75% 


WESTON RECREATION ROAD BRIDGE 602534 
Replace the Recreation Road Bridge (W-29-30) over Interstate 95 (Route 128). 
Funding Program: Bridge Federal Funds: $1,548,000 


Air Quality Status: | Exempt State Funds: $387,000 
TIP category: Bridge Total Funds: $1,935,000 





Design Status: 75% 


WEYMOUTH ROUTE 18 , YEAR Two 601630 
Widen Route 18 (Main Street) to four lanes from Route 3 to Route 139 in Abington. 


This project will be advertised for $16 million in FY 2005 under the Advanced Construction Program and will be funded 
over a four-year period with federal funds. The amount programmed here represents the second-year funding. 


Funding Program: STP/Statewide Federal Funds: $3,200,000 
Air Quality Status: | Model State Funds: $800,000 
TIP category: Arterial Highway Total Funds: $4,000,000 





Design Status: Pre-25% 
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WILMINGTON ROUTE 38 (MAIN STREET) BRIDGE 


Rehabilitate the Route 38 (Main Street) Bridge (W-38-2) over the B&M Railroad. 


Funding Program: Bridge Federal Funds: 


Air Quality Status: | Exempt State Funds: 
TIP category: Bridge Total Funds: 





Design Status: 75% 


WOBURN SALEM STREET BRIDGE 


Replace the Salem Street Bridge (W-43-3) over the MBTA. 


Funding Program: Bridge Federal Funds: 


Air Quality Status: § Exempt State Funds: 
TIP category: Bridge Total Funds: 





Design Status: 25% 
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$703,200 
$175,800 
$879,000 


$1,325,770 
$331,443 
$1,657,213 


042603 


603008 
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Regional Highway Program 


Bridge 
Dedham, Needham & Westwood _ Route 128 Bridges, Year Two 
Dedham & Westwood Route 1 & Route 1A Bridges, Year Three 
Needham & Wellesley Route 128 Transportation Improvement Bridge Replacements 
Waltham Winter Street Bridge, Year Four 
Bridge Total 
CMAQ 
No Projects Programmed 
National Highway System 
Randolph to Wellesley Route 128 Transportation Improvement Project (Design) 
National Highway System Total 
STP/ Boston MPO Earmark 
Bedford, Billerica & Burlington Middlesex Turnpike Improvement Project, Phase Two, Year Two 
Everett, Malden & Medford TeleCom Boulevard, Phase Two, Year Two 
STP/ Boston MPO Earmark Total 
STP/ Statewide 
Boston Massachusetts Avenue 
Concord & Lincoln Route 2 (Crosby's Corner), Year Two 
Weymouth Route 18, Year Three 
STP/ Statewide Total 
STP/ Enhancement 


No Projects Programmed 


High Priority Project 


No Projects Programmed 


Non-Federal Aid 


No Projects Programmed 


Federal Aid Subtotal 
Federal Aid Matching Funds Subtotal 


Total FY 2007 Regional Highway Funds 


* The Federal Aid funds will be matched by MBTA funds 


Federal Funds 
$9,600,000 
$5,240,000 
$4,800,000 
$4,704,000 

$24,344,000 


Federal Funds 
$280,000 
$280,000 


Federal Funds 
$3,040,000 
$3,485,847 
$3,485,847 


Federal Funds 
$11,520,000 
$6,960,000 
$3,200,000 
$21,680,000 


$49,789,847 


State Funds 
$2,400,000 
$1,310,000 
$1,200,000 
$1,176,000 
$6,086,000 


State Funds 
$70,000 
$70,000 


State Funds 
$760,000 
$871,462 
$871,462 


State Funds 
$2,880,000 
$1,740,000 
$800,000 
$5,420,000 


$12,447,462 


Total Funds 
$12,000,000 
$6,550,000 
$6,000,000 
$5,880,000 
$30,430,000 


Total Funds 
$350,000 
$350,000 


Total Funds 
$3,800,000 
$4,357,309 
$4,357,309 


Total Funds 
$14,400,000 
$8,700,000 
$4,000,000 
$27,100,000 


$62,237,309 
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Central Artery / Tunnel Project 


National Highway System 
STP/Statewide 
STP/Boston MPO 
MassPike Funds 


Federal Aid Subtotal 
Federal Aid Matching Funds Subtotal 
Non-Federal Aid Subtotal 


Total FY 2007 CA/T Funds 


Total FY 2007 TIP Program 
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Federal Funds State Funds Total Funds 
$70,000,000 $17,500,000 $87,500,000 
$115,474,790 $28,868,698 $144,343,488 
$20,000,000 $5,000,000 $25,000,000 
$20,408,478 $20,408,478 
$205,474,790 
$51,368,698 
$20,408,478 
$277,251,966 
$339,489,275 
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BEDFORD, BILLERICA, AND BURLINGTON MIDDLESEX TURNPIKE, PHASE Two, YEAR Two 029492 


Widen Middlesex Turnpike from the Burlington town line to Manning Road in Billerica. The project also includes the 
reconfiguration of various intersections. This project is programmed in FY 2006 and FY 2007 for a total cost of $11 
million. 


Funding Program: STP/Boston MPO Federal Funds: $3,040,000 
Air Quality Status: | Model State Funds: $760,000 
TIP Category: Arterial Highway Total Funds: $3,800,000 





Design Status: 25% 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 
Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 
The state’s non-federal aid Central Artery / Tunnel Project commitments for FY 2007 total $20.4 million in MassPike 


funds for payments on Advanced Construction contracts and the beginning repayment of previously issued Grant 
Anticipation Notes (GANS). 


Funding Program: MassPike Funds Federal Funds: $0 
Air Quality Status: Model State Funds: $20,408,478 
TIP Category: Major Highway Total Funds: $20,408,478 





Design Status: 100% 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2007 total $205.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2007 federal funding commitment includes approximately: $70 million in NHS funds, $20 million in 
STP/Boston MPO funds, and $115.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal National Highway System funds plus the required 
state match. 


Funding Program: National Highway System Federal Funds: $70,000,000 
Air Quality Status: Model State Funds: $17,500,000 
TIP Category: Major Highway Total Funds: $87,500,000 





Design Status: 100% 
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BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2007 total $205.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2007 federal funding commitment includes approximately: $70 million in NHS funds, $20 million in 
STP/Boston MPO funds, and $115.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal STP/Boston MPO funds plus the required state 
match. 


Funding Program: STP/Boston MPO Federal Funds: $20,000,000 
Air Quality Status: Model State Funds: $5,000,000 
TIP Category: Major Highway Total Funds: $25,000,000 


Design Status: 100% 





BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2007 total $205.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). 
The FY 2007 federal funding commitment includes approximately: $70 million in NHS funds, $20 million in 
STP/Boston MPO funds, and $115.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal STP/Statewide funds plus the required state 
match. 


Funding Program: STP/Statewide Federal Funds: $115,474,790 
Air Quality Status: Model State Funds: $28,868,698 
TIP Category: Major Highway Total Funds: $144,343,488 


Design Status: 100% 





BOSTON MASSACHUSETTS AVENUE 600636 
Reconstruct Massachusetts Avenue between Westland Avenue to Albany Street. 
Funding Program: STP/Statewide Federal Funds: $11,520,000 


Air Quality Status: | Exempt State Funds: $2,880,000 
TIP Category: Arterial Highway Total Funds: $14,400,000 


Design Status: 25% 
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CONCORD & LINCOLN ROUTE 2 (CROSBY’S CORNER), YEAR TWO 602984 
Make safety and operations improvements to Route 2 from Bedford Road in Lincoln to Route 126 in Concord. This 


project includes the reconstruction of the intersection of Route 2 and Route 2A (Crosby's Corner). 


This project will be advertised for $12.6 million in FY 2006 under the Advanced Construction Program and will be 
funded over a two-year period with federal funds. The amount programmed here represents the second-year funding. 


Funding Program: STP/Statewide Federal Funds: $6,960,000 
Air Quality Status: | Model State Funds: $1,740,000 
TIP Category: Arterial Highway Total Funds: $8,700,000 


Design Status: 25% 





DEDHAM, NEEDHAM & WESTWOOD ROUTE 128 BRIDGES, YEAR TWO 603206 


Replace the Interstate 95 (Rte. 128) northbound bridge and southbound bridge over Route 135 in Dedham (D-05-038, 
D-05-039); the Interstate 95 (Route 128) Bridge over the Charles River in Dedham and Needham (D-05-040, D-05-041); 
the Great Plain Avenue Bridge over Route 128 in Needham (N-04-029); and the Route 109 bridges over Interstate 95 
(Route 128) northbound and southbound in Dedham and Westwood (D-05-042, D-05-043. This project is part of the 
Route 128 Transportation Improvement Project. 


This project will be advertised for $34 million in FY 2006 under the Advanced Construction Program and will be funded 
over a four-year period with federal funds. The amount programmed here represents the first-year funding. 


Funding Program: Bridge Federal Funds: $9,600,000 
Air Quality Status: Model State Funds: $2,400,000 
TIP Category: Bridge Total Funds: $12,000,000 


Design Status: Pre-25% 





DEDHAM & WESTWOOD ROUTE 1 & ROUTE 1A BRIDGES, YEAR THREE 603162 
Replace the Route | bridges (D-5-27 and D-5-46) and Route 1A bridges (D-5-44 and D-5-45) over Interstate 95 (Route 
128). This project is part of the Route 128 Transportation Improvement Project. 


This project will be advertised for $15.5 million in FY 2005 under the Advanced Construction Program and will be 
funded over a three-year period with federal funds. The amount programmed here represents the third-year funding. 


Funding Program: Bridge Federal Funds: $5,240,000 
Air Quality Status: | Model State Funds: $1,310,000 
TIP Category: Bridge Total Funds: $6,550,000 


Design Status: 25% 
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EVERETT, MALDEN, & MEDFORD TELECOM BOULEVARD, PHASE Two , YEAR Two 


Construct 1/2 mile roadway and Malden River bridge from Corporation Way in Medford to Route 16 via Telecom 
Boulevard, Phase | and Santilli Highway. The project is programmed in FY 2006 and FY 2007 for a total cost of 


$12,000,000. 





Funding Program: STP/Boston MPO Federal Funds: $3,485,847 
Air Quality Status: | Model State Funds: $871,462 
TIP Category: Arterial Highway Total Funds: $4,357,309 


Design Status: 80% 


NEEDHAM & WELLESLEY ROUTE 128 BRIDGES, YEAR ONE 603711 


Replace or reconstruct five bridges in Needham: two railroad bridges over Route 128, the Kendrick Street Bridge over 
Route 128, the Highland Avenue Bridge over Route 128, and the Route 128 Bridge over Central Avenue. Work on this 
project will also include the widening of Route 128 between Kendrick Street in Needham and Route 9 in Wellesley. This 
project is part of the Route 128 Transportation Improvement Project. 


This project will be advertised for $39 million in FY 2007 under the Advanced Construction Program and will be funded 
over a four-year period with federal funds. The amount programmed here represents the first-year funding. 


Funding Program: National Highway System Federal Funds: $4,800,000 
Air Quality Status: Model State Funds: $1,200,000 
TIP Category: Major Highway Total Funds: $6,000,000 


Design Status: Pre-25% 





RANDOLPH TO WELLESLEY ROUTE 128 TRANSPORTATION IMPROVEMENT PROJECT (DESIGN) 


Fund bridge and roadway design work for the addition of two general purpose lanes, one northbound and one 
southbound, to Route 128 in Randolph, Canton, Westwood, Dedham, Needham and Wellesley. 





Funding Program: National Highway System Federal Funds: $280,000 
Air Quality Status: | Model State Funds: $70,000 
TIP Category: Major Highway Total Funds: $350,000 


Design Status: Pre-25% 
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WALTHAM WINTER STREET BRIDGE, YEAR FOUR 601498 
Reconstruct the Winter Street Bridge (W-4-25) over Interstate 95 (Route 128) and reconfigure the associated 


interchange. 


This project will be advertised for $19 million in FY 2004 under the Advance Construction Program and will be funded 
over a four-year period with federal funds. The amount programmed here represents the fourth-year funding. 


Funding Program: Bridge Federal Funds: $4,704,000 
Air Quality Status: | Exempt State Funds: $1,176,000 
TIP Category: Bridge Total Funds: $5,880,000 


Design Status: 100% 





WEYMOUTH ROUTE 18, YEAR THREE 601630 
Widen Route 18 (Main Street) to four lanes from Route 3 to Route 139 in Abington. 


This project will be advertised for $16 million in FY 2005 under the Advanced Construction Program and will be funded 
over a four-year period with federal funds. The amount programmed here represents the third-year funding. 


Funding Program: STP/Statewide Federal Funds: $3,200,000 
Air Quality Status: | Model State Funds: $800,000 
TIP Category: Arterial Highway Total Funds: $4,000,000 


Design Status: Pre-25% 
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Regional Highway Program 


Bridge Federal Funds State Funds Total Funds 
Dedham, Needham & Westwood Route 128 Bridges, Year Three $8,000,000 $2,000,000 $10,000,000 
Needham & Wellesley Route 128 Bridges Year Two $11,200,000 $2,800,000 $14,000,000 
Bridge Total $19,200,000 $4,800,000 $24,000,000 
CMAQ 
No Projects Programmed 
National Highway System Federal Funds State Funds Total Funds 
Randolph to Wellesley Route 128 Transportation Improvement Program $240,000 $60,000 $300,000 
National Highway System Total $240,000 $60,000 $300,000 
STP/ Boston MPO 
No Projects Programmed 
STP/ Statewide Federal Funds State Funds Total Funds 
Weymouth Route 18, Year Four $4,000,000 $1,000,000 $5,000,000 
STP/ Statewide Total $4,000,000 $1,000,000 $5,000,000 
STP/ Enhancement 


No Projects Programmed 


High Priority Project 


No Projects Programmed 


Non-Federal Aid 


No Projects Programmed 


Federal Aid Subtotal $23,440,000 
Federal Aid Matching Funds Subtotal $5,860,000 


Total FY 2008 Regional Highway Funds $29,300,000 


* The Federal Aid funds will be matched by MBTA funds 
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Central Artery / Tunnel Project 
National Highway System 
STP/Statewide 


STP/Boston MPO Earmark 


Federal Aid Subtotal 
Federal Aid Matching Funds Subtotal 


Total FY 2008 CA/T Funds 


Total FY 2008 TIP Program 


108 


Federal Funds State Funds Total Funds 
$70,000,000 $17,500,000 $87,500,000 
$115,474,790 $28,868,698 $144,343,488 
$20,000,000 $5,000,000 $25,000,000 
$205,474,790 
$51,368,698 
$256,843,488 
$286,143,488 
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BOSTON CENTRAL ARTERY / TUNNEL PROJECT 


08 


195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2008 total $205.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). The 
FY 2008 federal funding commitment includes approximately: $70 million in NHS funds, $20 million in STP/Boston MPO 


funds, and $115.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal National Highway System funds plus the required 


state match. 


Funding Program: National Highway System Federal Funds: 


Air Quality Status: Model State Funds: 
TIP Category: Major Highway Total Funds: 


$70,000,000 
$17,500,000 
$87,500,000 





Design Status: 100% 


BOSTON CENTRAL ARTERY / TUNNEL PROJECT 


195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2008 total $205.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). The 
FY 2008 federal funding commitment includes approximately: $70 million in NHS funds, $20 million in STP/Boston MPO 


funds, and $115.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal STP/Boston MPO funds plus the required state 


match. 
Funding Program: STP/Boston MPO Federal Funds: 
Air Quality Status: Model State Funds: 
TIP Category: Major Highway Total Funds: 


$20,000,000 


$5,000,000 
$25,000,000 





Design Status: 100% 
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BOSTON CENTRAL ARTERY / TUNNEL PROJECT 195001 


Fund various contracts associated with the continuing reconstruction of the Central Artery / Tunnel Project. 


The state’s federal aid Central Artery / Tunnel Project commitments for FY 2008 total $205.5 million for payments on 
Advanced Construction contracts and the beginning repayment of previously issued Grant Anticipation Notes (GANs). The 
FY 2008 federal funding commitment includes approximately: $70 million in NHS funds, $20 million in STP/Boston MPO 
funds, and $115.5 million in STP/Statewide funds. 


The funding programmed here represents only the allocation of federal STP/Statewide funds plus the required state match. 


Funding Program: STP/Statewide Federal Funds: $115,474,790 
Air Quality Status: Model State Funds: $28,868,698 
TIP Category: Major Highway Total Funds: $144,343,488 


Design Status: 100% 





DEDHAM, NEEDHAM & WESTWOOD ROUTE 128 BRIDGES, YEAR THREE 603206 


Replace the Interstate 95 (Rte. 128) northbound bridge and southbound bridge over Route 135 in Dedham (D-05-038, 
D-05-039); the Interstate 95 (Route 128) Bridge over the Charles River in Dedham and Needham (D-05-040, D-05-041); 


the Great Plain Avenue Bridge over Route 128 in Needham (N-04-029); and the Route 109 bridges over Interstate 95 
(Route 128) northbound and southbound in Dedham and Westwood (D-05-042, D-05-043. This project is part of the Route 
128 Transportation Improvement Project. 


This project will be advertised for $34 million in FY 2006 under the Advanced Construction Program and will be funded 
over a four-year period with federal funds. The amount programmed here represents the second-year funding. 


Funding Program: Bridge Federal Funds: $8,000,000 
Air Quality Status: Model State Funds: $2,000,000 
TIP Category: Bridge Total Funds: $10,000,000 


Design Status: Pre-25% 





NEEDHAM & WELLESLEY ROUTE 128 BRIDGES, YEAR Two 603711 


Replace or reconstruct five bridges in Needham: two railroad bridges over Route 128, the Kendrick Street Bridge over 
Route 128, the Highland Avenue Bridge over Route 128, and the Route 128 Bridge over Central Avenue. Work on this 
project will also include the widening of Route 128 between Kendrick Street in Needham and Route 9 in Wellesley. This 
project is part of the Route 128 Transportation Improvement Project. 


This project will be advertised for $39 million in FY 2007 under the Advanced Construction Program and will be funded 
over a four-year period with federal funds. The amount programmed here represents the second-year funding. 


Funding Program: National Highway System Federal Funds: $11,200,000 
Air Quality Status: Model State Funds: $2,800,000 
TIP Category: Major Highway Total Funds: $14,000,000 





Design Status: Pre-25% 
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RANDOLPH TO WELLESLEY ROUTE 128 TRANSPORTATION IMPROVEMENT PROJECT (DESIGN) 


Fund bridge and roadway design work for the addition of two general purpose lanes, one northbound and one southbound, to 
Route 128 in Randolph, Canton, Westwood, Dedham, Needham and Wellesley. 


Funding Program: 
Air Quality Status: 
TIP Category: 


WEYMOUTH 


National Highway System Federal Funds: $240,000 
Model State Funds: $60,000 
Major Highway Total Funds: $300,000 


Design Status: Pre-25% 





ROUTE 18, YEAR FOUR 601630 


Widen Route 18 (Main Street) to four lanes from Route 3 to Route 139 in Abington. 


This project will be advertised for $16 million in FY 2005 under the Advanced Construction Program and will be funded 
over a four-year period with federal funds. The amount programmed here represents the fourth-year funding. 





Funding Program: STP/Statewide Federal Funds: $4,000,000 
Air Quality Status: Model State Funds: $1,000,000 
TIP Category: Arterial Highway Total Funds: $5,000,000 
Design Status: Pre-25% 
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Background 


The Commonwealth of Massachusetts is classified as serious nonattainment for ozone, and is 
divided into two nonattainment areas. The Eastern Massachusetts ozone nonattainment area includes 
Barnstable, Bristol, Dukes, Essex, Middlesex, Nantucket, Norfolk, Suffolk, and Worcester counties. 
Berkshire, Franklin, Hampden, and Hampshire counties comprise the Western Massachusetts ozone 
nonattainment area. With these classifications, the 1990 Clean Air Act Amendments (CAAA) required 
the Commonwealth to reduce its emissions of volatile organic compounds (VOCs) and nitrogen oxides 
(NOx), the two major precursors to ozone formation to achieve attainment of the ozone standard by 
1999 and beyond. The Boston Area carbon monoxide (CO) maintenance area’ must also maintain 
reduced emission levels of CO. In April 2002, Waltham was re-designated to attainment for carbon 
monoxide with an EPA-approved limited maintenance plan (see the 2004-2025 Transportation Plan 
(Plan) for more details). 


The CAAA also required Metropolitan Planning Organizations (MPOs) within nonattainment 
areas to perform conformity determinations prior to the approval of their Transportation Plans and 
Transportation Improvement Programs (TIPs). On January 12, 2001, the Federal Highway 
Administration (FHWA) — in consultation with the Environmental Protection Agency (EPA Region 1) 
and the Massachusetts Department Of Environmental Protection (DEP) — determined that the 13 
Massachusetts RTPs for 2000 were in conformity with the Massachusetts State Implementation Plan 
(SIP). On June 18, 2002, FHWA — through the same process — redetermined conformity for the 10 
Eastern Massachusetts MPOs, as the Boston MPO had completed a Plan update in March 2002. 


In 2003, air quality analyses were conducted on behalf of all the 2004 Regional Transportation 
Plans, the purposes of which were to evaluate the Plans’ air quality impacts on the State Implementation 
Plan. Conformity determinations were performed to ensure that all regionally significant projects were 
included in the Plans. 


Accordingly, the Executive Office of Transportation and Construction found the emission levels 
from the 2004 Regional Transportation Plans to be in conformance with the SIP. Each MPO has 
certified that all activities outlined in its Plan and its TIP: 


° Will not cause or contribute to any new violation of any standard in any area; 

e Will not increase the frequency or severity of any existing violation of any standard in any area; 
and, 

e Will not delay the timely attainment of any standard or any required interim emission reductions 


or other milestones in any area. 


? 
The Boston Area carbon monoxide maintenance area includes Boston, Cambridge, Chelsea, Everett, Malden, Medford, 
Quincy, Revere, and Somerville. 
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Key elements of this 2004 — 2008 TIP related to air quality conformity are as follows: 


e This TIP is financially constrained, and all projects in the TIP come from the conforming 2004- 
2025 Regional Transportation Plan. 


e All regionally significant projects included in the TIP have been included in the air quality 
analysis for the conforming Plan. These projects are of the same design and concept as 
presented in the Plan. 


e Because projects in the TIP come from the conforming Plan, and all regionally significant Plan 
projects for 2004 through 2008 (both Federal and Non-Federal Aid) are programmed in the TIP, 
the same air quality analysis used for the Plan can be used for the TIP. 


° Therefore, this TIP, in combination with the TIPs from the other MPOs in the nonattainment 
area, demonstrates air quality conformity. 


Timely Implementation of Transportation Control Measures 


Transportation control measures (TCMs) have been required in the SIP in revisions submitted to 
EPA in 1979, 1982, and those submitted as mitigation measures for the construction of the Central Artery. 
Those TCMs included in the 1979 and 1982 submissions have been accomplished through construction or 
through implementation of ongoing programs. The only exceptions are the bus immersion heater program, 
the Newton Rider bus service, the private bus insurance discount concept, and the pedestrian malls in Lynn, 
Cambridge, and Needham. These TCMs have been substituted with other services. All of the projects have 
been included in past Boston Region MPO Transportation Plans and TIPs as recommended projects or 
projects requiring further study. 


The status of all projects completed or ongoing as part of the Central Artery mitigation was updated in the 
summary of actions taken by EOTC, MassHighway, MBTA, and other agencies to fulfill their commitments 
to the Artery (dated August 2003). A list of those projects includes: 


¢ Southeast Expressway High Occupancy Vehicle Lane 
¢ HOV Lane on I-93 Mystic Avenue 

¢ 20,000 New Park and Ride Spaces 

¢ Ipswich Commuter Rail Extension to Newburyport 

¢ Old Colony Commuter Rail Extension 

¢ Framingham Commuter Rail Extension to Worcester 
¢ Green Line Extension to Medford Hillside 

* Red Line/Blue Line Connector 


The status of those TCMs that were submitted as SIP commitments as part of the Central Artery 
mitigation and not completed by the original schedule were updated under the Administrative Consent 
Order (ACO) signed by EOTC and the Executive Office of Environmental Affairs. The ACO reconciles 
and adjusts dates of completion for all projects required as mitigation for the Central Artery that have 
not been completed to date. This conformity determination includes all projects that are part of the ACO. 
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The two transit TCM SIP commitment projects in the ACO that have not been completed on schedule 
are the Greenbush Line of the Old Colony Commuter Rail Service and the Arborway Restoration 
project. Substitute projects have been submitted to DEP for these projects and are included in the 
Transportation Plan. 


DEP submitted to EPA their strategy of programs to show Reasonable Further Progress of a 15% 
reduction of VOCs in 1996 and the further 9% reduction of NOx toward attainment of the National Ambient 
Air Quality Standards (NAAQS) for ozone in 1999 and beyond. Within that strategy, there are no specific 
TCM projects. Traffic flow improvements to reduce congestion and, therefore, improve air quality are 
encouraged. Other transportation-related projects that have been included in the SIP control strategy are 
listed below: 


¢ Enhanced Inspection and Maintenance Program 

¢ California Low Emission Vehicle Program 

¢ Reformulated Gasoline for On and Off-Road Vehicles 

¢ Stage Il Vapor Recovery at Gasoline Refueling Stations 
¢ Tier I Federal Vehicle Standards 


Air Quality Conformity Analysis 


On October 1, 1998, DEP submitted to EPA a technical correction to the Massachusetts SIP for 
Ozone, which included a 2003 mobile source emission budget. This budget was found adequate for 
conformity purposes by EPA on February 19, 1999, and was used in the conformity determinations that 
were approved on January 12, 2001, and on June 18, 2002. 


On September 6, 2002, DEP submitted to EPA a revision to the Massachusetts SIP that included 
a revised one-hour ozone attainment demonstration for Eastern Massachusetts. This SIP revision 
included a 2007 mobile source emission budget for the Eastern Massachusetts Non-Attainment Area. 
This budget was found adequate for conformity purposes by EPA on December 6, 2002. 


The conformity test is to show consistency with the emissions budgets set forth in the SIP. 
Specific information regarding the analysis methods, latest planning assumptions, and consultation 
procedures are all detailed in the 2004 RTP. The estimated emissions for the Eastern Massachusetts 
Nonattainment Area include all the following MPOs: 


° Cape Cod MPO ° Old Colony MPO 

° Central Massachusetts MPO ° Southeastern Region MPO 

e Merrimack Valley MPO e Martha's Vineyard Commission* 

e Boston MPO e Nantucket Planning and Economic 
° Montachusett Region MPO Development Commission* 

e Northern Middlesex MPO 


* These regions are considered to be MPOs for planning purposes. 
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On behalf of EOTC, MassHighway estimated the emissions for VOC and NOx for all areas and 
all MPOs (emissions for the Boston Region were also estimated by MPO staff and were included in the 
final totals). The VOC mobile source emission budget for 2007 for the Eastern Massachusetts 
Nonattainment Area has been set at 86.7 tons per summer day and the 2007 mobile source budget for 
NOx is 226.363 tons per summer day. As shown in Tables 8-1 and 8-2, the results of the air quality 
analysis demonstrate that the VOC and NOx emissions from all Action scenarios are less than the VOC 
and NOx emissions budgets for the Eastern Massachusetts Nonattainment Area. A 2010 CO motor 
vehicle emission budget was established for the Boston CO maintenance area and was set at 228.33 tons 
of CO per winter day. Emissions calculated for this CO maintenance area are included in Table 8-3. 


TABLE 8-1 
VOC Emissions Estimates for the Eastern Massachusetts Ozone Nonattainment Area 
(all emissions in tons per summer day) 





Year Boston Region Eastern MA Budget Difference 
Action Emissions | Action Emissions (Action — Budget) 


2000 n/a 166.545 n/a n/a 

2007 43.119 80.516 86.700 -6.184 
2015 21.926 41.403 86.700 -45.297 
2025 17.370 31.647 86.700 -55.053 





TABLE 8-2 
NOx Emissions Estimates for the Eastern Massachusetts Ozone Nonattainment Area 
(all emissions in tons per summer day) 


Year Boston Region Eastern MA Budget Difference 
Action Emissions | Action Emissions (Action — Budget) 
n/a 287.877 n/a n/a 


103.843 207.567 226.363 -18.796 


38.195 81.380 226.363 -144.983 





WAU, 38.974 226.363 -187.389 
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TABLE 8-3 
Winter Carbon Monoxide Emissions Estimates for the CO Maintenance Area for the Nine Cities 
in the Boston Area (all emissions in tons per winter day) 





Year Boston Area Budget Difference 
Build Emissions (Action — Budget) 


2005 206.61 21753 -10.92 
2010 164.47 228.33 -63.86 
2015 132.31 228.33 -96.02 
2025 1g ls 228.33 -107.21 





In summary, this TIP is derived from a conforming regional transportation plan, and the 
conformity determination has been prepared in accordance with EPA’s final conformity regulations. 
The Boston Region MPO has found that the emission levels from this FY 2004-2008 TIP — in 
combination with the emission levels from the other MPOs in its nonattainment area — demonstrate 
conformity with the SIP. Therefore, the implementation of the FY 2004-2008 TIP is consistent with the 
air quality goals in the Massachusetts SIP. 
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The financial constraint of the Transportation Improvement Program (TIP) must satisfy three 
requirements: 


¢ The transit and the highway program must be financially constrained to 
projections of available federal aid. 


¢ The non-federal aid highway program must be constrained to state 
targets of non-federal aid. 


¢ The Central Artery Project must be constrained to 50% of the federal aid 
available statewide. 


As shown in the tables below, the FY 2004-2008 TIP complies with all of these requirements. 


Table 9-1: The Federal Aid Program 
(Federal Funds plus Matching Funds) 






























































FY 2004 FY 2005 FY 2006 
Transit Program 
§ 5307 Authorization $111,353,359 $118,507,707 $118,507,707 
§ 5307 Program $111,353,359 $118,507,707 $118,507,707 
§ 5309 Authorization $88,063,986 $88,063,986 $88,063,986 
§ 5309 Program $88,063,986 $88,063,986 $88,063,986 
Non-Artery Highway Program (Exclusive of High-Priority Project Funds) 
Highway Obligation $44,389,092 $27,657,619 $47,879,617 
Highway Program $46,008,069 $28,527,266 $46,577,646 
Bridges 
Bridge Target $32,003,600 $27,048,000 $49,823,613 
Bridge Program $32,003,600 $27,048,000 $49,823,613 





Table 9-2: The Non-Federal Aid Highway Program 





























FY 2004 FY 2005 FY 2006 
Bridge Target $10,999,200 $14,468,884 N/A 
Bridge Program $10,999,200 $14,468,884 N/A 
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Table 9-3: The Central Artery Project 








(Federal Funds Only) 
FY 2004 FY 2005 FY 2006 FY 2007 FY 2008 
Obligation $450,949,580 | $450,949,580 | $450,949,580 | $450,949,580 | $450,949,580 


Authority 
Central Artery/ $225,474,790 | $225,474,790 | $225,474,790 | $225,474,790 | $225,474,790 
Tunnel Project 
Share (50%) 
less Central $42,000,000 N/A | $20,000,000 | $20,000,000 | $20,000,000 
Artery/Tunnel 
Project Swap’ 
Central Artery/ $183,474,790 | $225,474,790 | $205,474,790 | $205,474,790 | $205,474,790 
Tunnel Project 
Share 














Central Artery/ $183,474,790 | $225,474,790 | $205,474,790 | $205,474,790 | $205,474,790 
Tunnel TIP 
Program? 





























' The amounts reflected as Artery Swaps represent transfers of federal aid obligation authority for a like amount of non- 
federal aid funding to help the Artery manage its cash flow needs. 
? The overage in FY 2004 will be corrected through the deobligation of federal funds under existing contracts. 
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The Supplemental List consists of projects not programmed in the TIP. These projects are brought to 
the MPO's attention by municipalities, MassHighway, and other project proponents. The Supplemental 
List includes arterial, major highway, bridge, bicycle/pedestrian and enhancement projects. 


Information included in the Supplemental List: 


Municipality: The community(ies) in which a project is located. 
Project: The location or name of the project. 
Description: The description of the project. 


Identification Number: Projects in MassHighway's PROJIS project tracking system are given a six digit 
number; those projects not in the PROJIS system have no number. 


Project Costs: The total cost of a project.* 


Design Status: Information about the design status of a project is given to CTPS by project proponents 
and MassHighway. The percent design represents the submittal of plans at a particular design status. 


Last TIP: The last TIP in which a project was programmed is represented by the TIP's approved 
financial year followed by the specific year of programming in the document. (That is, a project last 
programmed in the FY 1997 element of the FY 1996-2001 TIP would be listed as “1996 (1997).”) 
MA indicates the project was added to the TIP as part of a Major Amendment. 


Project Information Form: A checked box indicates a project information form was received for the 
project. Project information forms are available at http://www.ctps.org/bostonmpo/resources/tip/tip.htm. 


Date Approved: Y ear in which the project received final approval from the Statewide Enhancement 
Steering Committee. (For Bicycle & Pedestrian and Enhancement projects only.) 


*Due to new Federal Highway Administration guidelines, the cost of a project programmed in the TIP must include 
construction engineering and contingencies. In general, this adds 20% to the cost of a project. Costs of projects in the 
supplemental list do not include a 20% contingency. 


APPENDIX A - SUPPLEMENTAL LIST OF PROJECTS Su 


plemental 


ARTERIAL AND INTERSECTION PROJECTS Arterial and Intersection 


Ashland $1,300,000 
Main St. (Prospect St.) 
Reconstruct Main Street (Prospect Street). 


Ashland $800,000 
Pleasant St. 
Reconstruct Pleasant Street. 


Bedford $350,000 
Loomis St. 
Reconstruct approximately 1300 feet of Loomis Street to improve pavement and 
drainage. 

Bedford $480,000 


Rte. 62 (Brooksbie Rd./Page Rd.) 

Reconstruct approximately 2,600 feet of Rte. 62 (Brooksbie Rd./Page Rd.); work 
includes pavement rehab, drainage, intersection improvements, and new five-foot 
wide meandering sidewalk. 


Bedford $480,000 
South Rd. 


Reconstruct South Road from just north of Washington Street (Elm Brook) to 
Summer Street; work includes pavement rehabilitation, drainage, intersection 
improvements, and construction of a five-foot wide meandering sidewalk. 


Bedford $1,500,000 
Wiggins Ave. 


Reconstruct Wiggins Avenue to improve access to the Great Road/Loomis Street 
industrial area. 


Bedford & Lexington $200,000 
Rte. 4/225 (Bedford St.) 
Resurface a section of Route 4/225 (Bedford Street), and perform related work. 


Bellingham $2,500,000 
Hartford Ave. 
Reconstruct Hartford Avenue from North Main Street (Route 126) to the Mendon 
town line. 

Bellingham $5,500,000 


Pulaski Blvd., Phase 1 

Reconstruct Pulaski Blvd from Orchard St to the Franklin town line, realign the 
Crooks Corner traffic signals, & install new traffic signals at warranted 
intersections. This project includes work on the intersection of Wrentham Rd to 
the Paine St Intersection. 
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602065 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602064 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: 1995 (1995) 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: 1995 (1995) 
Design Status: No Information 
Project Information Form 


Last TIP: 1995 (1996) 
Design Status: No Information 
Project Information Form 


602149 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


602493 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


APPENDIX A - SUPPLEMENTAL LIST OF PROJECTS 
ARTERIAL AND INTERSECTION PROJECTS 


Bellingham $1,500,000 
Pulaski Blvd., Phase 2 
Reconstruct Pulaski Boulevard (Route 126) from South Main Street (Route 126) to 


the Blackstone town line. 


Bellingham $10,000,000 

Route 126 (S. Main St.) 

Reconstruct Route 126 (South Main Street) from Pulaski Boulevard to Route 140. 
Bellingham $3,000,000 
Rte. 126 (Hartford Ave.) 
Reconstruct Route 126 (Hartford Avenue) from the Medway town line to North 
Main Street (Route 126). 


Bellingham $2,200,000 
Rte. 126-Rte. 140 


Reconstruct the intersection of Rt 126 & Rt 140. Work on this project includes: 
widening and realignment of the roadway, additional and improved signals, 
sidewalks, and landscaping. 


Beverly $3,250,000 
Cabot St. 


Reconstruct Cabot Street from Rantoul Street to Roosevelt Avenue. Work on this 
project includes traffic signals, sidewalks, and drainage. 


Beverly $225,000 
Rte. 127 


Resurface Route 127 (Stone, Lothrop & Hale Streets) from Cabot Street to Boyles 
Street. 


Beverly $2,500,000 
Rte. 1A (Rantoul St.) 


Reconstruct and re-signalize Route 1A (Rantoul Street) from Cabot Street (South) 
to Cabot Street (North). 


Beverly $250,000 
Rte. 97 (Cabot St.) 


Resurface Route 97 (Cabot Street) from the Wenham town line to Route 1A. 


Bolton 
Rte. 110 (Still River Rd.) 
Repair Route 110 (Still River Road). 


$1,300,000 
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Supp 


Arterial and Intersection 


lemental 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


600219 
Last TIP: 1996 (1996) 
Design Status: 25% 
Project Information Form 


601527 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


600220 
Last TIP: 2000 (2002) 
Design Status: 75% 
Project Information Form 


601073 
Last TIP: 1998 (1999) 
Design Status: Pre-25% 
Project Information Form 


602252 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 
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ARTERIAL AND INTERSECTION PROJECTS Arterial and Intersection 

Boston $7,000,000 603039 
American Legion Highway Last TIP: 2003 (2004) 
Reconstruct American Legion Highway from Blue Hill Avenue to Cummins Design Status: Pre-25% 


Highway. This project includes reconstructing the roadbed, updating the signals, Project Information Form |x 


installing street lights, improving drainage, and making bicycle improvements. 


Boston $8,500,000 

Boardman St./Rte. 1A Last TIP: None 

Replace the existing intersection of Route 1A and Boardman Street with an Design Status: No Information 

overpass with ramps. Project Information Form 
Boston $4,000,000 

Boylston St. Last TIP: None 

Reconstruct Boylston Street from Arlington Street to the Fenway. Design Status: No Information 

Project Information Form 

Boston $12,000,000 

East Boston Haul Rd. Last TIP: None 

Construct a roadway dedicated to commercial vehicles along unused Conrail Design Status: No Information 


right-of-way, from the cargo area of Logan Airport to 300 feet south of the Chelsea Project Information Form 
St. Bridge. 


Boston $1,500,000 602193 
1-93 Last TIP: None 
Resurface Interstate 93 from Savin Hill to Massachusetts Avenue. Design Status: Pre-25% 


Project Information Form 


Boston $4,000,000 
Northern Ave. Connector Rds., Phase 2 Last TIP: None 
Reconstruct sections of Old Northern Avenue, New Northern Avenue, the West Design Status: No Information 
Service Road, the East Service Road, Congress Street, B Street, Summer Street, Project Information Form 


Pittsburgh Street, and Calvin Place. 


Boston $5,700,000 603674 
Old Northern Avenue/Seaport Blvd Last TIP: None 
Reconfiguration and reconstruction of Old Northern Ave and Seaport Blvd. Design Status: No Information 

Project Information Form 

Boston $3,000,000 180519 
Ruggles St. Last TIP: 1998 (1999) 
Reconstruct Ruggles Street from Huntington Avenue to Columbus Avenue. Design Status: 25% 

Project Information Form 

Boston $3,000,000 
S. Huntington Ave. Last TIP: None 


Reconstruct South Huntington Avenue from Huntington Avenue to Heath Street. Design Status: No Information 
Project Information Form 
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Boston $1,800,000 
Signal Control Replacement Last TIP: 1995 (1995) 


Upgrade the traffic signal controllers at 54 locations (Yellow Pedestrian Lights). Design Status: No Information 
Project Information Form 
Boston $4,500,000 129325 
South St. Last TIP: 1998 (1999) 


Reconstruct South Street from Centre Street (near Eliot Square) to the Arborway. Design Status: Pre-25% 
Project Information Form 


Boston $3,000,000 601274 
Tremont St., Phase 1 Last TIP: 2002 (2004) 
Reconstruct Tremont Street from Court Street to Boylston Street. Design Status: 75% 

Project Information Form {x 

Boston $5,000,000 601507 
Tremont St., Phase 2 Last TIP: None 
Reconstruct Tremont Street from Stuart Street to Marginal Road. Design Status: 25% 

Project Information Form 

Braintree $350,000 602027 
Rte. 37 Last TIP: None 
Resurface a section of Route 37, and perform related work. Design Status: 50% 

Project Information Form 

Braintree $100,000 602279 
Rte. 37 (Granite St.) Last TIP: None 
Resurface a section of Route 37 (Granite Street) and perform related work. Design Status: 25% 

Project Information Form 

Braintree $1,100,000 602593 
Union St. Last TIP: None 
Reconstruct Union Street from the Route 3 Rotary to Commercial Street. Design Status: Pre-25% 

Project Information Form 

Braintree $1,100,000 602595 
Washington St. Last TIP: None 
Reconstruct Washington Street from Pearl Street to the Route 3/Washington Design Status: Pre-25% 
Street Overpass. Project Information Form 

Braintree $150,000 601187 
Washington St.-South St. Last TIP: None 


Install traffic signals at the intersection of Washington Street and South Street, and Desig Status: Pre-25% 
perform related work. Project Information Form 


Braintree & Weymouth $1,500,000 86901 
Old Rte. 128 Last TIP: 1995 (1995) 
Resurface Old Route 128 from the intersection of Route 37 in Braintree to the Desig n Status: No Information 
Weymouth/Hingham town line, and make drainage improvements. Project Information Form 
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Brookline to Westborough $2,577,543 
Rte. 9 Signage 


Upgrade the signage on Route 9 in Brookline, Newton, Wellesley, Natick, 
Framingham, Southborough, and Westborough. 


Burlington $200,000 

Middlesex Turnpike-Route 62 (Bedford St.) 

Reconstruct the Middlesex Turnpike interchange at Route 62 (Bedford Street). 
Burlington $3,000,000 
Rte. 3A (Cambridge St.) 


Reconstruct Route 3A (Cambridge Street) from Mall Road to Bedford Street. 


Burlington 
Rte. 62 (Wilmington Rd.) 
Safety improvements at 4 intersections, resurface and implement continuous 
sidewalk system. 


Burlington 
South Bedford St. 


Widen South Bedford St. to a four lane cross section from Wayside Road, south to 
Cambridge Road (Route 3), install drainage improvements and sidewalks. 


Burlington 
Wheeler Rd. 


Widen to four lane cross section from Middlesex Turnpike easterly to Blanchard 
Road, add sidewalks, bicycle path. 


Cambridge $1,500,000 
Concord Ave. 


Reconstruct Concord Avenue from Alewife Brook Parkway to the Belmont 
town-line, and perform related work. 


Cambridge $5,000,000 


Massachusetts Ave. 


Reconstruct Massachusetts Avenue from Porter Square to the Arlington town line. 


Cambridge $605,000 

Third St. 

Reconstruct Third Street from 180 feet north of Broadway to Binney Street. 
Canton $7,200,000 
East-West Connector 


Construct a new east-west connector road between Pleasant Street and Route 138 
(Turnpike Street). Also includes the widening and signalization of the 
intersection of Pleasant Street and Will Drive. 
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602930 
Last TIP: None 
Design Status: 100% 
Project Information Form 


600840 
Last TIP: 1998 (1999) 
Design Status: 25% 
Project Information Form 


601316 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


60480 
Last TIP: 1996 (1997) 
Design Status: No Information 
Project Information Form 


602124 
Last TIP: 1998 (1999) 
Design Status: Pre-25% 
Project Information Form 


600991 
Last TIP: 1996 (1998) 
Design Status: Pre-25% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 
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Canton $2,850,000 


Route 138 

Reconstruct three segments of Route 138 from I-93/Rte. 128 to Dan Road. 
Improvements include pavement resurfacing, minor pavement widening, 
construction of sidewalk to improve pedestrian safety. The two lanes will be 
maintained. Shoulders will be upgraded to improve safety. (excludes 
Washington and Randolph Streets) 


Canton $425,000 

Route 138 (Turnpike St.) / Washington Street 

Upgrade the traffic signal at the intersection of Route 138 (Turnpike Street) and 
Washington Street. Widen the pavement to accommodate two lanes of travel in 
each direction. Construct sidewalk, pavement overlay and minor drainage 


modifications. 


Chelsea 
Crescent Ave. 


$1,200,000 
Reconstruct Crescent Avenue from Broadway to Eastern Avenue. 


Chelsea 
Everett Ave. 


$2,500,000 


Reconstruct Everett Avenue from Broadway to Revere Beach Parkway. Work on 
this project includes: widening the roadway to a uniform cross-section, installing 
sidewalks; updating signalization; and providing landscaping. 


Chelsea 
Spruce St. 


Reconstruction and widening of approximately 1100' of Spruce Street between 
Everett Avenue and Sixth Street. 


Chelsea 
Williams St. 


Reconstruct Williams Street between Spruce Street and Pearl Street. This project 
includes upgrading the signalization and providing landscaping. 


Chelsea & Revere $360,641 
Rte. 1 
Install replacement lighting along Route 1. 

Chelsea & Revere $350,000 


Rte. 107 (Broadway) 

Resurface a section of Route 107 (Broadway), and perform related work. 
Concord $35,000,000 
Concord Rotary (Rtes 2/2A/119) 

Make safety improvements to the Concord Rotary (Routes 2/2A/119). 
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603883 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


602745 
Last TIP: 2003 (2005) 
Design Status: 25% 
Project Information Form {x 


602970 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602971 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


602972 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602725 
Last TIP: None 
Design Status: 100% 
Project Information Form 


602147 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602091 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 
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Danvers 
Collins St. 


Reconstruct Collins Street from Sylvan Street to the intersection of Holten and 
Centre Streets. 


$1,000,000 


Danvers $2,000,000 
Holten St. 
Reconstruct Holten Street. 

Danvers $150,000 


Holten St.-Burroughs St. 


Install a rubberized railroad crossing at the intersection of Holten Street and 
Burroughs Street. 


Danvers $1,000,000 
Liberty St. 
Resurface Liberty Street from Route 128 to the intersection of Water & High 


Streets. 


Danvers 
Rte. 1 


Resurface a section of Route 1 (Newbury Street/ Newburyport Turnpike), and 
perform related work. 


$2,000,000 


Danvers $2,000,000 


Rte. 114 


Reconstruct a section of Route 114 and make safety improvements. This is part of 
a three-phase project involving the reconfiguration of Route 114. 


Danvers $35,000,000 


Rte. 114 & I-95 

Add a travel lane in each direction from the intersection of Watson Parkway 
heading easterly to approximately where the B&M Railroad crosses over Route 
114. This project also involves the reconfiguration of the Route 1/Route 114 
Interchange and the addition of a ramp system (southbound off-ramp and 
onramp) to Interstate 95. 


Danvers $38,712,000 

Rte. 114 Interchanges 

Improve the traffic safety, traffic flow and interchange capacity of the following 
two interchanges: Route 114/Interstate 95 (Route 128) and Route 114/ Route 1. 


This is part of a three-phase project involving the reconfiguration Route 114. 


Danvers $1,600,000 
Rte. 62 (Maple, Poplar & Elliott Sts.) 
Reconstruct Route 62 (Maple Street, Poplar Street & Elliott Street) from Forest 


Street to the Beverly city line. 
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602310 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602242 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: 1997 (1998-1999) 
Design Status: No Information 
Project Information Form 


601825 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


603615 
Last TIP: 1999 (2001) 
Design Status: 75% 
Project Information Form 


602285 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: 1995 (1997) 
Design Status: Pre-25% 
Project Information Form 


600921 
Last TIP: 1995 (1997) 
Design Status: Pre-25% 
Project Information Form 


601826 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 
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Danvers $1,250,000 
Rte. 62, Phase 2 


Reconstruct Route 62 from the intersection of Forest Street to the intersection of 
Poplar Street and Maple Street. 


Dedham 
High St., Phase 1 


Make safety and traffic improvements at the intersection of High Street and East 
Street. 


$750,000 


Dedham 
High St., Phase 2 


Make safety and traffic improvements at the following intersections: High Street 
and Bryant Street; High Street and Harris Street; and High Street and Washington 
Street. 


$2,000,000 


Dedham $3,500,000 
Washington St. 
Reconstruct and widen Washington Street. 

Duxbury $50,000 
Rte. 139 


Resurface Route 139 from Route 14 to the Marshfield town line. 


Duxbury 
Rte. 3A-Chestnut St. & Tobey Garden St. 


Make improvements to the intersection of Route 3A (Tremont Street) and 
Chestnut Street & Tobey Garden Street. 


Duxbury 
Rte. 3A-Rte. 139 


Make improvements to the intersection of Route 3A (Tremont Street) and Route 
139 (Careswell Street). 


Duxbury 
Rte. 53 


Resurface Route 53 from the Pembroke town line to the Kingston town line, and 
perform related work. 


Duxbury 

Rte. 53-Winter St. 

Make improvements to the intersection of Route 53 and Winter Street. 
Essex $1,000,000 
Rte. 133 (Main St.) 


Reconstruct Route 133 (Main Street) from just north of Western Avenue to Water 
Street. 
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Last TIP: None 
Design Status: No Information 
Project Information Form 


602011 
Last TIP: None 
Design Status: 75% 
Project Information Form 


602010 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602009 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


600396 
Last TIP: 1998 (2000) 
Design Status: Pre-25% 
Project Information Form 


603455 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


111506 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


603462 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


600217 
Last TIP: 1998 MA (1999) 
Design Status: 25% 
Project Information Form {x 
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Everett $1,505,000 
Ferry Street 


Traffic signals, equipment and sidewalk replacement, Ferry Street to Second 
Street. 


Everett $2,000,000 
Route 99 (Broadway) 


Rte. 99 (Broadway) from Sweester Circle to the Boston City line at the traffic 
signals. 


Foxborough $3,500,000 
North St. 


Reconstruct North Street from Route 1 to Route 140, and improve intersections, 
sidewalks, and drainage. 


Foxborough & Mansfield 
S. Main St. (Copeland Dr.) 


Resurface a section of South Main Street in Foxborough and Copeland Drive in 
Mansfield. 


$1,500,000 


Foxborough, Norfolk & Wrentham 
Rte. 115 


Reconstruct Route 115 (Pond Street and Pine Street) from Needham Street in 
Norfolk to Route 140 in Foxborough. 


$2,300,000 


Framingham 

Rte. 126 (Hartford St. to Lincoln St.) 

Rehabilitation of Rte. 126 from Hartford St. to Lincoln St. 
Framingham $1,500,000 
Rte. 126 (Hollis St.) 


Reconstruct Route 126 (Hollis St.) from the Ashland town line to Irving Street. 
This project includes the installation of sidewalks, the improvement of access 
controls, and various other traffic improvements. 


Framingham $1,500,000 
Traffic Signals at 6 Locations 


Improve the signalization at the following intersections: Salem End Road and 
Temple Street; Elm Street and Potter Street; Edgell Road and Water Street; Edgell 
Road and Brooks Street; Edgell Road and Central Street; and Edgell Road and 
Vernon Street. 


Franklin 
Chestnut St. 
Chestnut St. from Rte. 140 to Pleasant St.. 
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Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


602382 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


600283 
Last TIP: 1997 (1997) 
Design Status: 25% 
Project Information Form 


601471 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602496 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


602038 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


Last TIP: None 
Design Status: No Information 
Project Information Form 
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Franklin 
Grove St. Last TIP: None 


Reclaim Grove Street from Rte. 140 to Washington St.. 


Franklin $6,508,800 
Grove Street 
Reconstruction of Grove Street including widening of bridge over the Mine Brook. 


Franklin $1,700,000 
King St. 
Reconstruct King Street between the Interstate 495 northbound and southbound 
ramps. 

Franklin $4,000,000 


Lincoln St. & Main St. 


Reconstruct Lincoln Street and Main Street from Pleasant Street to the Medway 
town line. 


Franklin $4,900,000 
Partridge St. 


Reconstruct Partridge Street from Lincoln Street to Pond Street and make 
improvements to the intersection of Partridge Street and Maple Street. 


Franklin $2,900,000 
Pleasant St. 
Reconstruct Pleasant Street from Main Street to Chestnut Street. 


Franklin 
Route 140 


Narrow Route 140 (E. Central Street) and narrow Main Street. Make Route 140 
two-way. 


Franklin 
Summer St. 
Summer St. from Rte. 140 to Wrentham T.L. (2.4 miles) 


Franklin 
Washington St. 
Washington St. from Bellingham T.L. to Prospect St. 


Gloucester $400,000 
Rte. 127 (Washington St.) 


Resurface Route 127 (Washington Street) from Dennison Avenue to Hillside Court 
and perform related work. 
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Design Status: No Information 
Project Information Form 


603866 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602962 
Last TIP: None 
Design Status: 25% 
Project Information Form 


602129 
Last TIP: 1996 (1998) 
Design Status: Pre-25% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


601359 
Last TIP: 1998 MA (1999) 
Design Status: 25% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


602359 
Last TIP: 1995 (1995) 
Design Status: Pre-25% 
Project Information Form {x 
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Hanover 
Rte. 53, Phase 1B 
Widen Route 53 from two lanes to five lanes (two lanes in each direction with a 
bi-directional center turning lane) from Mill Street to Pond Street. In addition, 
Pond Street will be realigned to form a four-way intersection with Washington 


$4,000,000 


Street and Old Washington Street and the traffic signals at the intersection will be 


upgraded. 


Hanover $225,000 

Rte. 53-Rte. 123 

Upgrade the traffic signals at the intersection of Route 53 and Route 123. 
Hingham $1,500,000 

Derby St. 

Reconstruct and signalize Derby Street from Route 3 to Route 53. 
Hingham $2,400,000 

Rte. 228, Phase 2 

Reconstruct Route 228 from Merrymount Road to Queen Anne's Corner. 
Hingham $200,000 
Rte. 3A-Kilby St. 
Install traffic signals at the intersection of Route 3A and Kilby Street. 


Holbrook 
Abington Ave.-Plymouth St. 
Make traffic signal improvements at the intersection of Abington Avenue and 
Plymouth Street. 


$150,000 


Holliston 
Norfolk St. 
Reconstruct (full-depth) Norfolk Street from Franklin Street to Hill Street. 


$1,500,000 


Holliston 
Rte. 126 (Concord St.) 


Mill and resurface Route 126 (Concord Street) from Washington Street to the 
Ashland town line and install sidewalks. 


$480,000 


Hopkinton 
Main St. (Rte. 135) - Grove St. 
Intersection geometry improvements including signal upgrade. 


Hopkinton 
Main St. (Rte. 135) - Pleasant St. 
Intersection geometry improvements including signal upgrade. 
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114501 
Last TIP: 1996 (1996) 
Design Status: 75% 
Project Information Form {x 


602602 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


600518 
Last TIP: 1998 (1999) 
Design Status: 25% 
Project Information Form 


Last TIP: 2001 (2002) 
Design Status: No Information 
Project Information Form 


603137 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602260 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602155 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602154 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 
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Hudson 
Reed Rd. 


Reconstruction of 1800 ft of Reed Rd. including the intersection of Marlborough 
St. at Forest Ave. plus extend Cherry St. 500 ft. to Rte. 62 (Main St.). 


Hudson 
Washington Street 
Widen Washington Street. 


Hull 
Atlantic Ave. 
Resurface Atlantic Avenue from Nantasket Avenue to the Cohasset town line. 


$600,000 


Hull 
Fitzpatrick Way 


$225,000 
Resurface Fitzpatrick Way from Nantasket Avenue to Cadish Avenue. 


Hull 
Manomet Ave. 


Reconstruction of the roadway and installation of sidewalks on both sides of the 
road. 


Hull 
Samoset Ave. 


Reconstruction of the roadway and installation of sidewalks on both sides of the 
road. 


Ipswich $350,000 
Rte. 133 (Essex Rd.) 


Resurface a section of Route 133 (Essex Road) , and perform related work. 


Lexington 

Hartwell Ave., Phase 2 

Reconstruct and widen Hartwell Avenue. 
Lexington $3,500,000 

Rte. 2 

Resurface Route 2 from the Lincoln town line to the Arlington town line. 
Lexington $250,000 
Rte. 2A-Waltham St. 
Upgrade the signalization at the intersection of Route 2A and Waltham Street. 
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Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


601607 
Last TIP: 1998 MA (1999) 
Design Status: Pre-25% 
Project Information Form 


601608 
Last TIP: None 
Design Status: 25% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


602146 
Last TIP: None 
Design Status: 75% 
Project Information Form 


31050 
Last TIP: Pre 1995 
Design Status: Pre-25% 
Project Information Form 


602896 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602133 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 
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Lexington & Waltham 
Hobbs Brook Reservoir 


$1,000,000 


Stabilize the slopes of the Hobbs Brook Reservoir along Interstate 95 and Route 2. 


Littleton 
Goldsmith St. 
Reconstruct Goldsmith Street Route 24/110 to Shaker Lane. 


$750,000 


Littleton 
Rte. 2 Interchange 


$10,000,000 


Construct a new diamond interchange on Route 2 providing access to a new 
MBTA commuter rail station to be located one mile east of the existing Interstate 
495/Route 2 interchange. 


Littleton 
Rte. 2A/110 


Resurface Route 2A/110 from the Ayer town line to King Street and upgrade the 
traffic signals. 


$1,200,000 


Littleton 
Rte. 2A/110 


Resurface Route 2A/110 from the Ayer town line to 500 feet east of King Street 
and upgrade the traffic signals. 


$1,200,000 


Lynn $950,000 

Boston St. 

Improve the intersections on Boston Street from Franklin Street to Route 129. 
Lynn $300,000 

Boston St.-Hamilton St. 

Make improvements to the intersection of Boston Street and Hamilton Street. 
Lynn $500,000 

Broad St./Lewis St./Rte. 129 

Reconstruct Broad St./Lewis St./Rte. 129. 
Lynn $250,000 

Goodwin Circle 

Install a roadway lighting system at Goodwin Circle. 
Lynn $100,000 
Rte. 107 (Western Ave.) 
Improve the following intersections: Route 107 (Western Avenue) and Coolidge 
Road & Route 107 (Western Avenue) and Bellaire Avenue. 
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601868 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


603540 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602741 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602751 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


600028 
Last TIP: 1996 (1996) 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


603160 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602093 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 
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Lynn $400,000 602081 
Rte. 107 (Western Ave.)-Rte. 129 (Eastern Ave.) Last TIP: None 
Improve the intersection of Route 107 (Western Avenue) and Route 129 (Eastern Design Status: Pre-25% 


Avenue). Project Information Form 
Lynn $1,550,000 600990 
Rte. 107 (Western Ave.) Traffic Signals Last TIP: None 
Upgrade the signalization at 7 locations on Route 107 (Western Avenue). Design Status: Pre-25% 
Project Information Form 
Lynn $1,000,000 602094. 
Rte. 129 (Broadway) Last TIP: None 
Reconstruct Route 129 (Broadway). Design Status: Pre-25% 
Project Information Form 
Lynn $1,000,000 602077 
Rte. 129 (Lynnfield St.) Last TIP: None 
Reconstruct Route 129 (Lynnfield Street). Design Status: Pre-25% 
Project Information Form 
Lynn $600,000 601137 
Traffic Signals at 4 Locations Last TIP: 1998 (2000) 
Upgrade the signalization at the following intersections: Route 129 (Chestnut Design Status: 75% 


Street) & Maple Street; Maple Street & Cross Street; Route 129 (Eastern Avenue) & Project Information Form x 
Oakwood Avenue and Alden Street; and Maple Street & Euclid Avenue. 


Lynn $435,000 601138 
Traffic Signals at 4 Locations Last TIP: 1998 (2000) 
Upgrade the signalization at the following intersections: North Common Street & Desig Status: Pre-25% 
Harwood Street; Shepard Street & South Common Street; Light Street & West Project Information Form 
Neptune Street; and South Street & Summer Street. 

Lynn $100,000 600040 
Western Ave.-Centre St. Last TIP: 1996 (1996) 
Improve the intersection of Western Avenue and Centre Street. Design Status: No Information 

Project Information Form 

Lynnfield $350,000 600641 

Salem St.-Walnut St. Last TIP: 1997 (1998-1999) 


Make safety improvements at the intersections of Salem Street and Walnut Street. Desig Status: Pre-25% 
Project Information Form 


Malden $750,000 601357 
Rte. 60 (Pleasant St.) Last TIP: 1997 (1997) 
Reconstruct Route 60 (Pleasant Street) from the Medford city line through Design Status: Pre-25% 
Highland Avenue. Project Information Form 

Malden $1,000,000 601983 
Salem St. Last TIP: 2000 (2002) 
Reconstruct Salem Street. Design Status: Pre-25% 


Project Information Form 
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Malden, Melrose & Saugus $150,000 

Rte. 99 (Broadway) 

Resurface a section of Route 99 (Broadway), and perform related work. 
Manchester $150,000 
Rte. 127 (Summer St.) 


Resurface a section of Route 127 (Summer Street), and perform related work. 


Marblehead 
Pleasant St.-Village St. 


Make safety improvements at the intersection of Pleasant Street and Village 
Street. Work for this project will include: resurfacing, minor widening and 
realignment, sidewalk construction, and pavement markings and signage. 


$350,000 


Marblehead, Salem & Swampscott 
Vinnin Sq. 


$1,235,769 


Make safety improvements at Vinnin Square (Route 1A, Swampscott Mall Road, 
Salem Street [Swampscott], Vinnin Street [Marblehead], and Loring Avenue 
[Salem]). 


Marlborough $1,500,000 
Farm Road 
Reconstruct Farm Road from Cook Lane to Route 20 (Boston Post Road, East). 
Marlborough $3,000,000 
Route 85 North (Bolton Street) 
Reconstruct Bolton Street from Main Street to Hudson town line. 
Marlborough $2,000,000 
Route 85 South (Maple Street) 
Reconstruct Maple Street from South Bolton Street to Southborough town line. 


Marlborough & Northborough 
Boundary St. 
Reconstruct Boundary Street from Route 20 to Goddard Road. 


$2,500,000 


Marshfield $175,000 
Rte. 139 
Install sidewalks along Route 139. 

Maynard $400,000 


Intersection Improvements at 3 Locations 


Make intersection and roadway improvements at the following intersections: 
Route 27 and Concord Street; Route 27 and Acton Street; and Acton Street and 
Concord Street. 
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602140 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602150 
Last TIP: None 
Design Status: 25% 
Project Information Form 


601139 
Last TIP: 2002 (2004) 
Design Status: 25% 
Project Information Form 


601520 
Last TIP: 2000 MA (2000) 
Design Status: 100% 
Project Information Form 


Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


6870 
Last TIP: 1998 (1999) 
Design Status: Pre-25% 
Project Information Form {x 


601928 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


601577 
Last TIP: 2000 MA (2000) 
Design Status: 100% 
Project Information Form 


APPENDIX A - SUPPLEMENTAL LIST OF PROJECTS 
ARTERIAL AND INTERSECTION PROJECTS 


Medfield 
North Street and Green Street 


Reconstruct portions of North and Green Streets. Reconstruction of curbing and 
sidewalks on North Street and installation of new sidewalks on portion of Green 
Street 


$1,400,000 


Medfield 
Rte. 27 (N. Meadows Rd.) 


Resurface Route 27 (North Meadows Road) from Route 109 in Medfield to the 
Sherborn town line. 


$827,895 


Medfield 
South St. Extension 
Reconstruct the South Street Extension from the Norfolk town line to Route 27. 


$3,500,000 


Medway $2,000,000 

Rte. 109 (Main St.) 

Reconstruct Route 109 (Main Street) from Holliston Street to Winthrop Street. 
This project includes: box-widening of the roadway, modernization of traffic 


signals to permit left turns, and improvement of pedestrian crossings. 


Medway $350,000 
Rte. 109 (Main St.)-Holliston St. 


Update the traffic signals at Route 109 (Main Street) and Holliston Street. 


Medway $2,900,000 


Rte. 126 (Summer St.) 

Reconstruct Route 126 (Summer Street) from the Bellingham town line to the 
Holliston town line. Work includes: minor widening; traffic signal installation at 
Route 109; drainage improvements; sidewalk installation; and resurfacing the 
roadway. 


Medway $1,900,000 

Village St. 

Reconstruct Village Street from the Millis town line to its junction with Main 
Street. Work includes: minor widening; drainage improvements; sidewalk 


installation; and roadway resurfacing, reclamation, or reconstruction. 


Melrose $328,000 
Grove St. 
Reconstruct Grove Street from Main Street to Swains Pond Avenue, and improve 
signalization. 
Melrose $1,400,000 
Lebanon & Main Sts. 


Reconstruct Lebanon Street and Main Street and upgrade signals. 
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Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


600691 
Last TIP: 1997 (1997) 
Design Status: 100% 
Project Information Form 


129940 
Last TIP: 1996 (1996) 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


603179 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602135 
Last TIP: None 
Design Status: 75% 
Project Information Form 


602134 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: 1996 (1998) 
Design Status: No Information 
Project Information Form 


601553 
Last TIP: 1998 MA (1999) 
Design Status: 25% 
Project Information Form 
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Melrose $940,000 
Lebanon St. 


Reconstruct Lebanon Street from Main Street to the Malden city line. 


Melrose $760,000 
Main St. 
Reconstruct Main Street from Crystal Street to Franklin street, and improve 
signalization. 

Melrose $1,500,000 


Main St.-Essex St. 


Rehabilitate the roadway and upgrade the signalization at the intersection of 
Main Street and Essex Street. 


Melrose $250,000 

Swains Pond Ave. 

Reconstruct Swains Pond Avenue from Maple Terrace to the Malden city line. 
Melrose $500,000 

Swains Pond Ave. 

Reconstruct Swains Pond Avenue from Grove Street to Wheeler Avenue. 
Melrose $1,500,000 
Wyoming Ave. 

Reconstruct Wyoming Avenue from Main Street to the Stoneham town line. 


Middleton 
Rte. 62 (Boston St.) 
Reconstruct Route 62 (Boston Street) from the Peabody city line to Route 114. 


$1,500,000 


Middleton 
Rte. 62 (Maple St.) 


$1,000,000 


Reconstruct Route 62 (Maple Street) from Washington Street to the Ipswich River. 


Milford 
Veteran's Memorial Blvd. 
Project is only a rough concept without any preliminary plans. 


Millis 
Rte. 109 
Reconstruct Route 109 from Pleasant Street to the Medfield town line. 


$4,100,000 
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Last TIP: 1996 (1998) 
Design Status: No Information 
Project Information Form 


Last TIP: 1996 (1998) 
Design Status: No Information 
Project Information Form 


601551 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: 1995 (1996) 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


600218 
Last TIP: 1998 MA (1999) 
Design Status: Pre-25% 
Project Information Form 


602078 
Last TIP: None 
Design Status: 25% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


601062 
Last TIP: 2002 (2003) 
Design Status: 100% 
Project Information Form 
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Milton 
Rte. 138 (Blue Hill Ave.)-Neponset Valley Pkwy. 


Upgrade the traffic signals at the intersection of Route 138 (Blue Hill Avenue) and 
Neponset Valley Parkway. 


$200,000 


Natick & Wellesley 
Rte. 9 
Make various improvements (e.g., milling, resurfacing, intersection 
improvements, etc.) on Route 9 from 1500 feet west of Oak Street to 500 feet east 
of Woodside Street. 


$600,000 


Needham $1,365,000 
Chestnut St. 
Reconstruct Chestnut Street. 

Needham $250,000 


Highland Ave.-Hunting Rd. & Gould St. 
Reconstruct the traffic signals at the intersection of Highland Avenue and 
Hunting Road & Gould Street. 


Needham & Newton 
Needham St. (Highland Ave.) 


Reconstruct Needham Street (Highland Avenue) from Centre Street in Newton to 
Interstate 95 (Route 128) in Needham. 


$6,600,000 


Needham & Wellesley 
Wellesley Ave.-Hunnewell St. 


$300,000 


Reconstruct Wellesley Avenue in Needham and Hunnewell Street in Wellesley 
and make safety improvements at the intersection of the two roadways. 


Newton $1,300,000 
Rte. 30 (Commonwealth Ave.) 
Reconstruct Route 30 (Commonwealth Avenue) from Auburn Street to the 


Weston town line. 


Newton $1,500,000 

Walnut St. 

Reconstruct Walnut Street from Homer Street to Centre Street, upgrade the 
signalization, and improve the drainage. This project also includes improvements 
to the Centre Street intersection from 100 feet east of Walnut Street to the Route 9 
ramps. 


North Reading 
Park Street 


Resurfacing and minor widening of Park Street from Concord Street to the Park 
Street Ipswich River Bridge, sidewalk construction on one side from Route 28 to 
the Ipswich River Bridge. 


$425,000 
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602639 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


601586 
Last TIP: 1996 (1996) 
Design Status: Pre-25% 
Project Information Form 


602012 
Last TIP: None 
Design Status: 25% 
Project Information Form 


602105 
Last TIP: None 
Design Status: 25% 
Project Information Form 


601827 
Last TIP: 2003 (2004) 
Design Status: 25% 
Project Information Form 


602597 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


600932 
Last TIP: 1995 (1996) 
Design Status: Pre-25% 
Project Information Form 


601704 
Last TIP: 2000 (2000) 
Design Status: 25% 
Project Information Form 


Last TIP: None 
Design Status: 0% 
Project Information Form {x 


APPENDIX A - SUPPLEMENTAL LIST OF PROJECTS 
ARTERIAL AND INTERSECTION PROJECTS 


Norwell $900,000 
Rte. 123 


Reconstruct Route 123 from just west of Dover Street to the Scituate town line. 


Norwell $225,000 
Rte. 123 (Main St.) 
Resurface Route 123 (Main Street). 

Norwood $121,270 


Rte. 1A (Washington St.) 
Resurface Route 1A (Washington Street), and perform related work. 


Peabody 
Intersection Improvements at 3 Locations 


$520,000 


Make traffic signal and intersection improvements at the following locations: 
Lowell Street and Lake Street; Lowell Street and Prospect Street; and Lynn Street 
and County Street. 


Peabody 
Lowell St.-Bourbon St. 
Improve the signalization at the intersection of Lowell Street and Bourbon Street. 


$75,000 


Peabody 
Rte. 114 
Resurface a section of Route 114, and perform related work. 


$250,000 


Pembroke 
Route 14 Corridor 


Reconstruction, widening, drainage improvements, and related work on Route 14, 
from Route 53 to the Hanson town line. 


$2,500,000 


Pembroke $1,160,000 
Rte. 14, Phase 1 
Make intersection improvements on Route 14. 

Pembroke $1,211,000 


Rte 36 (Center St.) 
Resurface Route 36 (Center Street) and perform related work. 


Quincy $18,000,000 
Burgin Parkway 


Build a flyover to separate Burgin Parkway from Centre Street. 
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602378 
Last TIP: None 
Design Status: 25% 
Project Information Form 


600385 
Last TIP: 1999 MA (1999) 
Design Status: Pre-25% 
Project Information Form 


600383 
Last TIP: 1996 (1996) 
Design Status: Pre-25% 
Project Information Form 


602235 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


600566 
Last TIP: 1997 (1999) 
Design Status: No Information 
Project Information Form 


602142 
Last TIP: 2000 (2001) 
Design Status: 100% 
Project Information Form 


Last TIP: None 
Design Status: 25% 
Project Information Form {x 


600381 
Last TIP: None 
Design Status: No Information 
Project Information Form 


600380 
Last TIP: None 
Design Status: Pre 25% 
Project Information Form {x 


603391 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


APPENDIX A - SUPPLEMENTAL LIST OF PROJECTS S Uu p p le mM — n ta [ 


ARTERIAL AND INTERSECTION PROJECTS Arterial and Intersection 
Quincy $3,500,000 601947 
Quincy Center Concourse, Phase 2 Last TIP: 2000 (2001) 


Design Status: 25% 


Construct the "East Side Link" of the Quincy Center Concourse. This project 
Project Information Form 


includes the construction of a roadway link between the "West Side Link" (Phase 1 
of the project) and Mechanic Street and Revere Road. When complete, the city will 
abandon the existing length of Revere Road between Mechanic Street and 
Hancock Street. 


Quincy $500,000 602237 
Rte. 3A (Hancock St.)-Southern Artery Last TIP: 2003 MA (2003) 
Install traffic signals and make other improvements at the intersection of Route Design Status: 25% 
3A (Hancock Street) and the Southern Artery. Project Information Form |X 

Randolph $200,000 603038 
Route 28 (N. Main St.) Last TIP: None 


Install a pedestrian signal on Route 28 (North Main Street) at the Trilling House. Design Status: Pre-25% 
Project Information Form 


Randolph $750,000 603716 
Rte. 28 (North Main St.) Last TIP: None 
Resurfacing and related work to Rte. 28 (North Main Street) Design Status: No Information 
Project Information Form 
Reading $2,500,000 602617 
Rte. 28 (Main St.) Last TIP: 2003 (2004) 


Upgrade the traffic signals on Route 28 (Main Street) from Washington Street to Deas n Status: 20 
Route 129. This project also includes portions of Ash Street, Lowell Street, and Project Information Form 


Harnden Street. 

Reading $1,410,000 601705 
West St. Last TIP: 1997 (1998-1999) 
Reconstruct West Street from the intersection of Summer Avenue and Willow Design Status: Pre-25% 


Street to the Woburn city line. Project Information Form 


Reading & Wilmington $8,000,000 89201 
Rte. 129 Last TIP: 1998 (2000) 
Reconstruct Route 129 from approximately 800 feet west of Woburn Street in Design Status: Pre-25% 


Wilmington to Causeway Road in Reading, including constructing slip ramps to Project Information Form 


the Interstate 93/Route 129 interchange. As part of this project, West Street will 
be relocated. 


Revere $25,000,000 
Mahoney Circle Grade Separation Last TIP: None 
Depress Route 1A/Route 60 under Mahoney Circle and relocate the VFW Design Status: 25% 


Parkway. Three alternatives for this project are currently being considered. Project Information Form Kk 


THE FY 2004-2008 TRANSPORTATION IMPROVEMENT PROGRAM A-20 
AND AIR QUALITY CONFORMITY DETERMINATION 


APPENDIX A - SUPPLEMENTAL LIST OF PROJECTS Su 


plemental 


ARTERIAL AND INTERSECTION PROJECTS Arterial and Intersection 


Revere $1,000,000 
Park Ave. & Central Ave. 


Reconstruct Park Avenue and Central Avenue. This project includes the 
installation of a traffic signal at Park Avenue and Washington Street, drainage 
improvements, and ADA compliance. 


Revere $1,000,000 
Revere St. 
Reconstruct Revere Street from Broadway to North Shore Road. 


Revere & Saugus $1,350,000 
Rte. 107 
Resurface Route 107 from the Broadway Rotary to Fox Hill Bridge in Saugus. 


Rockland $1,000,000 
North Ave. 


Reconstruct North Avenue from the Abington town line to Union Street . Work 
on this project includes the installation of granite curbing and sidewalk 
accessibility improvements. 


Rockland $600,000 
Pleasant St. 
Reconstruct Pleasant Street from VFW Drive to Liberty Street. 


Rockland $950,000 
Rte. 123 


Reconstruct Route 123 from Hingham Street to Spring Street and reconstruct 
Spring Street from Route 123 to the intersection of Summer & Beech Streets. 


Rockland $1,200,000 
Salem St. 
Reconstruct and widen Salem Street and install pavement markings. 


Rockland $800,000 
Traffic Signals at 5 Locations 


Install traffic signals at 5 locations: Union Street & Webster Street; Liberty Street & 
E. Water Street; Central Street & Centre Street; Salem Street & Spruce Street; and 
North Avenue & Plain and Salem Streets. 


Rockland $1,800,000 
Union St. 
Reconstruct Union Street. 
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601935 
Last TIP: None 
Design Status: 75% 
Project Information Form {x 


601934 
Last TIP: 2001 (2003) 
Design Status: 25% 
Project Information Form {x 


118156 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602523 
Last TIP: None 
Design Status: 25% 
Project Information Form 


602532 
Last TIP: None 
Design Status: 25% 
Project Information Form 


Last TIP: 1996 (1997) 
Design Status: No Information 
Project Information Form 


602530 
Last TIP: None 
Design Status: 25% 
Project Information Form 


602395 
Last TIP: None 
Design Status: 25% 
Project Information Form 


602195 
Last TIP: None 
Design Status: 25% 
Project Information Form 


APPENDIX A - SUPPLEMENTAL LIST OF PROJECTS 
ARTERIAL AND INTERSECTION PROJECTS 


Rockland 
VFW Dr.,Weymouth St.,Hingham St. 
Reconstruction of Weymouth St., VFW Drive - Hingham St. (full depth). 


Rockport 
Curtis St. 


Resurfacing of the roadway including new guardrails, sidewalks and curbs, and 
correcting drainage problems. 


Rockport 
Stockholm Ave. 
Resurfacing of Stockholm Ave. 


Salem 
Boston St. 
Reconstruct and widen Boston Street from Route 107 to the Peabody city line. 


$1,100,000 


Salem $3,000,000 
Bridge St. (Beverly/Salem Bridge) 
Reconstruct Bridge Street from Flint Street to Washington Street. 
Salem $500,000 
Commercial St. 
Connect Commercial Street to Tremont and Mason Street. 
Salem $2,000,000 
Essex St. 
Reconstruct Essex Street to convert it from a pedestrian mall to a through street. 
Salem $500,000 
Rte. 107 


Make intersection improvements at the following 7 locations on Route 107, 
including installing traffic signals: Walmart (just south of Clark Street); Old 
Village Drive; Barnes Road & Ravenna Avenue; Swampscott Road; Marlborough 
Road & Traders' Way; Hawthorne Plaza & Pep Boys Plaza; and Wilson Street. 


Salem $470,000 
Rte. 1A (Loring Ave.)-Canal St. & Jefferson Ave. 
Make safety improvements at the intersection of Route 1A (Loring Avenue) and 


Canal Street and Route 1A (Loring Avenue) and Jefferson Avenue. 
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Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


600986 
Last TIP: None 
Design Status: 25% 
Project Information Form 


5399 
Last TIP: 2000 (2003) 
Design Status: 25% 
Project Information Form 


602810 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602811 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602186 
Last TIP: None 
Design Status: 100% 
Project Information Form 


601141 
Last TIP: 1997 (1997) 
Design Status: No Information 
Project Information Form 
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ARTERIAL AND INTERSECTION PROJECTS 


Saugus $5,500,000 

Rte. 1-Walnut St. 

Reconfigure the Route 1/Walnut Street interchange by consolidating all vehicles 
exiting from Route 1 onto a separate northbound or southbound exit ramp. Also, 
install traffic signals, consolidate driveways, eliminate sidewalks, and widen 
Walnut Street. 


Scituate $64,000 
Rte. 123 


Resurface Route 123 from the Norwell town line to Chief Justice Cushing Way. 


Sharon 
Bay Rd. 
Resurface and rehabilitate Bay Road. 


$975,000 


Sharon $1,450,000 
Massapoag Avenue (entire length) 
Resurface and rehabilitate Massapoag Avenue. 
Sharon $1,500,000 
Rte. 27 (Norwood St.) 


Reconstruct and widen Route 27 (Norwood Street) from North Main Street to the 
Walpole town line. 


Sherborn 
Rte. 16/27 (N. Main St.) 


Reconstruct Route 16/27 from the Natick town line to the intersection of 
Washington and Main Streets. 


$1,500,000 


Sherborn 
Washington St. 
Reconstruct Washington Street from Sawin Street to the Holliston town line. 


$500,000 


Somerville $350,000 
Broadway-Ball Sq. 
Install signals on Broadway at Ball Square (Boston Avenue and Rogers Avenue). 
Somerville $250,000 
Broadway-Cedar St. 
Add a left-turn lane and channelization island on Broadway at Cedar Street. 
Somerville $600,000 
College Ave. 


Reconstruct College Avenue from Powder House Square to the Medford city line. 
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601513 
Last TIP: 2003 (2003) 
Design Status: 75% 
Project Information Form {x 


600355 
Last TIP: 1996 (1996) 
Design Status: Pre-25% 
Project Information Form 


601915 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


601914 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


602379 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


600541 
Last TIP: 1996 (1997) 
Design Status: 75% 
Project Information Form 


Last TIP: 1996 (1998) 
Design Status: No Information 
Project Information Form 


Last TIP: 1997 (1998-1999) 
Design Status: No Information 
Project Information Form 


Last TIP: 1997 (1998-1999) 
Design Status: No Information 
Project Information Form 


601819 
Last TIP: None 
Design Status: 75% 
Project Information Form {x 


APPENDIX A - SUPPLEMENTAL LIST OF PROJECTS 
ARTERIAL AND INTERSECTION PROJECTS 


Somerville $200,000 
Cross St.-Pearl St. 
Improve the intersection of Cross Street and Pearl Street, including resurfacing the 


roadway, upgrading the signals, and improving the markings. 


Somerville $150,000 
Powderhouse Blvd.-Packard Ave. 


Upgrade the signalization at the intersection of Powderhouse Boulevard and 
Packard Avenue. 


Somerville $1,500,000 
Route 28 


Upgrade the traffic signals at three locations on Route 28: Broadway, Pearl, and 
Highland Avenue. 


Somerville $250,000 
Somerville Ave.-Elm St. 


Upgrade the signalization and markings at the intersection of Somerville Avenue 
and Elm Street. 


Somerville $650,000 
Temple St. 


Reconstruct Temple Street from Broadway to Mystic Avenue. 


Somerville 
Washington St. 
Reconstruct Washington Street from the Boston city line to Route 28 (McGrath 
Highway). 


$1,750,000 


Stoneham $1,506,672 
Rte. 28 
Reconstruct Route 28 from Marble Street to South Street. 

Stoneham $200,000 


Rte. 28 Intersections 


Install traffic signals at the intersection of Route 28 and North Border & South 
Street and the intersection of Route 28 and North Street. 


Stoughton $500,000 

Rte. 138 

Resurface Route 138 from 300 feet north of Thomas Street to the Canton town line. 
Stoughton $500,000 
Rte. 138 


Reconstruct a portion of Route 138. 
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Last TIP: 1997 (1998-1999) 
Design Status: No Information 
Project Information Form 


Last TIP: 1997 (1998-1999) 
Design Status: No Information 
Project Information Form 


601145 
Last TIP: None 
Design Status: 100% 
Project Information Form {x 


Last TIP: 1997 (1998-1999) 
Design Status: No Information 
Project Information Form 


601821 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


603288 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


131511 
Last TIP: 2001 (2003) 
Design Status: 100% 
Project Information Form 


602165 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


601109 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602717 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 
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Sudbury 

Old Sudbury Rd. 

Reconstruct Old Sudbury Road and upgrade traffic signals. 
Sudbury $370,347 
Rte. 20 (Boston Post Rd.)-Nobscot Rd. 


Make geometric improvements and install a traffic signal at the intersection of 
Route 20 (Boston Post Road) and Nobscot Road. Work on this project includes the 
coordination of the signal with the signal at Route 20 and Union Avenue. 


Swampscott 
Atlantic Ave. 


Rehabilitation of the roadway from the intersection of Puritan and Humphrey to 
the Marblehead Town Line. 


Swampscott $850,000 
Essex St. 


Resurface Essex Street from the Lynn city line to the Salem city line. 


Swampscott $1,400,000 
Rte. 129 
Resurface Route 129 and install sidewalks. 

Swampscott $900,000 


Rte. 129 (Humphrey St.) 


Reconstruct Route 129 (Humphrey Street) from the Lynn city line to Puritan Road. 


Topsfield 
Ipswich Rd. 
Reconstruction of Ipswich Road from Main Street to Route 1. 


$1,500,000 


Topsfield 
Rte. 1-Rte. 97 (High St.) 


Reconstruct the intersection of Route 1 and Route 97 (High Street), including 
upgrading the signalization. 


$575,000 


Topsfield $1,500,000 
Washington Street, High Street Extension and Boxford Road 


Roadway Reconstruction, Washington Street, High Street Extension and Boxford 
Road. 


Wakefield 
Salem St. 
Make safety improvements at three intersections on Salem Street. 


$1,600,000 
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Last TIP: None 
Design Status: No Information 
Project Information Form 


601578 
Last TIP: 2001 (2001) 
Design Status: 100% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


602005 
Last TIP: 1995 (1996) 
Design Status: Pre-25% 
Project Information Form 


602004 
Last TIP: None 
Design Status: No Information 
Project Information Form 


600989 
Last TIP: 1996 (1996) 
Design Status: Pre-25% 
Project Information Form 


602747 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


600596 
Last TIP: 2000 (2000) 
Design Status: 100% 
Project Information Form 


602733 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


603311 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


APPENDIX A - SUPPLEMENTAL LIST OF PROJECTS 
ARTERIAL AND INTERSECTION PROJECTS 


Wakefield 
Salem St.-Vernon St. 
Reconstruct the intersection of Salem Street and Vernon Street. 


$150,000 


Walpole 
Coney Street Interchange with Route 95 


$4,500,000 


This project will enhance the access to Route 95 by creating access for both north 
and south directions and on and off directions. 


Walpole 
Rte. 1A 
This portion of the project will consist of full depth reconstruction of Main Street, 
sidewalk installation, granite curbing, existing drainage upgrading, the 
signalization of two intersections and the reconstruction of the bridge over the 
Neponset River near Kendall Street. 


$6,500,000 


Walpole 
Rte. 1A (Main St.) 
Reconstruct Route 1A (Main Street) from Front Street to the Norfolk Town Line 
and replace the Route 1A Bridge (W-3-24). 


$3,500,000 


Walpole $500,000 
Rte. 1A - Winter Street 


Upgrade traffic signals at the intersection of Route 1A & Winter Street 


Waltham 
Beaver St.-Forest St. 
Make safety improvements at the intersection of Beaver Street and Forest Street. 


$700,000 


Waltham 
Interstate 95-Trapelo Rd. 
Upgrade the traffic signals on Trapelo Road in the vicinity of Interstate 95.. 


$500,000 


Waltham 
Main St.-Linden St. & Ellison Pk. 


Improve the geometrics of the intersection of Main Street (Route 20) and Linden 
Street and Ellison Park and upgrade the signalization. 


$300,000 


Waltham 
Main St., Two Intersections 


$530,000 


Improve the geometrics of the following two intersections on Main Street (Route 
20): Warren Street & Gore Street and Barbara Road & Gore Street. Also, upgrade 
the signalization. 
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601181 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


600671 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


602261 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


602721 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


602592 
Last TIP: 2002 (2004) 
Design Status: 75% 
Project Information Form 


603043 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: 1995 (1997) 
Design Status: No Information 
Project Information Form 


Last TIP: 1995 (1997) 
Design Status: No Information 
Project Information Form 


APPENDIX A - SUPPLEMENTAL LIST OF PROJECTS S u p p le m — n ta [ 


ARTERIAL AND INTERSECTION PROJECTS Arterial and Intersection 
Waltham 

Moody St.-Maple St.-High St. Last TIP: None 

Improve the intersection of Moody St.-Maple St.-High St. with geometric Dests n Status: NG Information 

and signal improvements. Project Information Form 
Waltham 

Trapelo Rd.-Forest St. Last TIP: None 

Improve the intersection of Trapelo Rd. and Forest St. with geometric Design Status: No Information 


improvements and signal installation. Project Information Form 
Waltham 

Trapelo Rd.-Smith St. Last TIP: None 
Design Status: No Information 


Improve the intersection of Trapelo Rd. and Smith St. with geometric and signal 
Project Information Form 


improvements. 
Waltham 
Totten Pond Rd.-Lexington St.-Bacon St. Last TIP: None 
Improve the intersection of Totten Pond Road/Lexington St./Bacon St. with Design Status: No Information 


geometric and signal improvements. Project Information Form 


Waltham 
Wyman St. Last TIP: None 


Widen Wyman St. and improve the intersection of Smith St./Lincoln St. including Design Status: No Information 
vertical alignments. Project Information Form 


Watertown $875,000 602053 
Intersection Improvements at 3 Locations Last TIP: None 
Make intersection improvements at three locations: 1) Arlington Street and Design Status: 25% 
Nichols Avenue and Coolidge Hill Road and Crawford Street; 2) Spring Street Project Information Form i 
and Summer Street; and 3) Mount Auburn Street and Summer Street. 

Watertown $3,830,000 601686 
Pleasant St. & Howard St. Last TIP: None 


Design Status: 75% 
Project Information Form {x 


Reconstruct Pleasant Street and Howard Street. 


Wayland $200,000 601579 
Rte. 27 (Main St.)-Rte. 30 (Commonwealth Rd.) Last TIP: None 
Make geometric improvements and upgrade the signalization at the intersection Desig Status: Pre-25% 
of Route 27 (Main Street) and Route 30 (Commonwealth Road). Project Information Form 
Wellesley $1,100,000 602087 
Rte. 16 (Washington St.) Last TIP: 2001 (2004) 
Reconstruct and resurface Route 16 (Washington Street) from Wiswall Circle to Design Status: 100% 


the Natick town line. Project Information Form x 
Wellesley $1,000,000 125298 

Rte. 9 Drainage Last TIP: 2000 (2002) 
Design Status: 25% 


Improve the drainage along Route 9 (Boulder Brook Culvert). 
Project Information Form 
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Weston $1,800,000 
Rte. 117 (North Ave.) 
Resurface a section of Route 117 (North Avenue). 

Weston $450,000 


Rte. 30 (South Ave.)-Wellesley St. 


Make safety improvements to the intersection of Rte. 30 (South Avenue) and 
Wellesley Street. 


Westwood 
Canton St. 


Roadway rehabilitation with the installation of curbing, sidewalks, bicycle 
accommodations and drainage improvements. 


Westwood 
East St. 
Reconstruct East Street from Interstate 95 to the Dedham town line. 


$200,000 


Westwood 
Gay St. 


This project will include pavement resurfacing, curb installation and sidewalks 
along with bicycle accommodations. 


Westwood 
Hartford St. 
Resurfacing with the addition of curbing and sidewalks. 


Westwood 
Pond St. 
Reconstruct Pond Street from Clapboardtree Street to High Street. 


$840,000 


Westwood 
Winter St. 
Reconstruct Winter Street from Clapboardtree Street to the Norwood town line. 


$700,000 


Weymouth $100,000 
Columbian St. (Old Rte. 128) 
Make drainage improvements along Columbian Road (Old Route 128). 
Weymouth $1,500,000 
Rte. 18 (Design & Permitting) 
Fund design and permitting work associated with the widening of Route 18 from 
Route 3 to Columbian Street. 
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601999 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602000 
Last TIP: 2000 (2002) 
Design Status: Pre-25% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


601148 
Last TIP: 1995 (1997) 
Design Status: Pre-25% 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: 1996 (1997) 
Design Status: No Information 
Project Information Form 


Last TIP: 1996 (1997) 
Design Status: No Information 
Project Information Form 


602423 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: None 
Design Status: Pre-25% 
Project Information Form 
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ARTERIAL AND INTERSECTION PROJECTS 


Weymouth $100,000 


Rte. 18 (Main St.)-Pond St. 


Upgrade the traffic signals at the intersection of Route 18 (Main Street) and Pond 
Street. 


Weymouth $400,000 


Rte. 3 Access (Design & Permitting) 

Fund design and permitting work associated with providing access from Route 3 
to the South Weymouth Naval Air Station. This work is associated with on-base 
improvements. 


Weymouth $2,100,000 

Rte. 3 Access (Design & Permitting) 

Fund design and permitting work associated with providing access from Route 3 
to the South Weymouth Naval Air Station. This work is associated with off-base 


improvements. 


Weymouth $700,000 

Rte. 3A (Bridge St.) 

Resurface pavement of Route 3A (Bridge Street). Restripe pavement. Repair 
sidewalk and curb as necessary and provide pedestrian ramps where needed 


from Green St. to Fore River Bridge. 


Weymouth $816,000 


Rte. 53 (Washington St.)-Middle St. 


Make safety improvements at the intersection of Route 53 (Washington Street) / 
Middle Street / Winter Street 


Wilmington $1,400,000 


Rte. 38-Rte. 129 
Install traffic signals at the intersection of Route 38 and Clark Street; relocate and 
resignalize the intersection of Route 38 with the main entrance to the Wilmington 


Plaza; and upgrade the traffic signals at the intersection of Route 38 and Route 
129. 


Wilmington $3,000,000 
Rte. 62 
Resurface Route 62 from Interstate 93 to Route 38 (Main Street) This project 


includes #601897. 


Wilmington $300,000 
Rte. 62, Phase 2 
Resurface Route 62 (Burlington Avenue) from Route 129 to the Burlington town 


line. 
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600179 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


Last TIP: 2003 (2003) 
Design Status: Pre-25% 
Project Information Form {x 


Last TIP: 2003 (2003) 
Design Status: Pre-25% 
Project Information Form {x 


603635 
Last TIP: None 
Design Status: 100% 
Project Information Form {x 


114906 
Last TIP: 2000 (2001) 
Design Status: 75% approved. 
Project Information Form {x 


Last TIP: None 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: No Information 
Project Information Form {x 


601897 
Last TIP: None 
Design Status: No Information 
Project Information Form 


APPENDIX A - SUPPLEMENTAL LIST OF PROJECTS 
ARTERIAL AND INTERSECTION PROJECTS 


Winchester 
North Main Street Project 
Street and Sidewalk improvements along North Main Street from the Woburn line 
to Skillings Road, approx. 1/8 mile. It would include burying utilities, sidewalk 
improvements, full depth roadway reconstruction, ADA improvements, street 
furnishings, and the addition of street trees. 


$10,000,000 


Winchester $400,000 
Signal Upgrades at 4 Locations 


Upgrade the traffic signals at: Cambridge Street and Pond Street; Cambridge 
Street and Church & High Streets; Cambridge Street and Everett Avenue & 
Myopia Road; and Church Street and Fletcher & Bacon Streets. 


Winthrop 
Pauline St. 
Resurface Pauline Street from Herman Street to Weldmar Avenue. 


$500,000 


Wrentham $240,000 
Rte. 140 (Franklin St.) 
Resurface a section of Route 140 (Franklin Street). 

Wrentham $350,000 


Rte. 1A-Rte. 121 


Improve safety at the intersection of Route 1A (South Street) and Route 121 (West 
Street). 
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Last TIP: None 
Design Status: No Information 
Project Information Form {x 


601019 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


602598 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


600418 
Last TIP: 1997 (1998-1999) 
Design Status: No Information 
Project Information Form 


600710 
Last TIP: 2001 (2003) 
Design Status: 75% 
Project Information Form 


APPENDIX B - SUPPLEMENTAL LIST OF PROJECTS 
BRIDGE PROJECTS 


Ashland 
Rte. 135 (Union St.) Bridge 
Replace the Route 135 (Union Street) Bridge (A-14-2) over the Sudbury River. 


$818,700 


Beverly & Salem $1,000,000 
Rte. 1A Bridge and Walkway on Bevery Harborfront 


Make improvements to the Old Route 1A Bridge in Salem and construct a 
walkway on the Beverly Harbor front. 


Boston $1,644,401 
American Legion Highway Bridge 
Reconstruct the American Legion Highway Bridge (B-16-217) over Route 203 


(Morton Street). 


Boston $500,000 
Bolton St. Bridge 
Rehabilitate the Bolton Street Bridge (B-16-208) over Conrail. 
Boston $1,625,000 
Dorchester Ave. Bridge 
Rehabilitate the Dorchester Avenue Bridge (B-16-199) over the MBTA. 
Boston $2,485,500 
Morton St. Bridge 


Replace the Morton Street Bridge (B-16-163) over the MBTA and CSX Railroad. 


Boston 
N. Washington Street Bridge 


Structural maintenance of Bridge B-16-016, North Washington Street over the 
Charles River. 


$25,000,000 


Boston $824,600 
River St. Bridge 
Replace the River Street Bridge (B-16-167) over Amtrak and the MBTA. 
Boston $1,500,000 
West Second St. Bridge 
Replace the West Second Street Bridge (B-16-209) over Conrail, and perform 
related work. 


Boston $500,000 
West Third St. Bridge 


Reconstruct the West Third Street Bridge (B-16-207) over the Haul Road and 
Conrail. 
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603602 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602514 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


600944 
Last TIP: 2001 (2001) 
Design Status: 100% 
Project Information Form 


006308 
Last TIP: 1997 ( 1998-1999) 
Design Status: No Information 
Project Information Form 


020805 
Last TIP: 1996 (1997) 
Design Status: No Information 
Project Information Form 


603654 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602931 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


603443 
Last TIP: None 
Design Status: 25% 
Project Information Form 


140276 
Last TIP: 1996 (1997) 
Design Status: No Information 
Project Information Form 


600057 
Last TIP: 1997 (1997) 
Design Status: Pre-25% 
Project Information Form 
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BRIDGE PROJECTS 


Boston & Chelsea $40,000,000 
Chelsea St. Bridge 


Replace the current bridge with a new vertical lift bridge, per order of the United 
States Coast Guard. 


Cohasset $200,000 
Beechwood St. Culvert 
Reconstruct the Beechwood Street Culvert (C-17-6) over the Bound Brook. 


Concord $458,551 
Pine St. Bridge 
Replace the Pine Street Bridge (C-19-19) over the Assabet River. 


Concord $1,104,000 
Sudbury Road Bridge 
Rehabilitation of the Sudbury Road Bridge over the Sudbury River. 


Dedham $1,247,000 
Needham St. Bridge 
Replace the Needham Street Bridge (D-5-3) over the Great Ditch. 


Dedham $1,270,000 
Rte. 109 (Bridge St.) Bridge 
Rehabilitate the Route 109 (Bridge Street) Bridge (D-5-4) over the Charles River. 


Dover $670,300 
Willow Street Bridge 
Replacement of the Willow Street Bridge over the Charles River 


Framingham $1,256,200 
Danforth Street Bridge 
Reconstruction of the Danforth Street Bridge over the Sudbury River. 


Framingham $375,000 
Main St. Bridge 
Replace the Main Street Bridge (F-7-40) over Route 9. 


Framingham $1,100,000 
Winter St., Two Bridges 
Replace two bridges on Winter Street over the Sudbury River (F-7-3 and F-7-65) 
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Last TIP: None 
Design Status: No Information 
Project Information Form 


602560 
Last TIP: 1996 (1998) 
Design Status: Pre-25% 
Project Information Form 


600638 
Last TIP: Pre 1995 
Design Status: 100% 
Project Information Form 


603906 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


602641 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


601087 
Last TIP: Pre 1995 
Design Status: 75% 
Project Information Form 


603713 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


603694 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


603406 
Last TIP: None 
Design Status: 25% 
Project Information Form 


602464 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 
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BRIDGE PROJECTS 


Gloucester 
Route 127A (Thatcher Road) Bridge 
Replacement of the Route 127A (Thatcher Road) bridge over Marsh Creek. 


$720,100 


Gloucester $2,000,000 
Rte. 127 (Washington St.) Bridge 
Reconstruct and widen the Route 127 (Washington Street) Bridge (G-5-4) over 


Goose Cove. 


Hanover $2,200,000 
Rte. 53 Bridge 
Reconstruct the Route 53 Bridge (H-6-11) over Route 3. 

Hanover, Norwell, and Rockland $7,800,000 


Rte 3 Bridges (3 bridges) 
Rehabilitation of three bridges on Route 3 over Route 123, High Street, and Route 
228. 


Hingham $3,500,000 
Rte. 228 (Derby St.) Bridge 


Replace the Route 228 (Derby Street) Bridge (H-15-12) over Route 3. 


Holliston 
Courtland St. Bridge & Maple St. Bridge 


Replace the Courtland Street Bridge (H-20-12) over the Weston Pond Outlet and 
the Maple Street Bridge (H-20-11) over the Houghton Pond Inlet. 


$185,000 


Hopkinton & Southborough 
Route 85 (River Street) Bridge 


Replace the Route 85 (River Street) Bridge over the Sudbury River, bridge 
H-23-004=S-20-008. 


$735,000 


Hudson $471,000 
Cox St. Bridge 
Replace the Cox Street Bridge (H-25-8) over the Assabet River. 
Ipswich $225,000 
County Rd. Bridge 
Rehabilitate the County Road Bridge (I-1-5 & I-1-5A) over the Ipswich River. 
Ipswich $2,318,000 
Rte. 1A (High St.) Bridge 
Replace the Route 1A (High Street) Bridge (I-1-7) over the MBTA and the BeM 
Railroad. 
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603772 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602203 
Last TIP: None 
Design Status: 25% 
Project Information Form 


603378 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


603784 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602643 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


603029 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


603793 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


601906 
Last TIP: 1999 (2000) 
Design Status: 100% 
Project Information Form 


601356 
Last TIP: None 
Design Status: 75% 
Project Information Form 


602543 
Last TIP: None 
Design Status: 75% 
Project Information Form 
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Lexington $9,085,700 

Route 2A (Marrett Road) Bridge 

Replacement of the Route 2A (Marrett Road) Bridge over I-95/Route 128. 
Lincoln $2,944,260 

Rte. 126 (Concord Rd.) Bridge 

Replace the Route 126 (Concord Road) Bridge (L-12-2) over the B&M Railroad. 
Lynn & Saugus $12,000,000 
Rte. 107 (Fox Hill) Bridge 


Replace the Route 107 (Fox Hill) Bridge (L-18-16 = S-5-8) over the Saugus River. 


Marlborough $797,800 
Robin Hill Street Bridge 
Replace the Robin Hill Street Bridge (M-6-3) . 

Marshfield $475,300 


Canal St. Bridge 
Replace the Canal Street Bridge (M-7-6) over the Cut River. 


Marshfield & Norwell 
Union St. (Bridge St.) Bridge 
Reconstruct the Union Street (Bridge Street) Bridge (M-7-1=N-24-1) over the 
North River. 


$983,000 


Marshfield & Scituate 
Julian St. Bridge 
Replace the Julian Street Bridge (M-7-19=S-7-14) over the South River. 


$1,188,000 


Maynard $2,128,600 

Rte. 27 (Waltham St.) Bridge 

Replace the Route 27 (Waltham Street) Bridge (W-10-7) over the Assabet River. 
Maynard & Stow $521,315 
White Pond Rd. Bridge 


Replace the White Pond Road Bridge (M-10-1 = S-29-8) over the Assabet River. 


Medfield, Millis and Natick 
Five Steel Bridges 


$800,000 


Cleaning and painting of five steel bridges. 
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603722 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


086461 
Last TIP: 1999 MA (2000) 
Design Status: 100% 
Project Information Form 


026710 
Last TIP: 2003 (2005) 
Design Status: 25% 
Project Information Form 


603506 
Last TIP: None 
Design Status: 25% 
Project Information Form {x 


602863 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


603360 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602544 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


603658 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


601946 
Last TIP: 2001 (2001) 
Design Status: 100% 
Project Information Form 


603583 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 
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Millis 
Pleasant St. Bridge 
Replace the Pleasant Street Bridge (M-23-6) over the Charles River. 


$629,000 


Natick $2,500,000 
Rte. 27 Bridge 
Replace the Route 27 Bridge (N-3-20) over Route 9. 

Natick $464,300 


Spring St. Bridge 
Rehabilitate the Spring Street Bridge (N-3-7) over the CSX Railroad. 


Newton & Weston 
Rte. 30 Bridge 


Rehabilitate the deck on the Rte. 30 (South Avenue) Bridge (N-12-10 = W-29-5) 
over the Charles River. 


$1,000,000 


North Reading 
Park Street Bridge 


$500,000 


Bridge Replacement of bridge No. N-18-002 - Park Street over the Ipswich River. 


Norwood $572,000 
Morse St. Bridge 


Replace the Morse Street Bridge (N-25-3) over the Neponset River. 


Peabody 
Howley St. Bridge 
Replace the Howley Street Bridge (P-3-13) over the North River. 


$499,800 


Quincy $625,000 

Rte. 3A Bridge 

Reconstruct the Route 3A Bridge (Q-10-16) over the Town River Canal/Bay. 
Randolph $1,604,000 
MDC Horse Access Rd. Bridge 


Replace the MDC Horse Access Road Bridge (R-10-14) over Route 24 
(Northbound & Southbound). 


Revere $800,000 


Railroad Ave. Bridge 


Reconstruct the Railroad Avenue Bridge (R-5-55) over AMTRAK and the MBTA. 
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601667 
Last TIP: 1998 (1999) 
Design Status: Pre-25% 
Project Information Form 


602777 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


126201 
Last TIP: None 
Design Status: 75% 
Project Information Form 


110980 
Last TIP: 1998 MA (1999) 
Design Status: Pre-25% 
Project Information Form 


602935 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


603417 
Last TIP: None 
Design Status: 25% 
Project Information Form 


603531 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


110600 
Last TIP: 1996 (1998) 
Design Status: No Information 
Project Information Form 


603244 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


059720 
Last TIP: 1998 (2000) 
Design Status: Pre-25% 
Project Information Form 
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Revere & Saugus $4,000,000 
Rte. 107 


Replace three bridges on Route 107: R-5-7 over the Pines River; R-5-9 over the 
Diamond Creek; and S-5-3 over the East Boston Pines River. 


Scituate $800,000 
Edward Foster Rd. (Veterans' Memorial Bridge) 


Replace the Veterans’ Memorial Bridge (S-7-4), on Edward Foster Road, over 
Tidal Creek. 


Sharon $500,000 
South Main St. Bridge 
Rehabilitate the South Main Street Bridge (S-9-1) over EOTC/MBTA/AMTRAK 


right-of-way. 


Sherborn 
Whitney St. Bridge 
Replace the Whitney Street Bridge (S-12-3) over the CSX Railroad. 


$685,000 


Somerville $984,000 
Cross St. Bridge 
Rehabilitate the Cross Street Bridge (S-17-5) over the BEM Railroad. 
Stoughton $2,918,350 
Rte. 139 (Lindelof Ave.) Bridge 


Replace the deck on the Route 139 (Lindelof Avenue) Bridge (5-28-9) over Route 
24. 


Waltham 
Jackson St. Bridge 
Replace the Jackson Street Bridge (W-4-11) over the MBTA. 


$249,000 


Watertown $300,000 
Rte. 20 (Main St.) Bridge 


Remove the Route 20 (Main Street) Bridge (W-10-5) over the abandoned B&M 
Railroad right-of-way. 


Wellesley 
Rte. 16 Bridge 
Rehabilitate the Route 16 Bridge (W-13-14) over Route 9, including the relocation 
of a retaining wall. 


$2,000,000 


Wellesley 
Woodlawn Ave. Bridge 
Reconstruct the Woodlawn Avenue Bridge (W-13-5) over Conrail and the MBTA. 


$1,237,204 
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118160 
Last TIP: None 
Design Status: 25% 
Project Information Form 


023399 
Last TIP: 1996 (1997) 
Design Status: No Information 
Project Information Form 


602509 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


603276 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


602219 
Last TIP: None 
Design Status: 75% 
Project Information Form {x 


600772 
Last TIP: 1998 (2000) 
Design Status: Pre-25% 
Project Information Form 


601902 
Last TIP: 2001 (2002) 
Design Status: 75% 
Project Information Form 


600706 
Last TIP: 1995 (1995) 
Design Status: 50% 
Project Information Form 


094762 
Last TIP: 2002 (2002) 
Design Status: 100% 
Project Information Form 


601665 
Last TIP: 2001 (2001) 
Design Status: 100% 
Project Information Form 
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BRIDGE PROJECTS 


Weston $774,000 
Merriam St. Bridge 
Rehabilitate the Merriam Street Bridge (W-29-1) over the B&M Railroad and the 


MBTA. 


Weymouth $212,000 
Commercial St. Bridge 
Reconstruct the Commercial Street Bridge over the Herring Run. 
Winchester $1,500,000 
Mt. Vernon Street Bridge 


Replace the Mt. Vernon Street Bridge (W-40-013) over the Aberjona River. 


$500,000 
Sylvester Avenue, and Canal Street/Culvert Bridge Reconstruction 


Winchester 


Replace the Sylvester Ave. and Canal Street culverts/bridges over the Horn Pond 
Brook. 
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Bridge 


601628 
Last TIP: 1999 (2001) 
Design Status: 25% 
Project Information Form 


Last TIP: 1996 (1998) 
Design Status: No Information 
Project Information Form 


Last TIP: None 
Design Status: Pre-25% 
Project Information Form {x 


Last TIP: None 
Design Status: No Information 
Project Information Form {x 
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APPENDIX C - SUPPLEMENTAL LIST OF PROJECTS 
Major HIGHWAY PROJECTS 


Acton 
Route 2 
New Crossings of Route 2 in Acton. 
Beverly, Danvers, Gloucester, Manchester, Peabody, $2,907,265 
Rte. 128 Signage 
Update the traffic signs on Route 128 from Route 114 in Peabody to Blackburn 


Circle in Gloucester. Work for this project will also occur in Danvers, Beverly and 
Manchester. 


Boston $250,000 
I-93 HOV Lane Maintenance 
Install pavement markings, make slight alignment changes, and revise the 


signage for the I-93 HOV lane. 


Braintree 
Union St.-Rte. 3 Ramp 
Improve the signalization at the intersection of Union Street and the Route 3 
Ramp. 


$100,000 


Braintree $3,750,000 
I-93/Rte. 37 
Make improvements to the Interstate 93 (Route 128) interchange with Route 37 


(Granite Street). 


Burlington, Reading & Woburn $3,000,000 
I-95 (Rte. 128) 
Make safety improvements to the median of Interstate 95 (Route 128) in 


Burlington, Reading and Woburn, and install guardrails. 


Canton $27,700,000 
I-95 (Rte. 128)/I-93 Interchange 


Reconstruct the interchange connecting Interstate 95 (Route 128) to Interstate 93. 


Danvers & Peabody $11,000,000 


Rte. 128 

Reconstruct Route 128 from Route 62 in Danvers to the Shopping Center Bridge 
(Route 114) in Peabody. This is part of a three-phase project involving the 
reconfiguration of Route 114. 


Duxbury $1,300,000 
Route 3A Cold Planing and resurfacing 
Resurfacing and cold planning for a section of Route 3A 

Duxbury & Kingston $4,000,000 
Rte. 3 


Resurface a section of Route 3 and perform related work. 
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Major Highway 


Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


603130 
Last TIP: None 
Design Status: 100% 
Project Information Form 


603401 
Last TIP: None 
Design Status: 100% 
Project Information Form 


600172 
Last TIP: 1996 (1997) 
Design Status: No Information 
Project Information Form 


603134 
Last TIP: None 
Design Status: 25% 
Project Information Form 


600821 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


087790 
Last TIP: None 
Design Status: Pre-25% 
Project Information Form 


087612 
Last TIP: Pre 1995 
Design Status: 25% 
Project Information Form 


603826 
Last TIP: None 
Design Status: No Information 
Project Information Form 


036505 
Last TIP: 1998 (2000) 
Design Status: Pre-25% 
Project Information Form 
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Major HIGHWAY PROJECTS Major Highway 
Franklin to Mansfield $10,000,000 601932 
1-495 (SB) Last TIP: None 
Reconstruct Interstate 495 (southbound) in Foxborough, Franklin, Mansfield, Dests n Status: Pee 
Plainville, and Wrentham. Project Information Form 
Hanover to Hingham $13,000,000 602273 
Rte. 3 Last TIP: None 
Resurface Route 3 in Hanover, Hingham, Norwell and Rockland. Design Status: Pre-25% 
Project Information Form 
Hudson & Marlborough $25,000,000 603345 
I-495/I-290 Interchange Last TIP: None 


Design Status: Pre-25% 


Add capacity to the Interstate 495 /Interstate 290 Interchange. This project 
Project Information Form 


includes the replacement of four bridges: Interstate 495--over the Assabet River 
(H-25-16), over River Road (H-25-17), and over Robin Hill Road (M-6-7)--and the 
Interstate 290 Bridge over the Westbound Connector (M-6-19). 


Lynnfield & Wakefield $1,394,651 602144 
I-95 (Rte. 128) Last TIP: None 
Resurface a section of Interstate 95 (Route 128), and perform related work. Design Status: 100% 
Project Information Form {x 
Lynnfield & Wakefield $2,494,724 602851 
I-95 Noise Barriers Last TIP: 2001 (2001) 
Construct noise barriers on the south side of Interstate 95 between interchanges 41 Design Status: 100% 
and 42 in Lynnfield and Wakefield. Project Information Form |x 
Milton & Quincy $18,700,000 021120 
Furnace & Cunningham Brooks Last TIP: 1997 (1998-1999) 


Design Status: 100% 


Improve the drainage of Furnace and Cunningham Brooks by constructing a 
Project Information Form 


second relief drain parallel to the existing drain, extending from Huntington Road 
in Milton to the open channel along Furnace Brook Parkway. 


Newton & Wellesley $1,500,000 602840 
I-95 Noise Barriers Last TIP: None 
Construct noise barriers along Interstate 95 in Newton and Wellesley. Design Status: Pre-25% 
Project Information Form 
Norwood, Sharon & Walpole $2,500,000 603825 
Rte. 1 Resurfacing Last TIP: None 


Design Status: No Information 


Cold planing and resurfacing on a section of Route 1. 
Project Information Form 


Reading & Wakefield $2,250,000 602660 
I-95 (Rte. 128) Last TIP: None 


Resurface Interstate 95 (Route 128) from the Reading /Woburn line to the Main Pests n Status: ze 
Street Interchange in Wakefield. Project Information Form 
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Major HIGHWAY PROJECTS Major Highway 
Reading & Wilmington $3,625,000 089200 
Rte. 129 Last TIP: None 


Design Status: 25% 


Construct an interchange at Interstate 93 and Route 129 and widen Route 129. 
Project Information Form {x 


Sharon $10,000,000 180515 
I-95/Rte. 1 Interchange Last TIP: None 
Construct a new interchange connecting Interstate 95 to Route 1. Design Status: Pre-25% 
Project Information Form 
Somerville $55,000,000 600831 
I-93/Rte. 28/Mystic Ave. Interchange Last TIP: None 


Reconstruct the Interstate 93/Route 28/Mystic Avenue interchange Deas n Status: Freon 
(Fells-McGrath Highway). Project Information Form {x 


Southborough/Westborough 


I-495/Rte. 9 intersection improvements Last TIP: None 
Design Status: No Information 
Project Information Form 


Wilmington $15,000,000 086151 
I-93-Rte. 125 (Ballardvale St.) Last TIP: 1998 (2000) 


Improve the interchange of Interstate 93 and Route 125 (Ballardvale Street). This Design Status: 25% 
project involves the reconstruction of the existing ramps at Interstate 93, the Project Information Form K 
construction of new ramps to I-93 in the reconstruction of the interchange 

approach for Route 125, and the reconstruction of the Route 125-Ballardvale Street 


intersection. 
Woburn $225,000 600176 
Rte. 3-Bedford Rd. Last TIP: 2003 (2004) 


Design Status: 100% 


Upgrade the traffic signals at the intersection of Route 3 and Bedford Road. 
Project Information Form 


Wrentham $4,000,000 603739 
I-495/Rte. 1A Ramps Last TIP: None 
Construction of I-495/Route 1A Ramps. Design Status: No Information 

Project Information Form 
Wrentham 
Add Slip Lane at Route 1A exit Last TIP: None 
Design Status: No Information 
Project Information Form 
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BICYCLE AND PEDESTRIAN PROJECTS 


Belmont, Cambridge & Somerville $960,000 

Bicycle Facility 

Construct a bicycle facility connecting existing paths in Somerville and 
Cambridge and linking the communities of Belmont, Cambridge, and Somerville. 


(Approximately 600 feet lies in the Town of Belmont.) 


Beverly $246,000 
Beverly Bikeway 
Design and construct an 11-mile pedestrian and bicycle facility from the Veterans' 


Memorial Bridge to the Wenham/ Manchester town lines. 
Boston $100,000 
Dorchester Bicycle Facility 


Construct a bicycle facility from Victory Road Park to Tenean Beach/Southeast 
Expressway. 


Boston $2,000,000 
Forsyth St. 
Make bicycle and pedestrian improvements to Forsyth Street. 


Boston $1,000,000 
Linking the Corridors 


Reconstruct paved bicycle/jogging paths in Back Bay Fens Park and provide 
separate pedestrian paths. Also, connect Back Bay Fens Park and Southwest 
Corridor Park; improve bicycle and pedestrian safety along Forsyth Street; and 
create public spaces. 


Cambridge $5,000,000 
Fitchburg Rail Line Crossing 


Construct a bicycle and pedestrian crossing over the Fitchburg Rail Line. 


Cambridge & Somerville $1,200,000 
Alewife Station Bicycle Facility 
Construct a bicycle facility along the Red Line surface right-of-way from Alewife 


to Davis. 


Hopkinton 
Grove St. 
Add a bike lane along Grove Street. 
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lemental 


Last TIP: 2003 (2004) 
Design Status: 25% 


Project Information Form {x 
Year Approved:1999 


Last TIP: 1997 (1997) 

Design Status: Pre-25% 

Project Information Form 
Year Approved:1997 


005625 
Last TIP: 1997 (1997) 
Design Status: Pre-25% 
Project Information Form 
Year Approved: 


Last TIP: 1995 (1996) 
Design Status: No Information 
Project Information Form 

Year Approved: 


Last TIP: 1998 (1998) 
Design Status: No Information 


Project Information Form 
Year Approved:1998 


Last TIP: 1997 (1998-1999) 
Design Status: No Information 
Project Information Form 

Year Approved: 


600811 
Last TIP: None 
Design Status: 75% 
Project Information Form 
Year Approved: 


Last TIP: None 
Design Status: No Information 
Project Information Form 

Year Approved: 
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BICYCLE AND PEDESTRIAN PROJECTS Bicycle and Pedestrian 
Lynn, Malden, Revere & Saugus $690,000 
Bike to the Sea, Phase 2 Last TIP: 1999 (1999) 


Design Status: No Information 


Plan and design 8.4 miles of a 10 mile, five community bicycle facility. 
Project Information Form 


Year Approved: 
Acton, Concord & Sudbury 
Bruce Freeman Trail Phase 2 Last TIP: None 
Design and construct Bruce Freeman Trail Phase 2 Design Status: No Information 
Project Information Form 
Year Approved: 
Peabody $1,363,766 602341 
Bikeway & Greenway Last TIP: 2003 (2004) 


Design Status: 25% 


Construct a 6.6 mile bike trail from West Peabody to downtown. The project 
Project Information Form {x 


includes: the removal of abandoned railroad tracks; grading and paving an 8-foot 


wide hard-surfaced bikeway; landscaping; signage; and the installation of park Year Approved: 
benches. 

Peabody $1,574,000 
Riverwalk Last TIP: 1996 (1996) 


Design Status: No Information 


Construct a one-mile linear park along the banks of Goldwaithe Brook and the 
Project Information Form {x 


North River through Peabody Square, with links to the George Peabody House, 


the Peabody Institute, Emerson Park, Harmony Grove Cemetery, downtown, and Year Approved: 
the City of Salem. 
Salem $491,472 
Salem Trail, Phase 1 Last TIP: 2002 (2002) 
Construct two miles of a bicycle and pedestrian trail. Design Status: No Information 
Project Information Form 
Year Approved:1997 
Salem $355,370 
Salem Trail, Phase 2 Last TIP: 2002 (2002) 


Design Status: No Information 


Design and construct sections 2 and 3 of Salem's multi-use trail system. Section 2 
Project Information Form 


runs from Harmony Grove Road to Flint Street and section 3 runs from Webb 


Street to Fort Avenue and along Fort Avenue to Salem Willows Amusement Park. EPL E PUTO AS 
Somerville $500,000 
Somerville Community Path Phase I Last TIP: None 


Design Status: No Information 


Construction of Phase I of the Somerville Community Path from Cedar Street to 
Project Information Form {x 


Central Street. The Somerville Community Path is a proposed 2 mile multi-use 


path that will connect the Minuteman Commuter Bikeway to the Paul Dudley Year Approved: 
White Paths along the Charles River, connecting over 40 miles of multi-use paths. 
Stoneham, Woburn & Winchester $1,114,000 
Tri-Community Bikeway, Phase 1 Last TIP: None 
Design and Construct Phase 1 of a 5.7 mile bicycle facility in Stoneham, Design Status: No Information 


Project Information Form {x 


Winchester, and Woburn. [This project was approved for $1.3 million; $186,000 
Year Approved:1998 


was obligated in 1998 for design. ] 
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BICYCLE AND PEDESTRIAN PROJECTS 


Stoneham, Woburn & Winchester 
Tri-Community Bikeway, Phase 2 


$1,200,000 


Construct a 5.7 mile bicycle facility in Stoneham, Winchester, and Woburn. 


Stoneham, Woburn & Winchester 
Tri-Community Bikeway, Phase 3 


$1,784,000 


Acquire abandoned railroad right-of-way from Montvale Avenue to Maple Street 
in Stoneham and from High Street to Cross Street in Woburn. 


Waltham 
Surplus MBTA Right-of-Way 


Acquire three miles of MBTA surplus MassCentral right-of-way for the Waltham 
Wayside Trail. 


$3,000,000 


Watertown 
Minuteman Path Right-of-Way 
Acquire Watertown branch of right-of-way to connect Minuteman Path from 
Arlington, Cambridge, Watertown to Dr. Paul Dudley White Bike Path in Boston 
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Last TIP: None 
Design Status: No Information 


Project Information Form {x 
Year Approved:1999 


Last TIP: None 

Design Status: No Information 

Project Information Form {x 
Year Approved: 


Last TIP: None 

Design Status: N/A 

Project Information Form {x 
Year Approved: 


Last TIP: None 
Design Status: No Information 
Project Information Form 

Year Approved: 
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ENHANCEMENT PROJECTS 


Cambridge $500,000 
Cambridge Common 


Reconstruct the bicycle and pedestrian paths in Cambridge Common, provide 
landscaping enhancements, and preserve historic structures. 


Concord $135,815 
Main St. 
Construct bicycle and pedestrians improvements and provide landscaping in 
West Concord Center. 


Somerville & Medford $6,500,000 
I-93 Lighting 
Highway lighting refurbishment on I-93. 


Stoneham & Woburn $7,500,000 
I-93 Lighting 
Highway lighting refurbishment on I-93. 


Somerville $391,750 
Magoun Square 
Enlarge and make safety and aesthetic improvements to the pedestrian areas of 
Magoun Square located at the intersection of Broadway and Medford Streets. This 
construction work also includes enhanced streetscape elements and landscaping. 
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Enhancement 


Last TIP: 1995 (1997) 
Design Status: No Information 


Project Information Form 
Year Approved: 1997 


Last TIP: 1999 (1999) 
Design Status: No Information 


Project Information Form 
Year Approved: 1999 


603916 
Last TIP: None 
Design Status: No Information 


Project Information Form 
Year Approved: 


603917 
Last TIP: None 
Design Status: No Information 
Project Information Form 
Year Approved: 


Last TIP: None 
Design Status: No Information 


Project Information Form 
Year Approved: 2003 
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Status of FY 2003 Highway Projects (Non-Artery) H ig hway Projects 
Arlington Route 2A (Summer Street) 602286 


Reconstruct Route 2A (Summer Street) from Brattle Street to the Lexington town line. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 


Arlington to Boston Bicycle Facility 180700 
Make the final drawdown of federal High Priority Project funds for the acquisition of the Watertown Branch 
right-of-way. The drawdown amount is based upon an assumed obligation limit of 86% of the available federal aid 
apportionment. This right-of-way was acquired in FY 2001. 


Current Status: These funds were obiligated in FY 2003. 


Bellingham Blackstone Street 601974 


Install traffic signals at two locations on Blackstone Street: Route 140 (Mechanic Street) and Route 126 (South Main 
Street). 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 


Belmont Route 60 (Pleasant Street) 601790 


Reconstruct Route 60 (Pleasant Street) from the Arlington town line to Trapelo Road and upgrade the signalization. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 


Boston Commonwealth Avenue, Segment 1 602247 


Reconstruct Commonwealth Avenue from Kenmore Square to the BU Bridge. 


The federal and state share of this project’s costs are estimated to be $5,200,000. The other $2,800,000 will be funded 
by the City of Boston. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 
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Status of FY 2003 Highway Projects (Non-Artery) Hi g hway Proje cts 


Boston Huntington Avenue 


The project would study and design roadway and sidewalk improvements that would include measures to protect the 
integrity of the Boston Symphony Orchestra’s adjacent historical structure. Initially, the study would evaluate the 
feasibility of certain traffic circulation modifications in order to enhance the pedestrian access to this vital cultural 
facility which is positioned at the intersection of two of the City of Boston’s most heavily traveled arterials. A major 
focus would be the intersection of Huntington Avenue and Massachusetts Avenue. Subsequently, sidewalk and roadway 
improvements would be designed. 


The funding of this study will come from $4 million of High Priority Project funds allocated by Congress in 1998 for 
streetscape improvements in the vicinity of Boston Symphony Hall. 


Current Status: This project was reprogrammed in FY 2004 of the FY 2004-2008 TIP. 


Boston Ipswich Street Bridge 600731 
Rehabilitate the Ipswich Street Bridge (B-16-401) over the Muddy River. 


Current Status: This project was deleted from the FY 2003 TIP and reprogrammed in FY 2004 of the FY 2004-2008 
TIP. 


Boston Long Island Pier 


Construct an ADA-accessible pier on Long Island to provide public access by water transportation to the Parade 
Ground and Long Island Head sections of the island. The pier will provide adequate water depth for berthing of water 
taxi ferries and “Georges Island”-type ferries that currently operate within Boston Harbor. 


Current Status: The Section 330 Omnibus funding of this project was reprogrammed in FY 2004 of the FY 2004-2008 
TIP. 


Boston Regional Intelligent Transportation Systems 


Advance regional ITS architecture by connecting the City of Boston’s Traffic Management Center with one or more of 
the various state traffic management centers. Additionally, the traffic monitoring and management capabilities of the 
Boston TMC will be enhanced by a combination of expansions to the City’s fiber optics network and the addition of 
video monitoring cameras. This effort will focus on a number of key transit corridors such as the Silver Line’s 
Washington Street corridor, Massachusetts Avenue and Commonwealth Avenue. Efforts will be made to use existing 
spare fiber optics capacity where possible to optimize the benefits of this project for transit, regional traffic and public 
safety. 


The funding for this project was provided through a congressional earmark in FY 2003. 


Current Status: This project was reprogrammed in FY 2004 of the FY 2004-2008 TIP. 
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Status of FY 2003 Highway Projects (Non-Artery) Hi g hway Proje cts 


Boston Sprague Street Bridge 130802 
Replace the Sprague Street Bridge (B-16-172) over AMTRAK. 


Current Status: This project was reprogrammed in FY 2004 of the FY 2004-2008 TIP. 
Boston Region Essex County Unified Signage System, Phase 2 
Install a comprehensive signage system in Essex County, promoting and interpreting historic and tourist-related facilities. 


Current Status: This project will not be obligated in FY 2003. 


Cambridge Cambridgeport Roadway Improvements 602594 


Make the final drawdown of federal High Priority Project funds for the Cambridgeport Roadway Improvement Project. 
The drawdown amount is based upon an assumed obligation limit of 86% of the available federal aid apportionment. 
This project is expected to be advertised prior to October 1, 2002. 


Current Status: These funds were obligated in FY 2003. 


Cambridge Lafayette Square Enhancement 600300 


Provide streetscape, landscaping and bicycle/pedestrian amenities along Massachusetts Avenue from Memorial Drive to 
Main Street, a distance of approximately 0.6 miles. This project also includes creation of a pedestrian plaza and other 
safety improvements at Lafayette Square. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 


Cambridge Massachusetts Ave/Lafayette Square 600300 


Reconstruct Massachusetts Avenue from Lafayette Square to Memorial Drive. The total cost of this project is estimated 
to be $4,028,570. The city of Cambridge is responsible for funding nonparticipating costs estimated to be $624,885. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 
Cambridge & Boston North Station/Kendall Square Shuttle 
Provide second-year funding for a shuttle connecting North Station in Boston to Kendall Square in Cambridge. 
Current Status: These funds were obligated in FY 2003. 
Canton High Street Bridge 032209 


Replace the High Street Bridge (C-2-8) over the MBTA and Amtrak. 


Current Status: This project has been advertised. 
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Canton & Dedham Route 128 Bridges, Year 1 602288 


Replace the Interstate 95 (Route 128) northbound bridge and southbound bridge over the Neponset River. This project is 
part of the Route 128 Transportation Improvement Project. 


This project will be advertised for $18 million in FY 2003 under the Advance Construction Program and will be funded 
over a three-year period with federal funds. The amount programmed here represents the first-year funding. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 


Chelsea Eastern Avenue 601199 


Reconstruct Eastern Avenue from Central Avenue to Broadway. 


Current Status: This project was deleted from the FY 2003 TIP and reprogrammed in FY 2004 of the FY 2004-2008 
TIP. 
Concord Monument Street Bridge 601442 
Rehabilitate the Monument Street Bridge (C-19-13) over the Concord River. 


Current Status: This project was deleted from the FY 2003 TIP and reprogrammed in FY 2005 of the FY 2004-2008 
TIP. 
Concord Route 2 602626 


Reconstruct Route 2 from Sudbury Road to Old Road to Nine Acre Corner (ORNAC) and Sandy Pond Road to Route 
126 and install a median barrier. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 


Dedham Providence Highway Bridges 075411 


Reconstruct the Providence Highway Bridge (D-5-30) over Williams Street and the Providence Highway Bridge 
(D-5-29) over Route 135 (High Street). This project also includes improvements at the intersection of High Street and 
East Street. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 


Foxborough Route 140 601782 


Make the final drawdown of federal High Priority Project funds for the Foxborough Common Roadway Improvement 
Project. The drawdown amount is based upon an assumed obligation limit of 86% of the available federal aid 
apportionment. 


Current Status: These funds were obligated in FY 2003. 
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Framingham Main Street Bridge 602944 
Replace the Main Street Bridge (F-7-5) over the Sudbury River. 


Current Status: This project was deleted from the FY 2003 TIP and reprogrammed in FY 2006 of the FY 2004-2008 
TIP. 


Framingham Route 126 Bridge 603410 
Rehabilitate the Route 126 Bridge (F-7-28) over Route 9. 
Current Status: This project has been advertised. 


Franklin Route 140 092000 


Make the final drawdown of federal High Priority Project funds for the Route 140 Realignment Project. The drawdown 
amount is based upon an assumed obligation limit of 86% of the available federal aid apportionment. 


Current Status: These funds were obligated in FY 2003. 
Gloucester Thatcher Road Bridge 133850 
Replace the Thatcher Road Bridge (G-5-9) over Good Harbor Beach Creek. 
Current Status: This project waas reprogrammed in FY 2004 of the FY 2004-2008 TIP. 


Hanover Route 53 Bridge 603378 
Reconstruct the Route 53 Bridge (H-6-11) over Route 3. 


Current Status: This project has been advertised. 


Hingham Route 228 (Derby Street) Bridge 603414 
Rehabilitate the Route 228 (Derby Street) Bridge (H-15-12) over Route 3. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 


Hingham & Norwell Route 53 114880 


Widen Route 53 to a three-lane cross section, to include a center turn lane, from 700 feet northwest of Route 228 to 700 
feet southeast of Grove and High Streets. Also, widen the approaches at the Route 53-Route 228 intersection in 
Hingham and Norwell and at the High Street/Grove Street/Route 53 intersection in Norwell. 


Current Status: This project was reprogrammed in FY 2004 of the FY 2004-2008 TIP. 
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Lynn Route 107 (Western Avenue) 601392 


Reconstruct Route 107 (Western Avenue) from the Fox Hill Bridge to Centre Street. This project includes updating the 
signals at seven intersections. 


Current Status: This project has been advertised. 


Malden & Medford Telecom City Enhancement 


Make streetscaping and landscaping improvements along Commercial Street and Corporation Way. The matching funds 
shown here will be provided by the project sponsor. 


Current Status: This project will not be obligated in FY 2003. 


Marlborough Route 20 (W. Main Street) 600428 


Reconstruct Route 20 (West Main Street) from Beach Street to Granger Boulevard. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 


Norfolk Union Street, Main Street & Rockwood Road 601387 


Reconstruct Main Street, Union Street, and Rockwood Road. This project includes the installation of a traffic signal at 
Main Street and Route 115; a pedestrian signal at Main Street and Independence Way; and a preemptive signal for 
emergency vehicles at the police and fire stations on Main Street. It also includes the minor realignment of North Street, 
as well as the installation of sidewalks on Main Street from Medway Street to Independence Way. 


Current Status: This project has been advertised. 


Peabody N. Central Street Bridge 601718 
Replace the pedestrian bridge on North Central Street (P-3-11) over the MBTA. 


Current Status: This project was deleted from the FY 2003 TIP and reprogrammed in FY 2004 of the FY 2004-2008 
TIP. 


Peabody Route 1 Bridge 602187 
Reconstruct the Route 1 Bridge (P-3-1) over Lowell Street. 
Current Status: This project has been advertised. 


Quincy Hancock Street - Southern Artery 602237 


Install traffic signals and make other improvements at the intersection of Route 3A (Hancock Street) and the Southern 
Artery. 


Current Status: This project was deleted fron the FY 2003 TIP and was not reprogrammed in the FY 2004-2008 TIP. 
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Randolph to Wellesley Route 128 Transportation Improvement Project (Design) 


Fund bridge and roadway design work for the addition of two general purpose lanes, one northbound and one 
southbound, to Route 128 in Randolph, Canton, Westwood, Dedham, Needham and Wellesley. 


Current Status: These funds were obligated in FY 2003. 


Saugus Route 1 - Walnut Street 601513 


Replace the Walnut Street Bridge (S-5-16) over Route | and reconfigure the Route 1/Walnut Street interchange by 
consolidating all vehicles exiting from Route | onto a separate northbound or southbound exit ramp. Also, install traffic 
signals, consolidate driveways, eliminate sidewalks, and widen Walnut Street. 


Current Status: This project was deleted from the FY 2003 TIP. 


Sharon Post Office Square 602989 


Provide streetscape improvements for Post Office Square, including the installation of brick walkways, trees, ornamental 
lighting, and benches. This project is funded with funds from project 601416, Rte. 27 in Sharon. 


Current Status: This project was combined with Project # 601416 (Rte. 27 - N. Main Street/S. Main Street) and was 
advertised. 


Sharon Route 27 (N. Main Street)/S. Main Street 601416 


Reconstruct North Main Street from Depot Street to 500 feet south of Cobbs Comer and reconstruct Depot Street from 
Station Street to Main Street. Also reconstruct South Main Street from Laurel Road to Depot Street and upgrade traffic 
signals. 


Current Status: This project has been advertised. 
Somerville Lowell Street, 2 Bridges 040550 
Reconstruct 2 bridges on Lowell Street (S-17-11 & S-17-15) over the MBTA. 
Current Status: This project is expected to be advertised prior to the close of FY 2003. 
Waltham Beaver Street-Forest Street 602592 


Make safety improvements at the intersection of Beaver Street and Forest Street. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 
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Appendix F: Status of FY 2003 
Status of FY 2003 Highway Projects (Non-Artery) Hi g hway Proje cts 


Waltham Winter Street Bridge, Year 1 601498 


Reconstruct the Winter Street Bridge (W-4-25) over Interstate 95 (Route 128) and reconfigure the associated 
interchange. 


This project will be advertised for $18 million in FY 2003 under the Advance Construction Program and will be funded 
over a four-year period with federal funds. The amount programmed here represents the first-year funding. 


Current Status: This project was deleted from the FY 2003 TIP and reprogrammed in FY 2004 of the FY 2004-2008 
TIP. 


Wayland Pelham Island Road Bridge 602723 
Replace the Pelham Island Road Bridge (W-11-2) over the Sudbury River. 


Current Status: This project was reprogrammed in FY 2006 of the FY 2004-2008 TIP. 
Wayland Route 20-Route 126/27 602845 
Improve the signalization at the intersection of Route 20 and Route 126/27. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 


Wayland Town Center Historic Preservation 


Install landscaping and other aesthetic enhancements at or near the intersection of Routes 20, 27, and 126. Work for this 
project will occur in the following locations: on Route 126 from its intersection with Route 27 north to the public 
library; on Route 27 from its intersection with Route 126 north to the Wayland Depot; on Route 20 from Winthrop 
Terrace west to Blacksmith Green, including work at the Mellen Law Office Building; and on West Pelham Island Road 
from Blacksmith Green to Route 20. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 


Weymouth Naval Air Station Reuse (Design & Permitting) 


Fund design and permitting work associated with the reuse of the South Weymouth Naval Air Station. This work is 
associated with on-base improvements. 


Current Status: These funds are expected to be obligated prior to the close of FY 2003. 


Weymouth Route 18 (Design & Permitting) 


Fund design and permitting work associated with the widening of Route 18 from Route 3 to Columbian Street. 


Current Status: These funds are expected to be obligated prior to the close of FY 2003. 
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Status of FY 2003 Highway Projects (Non-Artery) Hi g hway Proje cts 


Weymouth Route 18 Intersections 


Make traffic signal improvements at four locations on Route 18: West Street, Park Avenue, Columbian Street, and Pond 
Street & Pleasant Street. 


Current Status: This project was deleted from the FY 2003 TIP. 


Weymouth Route 18 - Pond & Pleasant Streets 603738 


Make traffic signal improvements at the intersection of Route 18 and Pond Street & Pleasant Street. 


Current Status: This project is expected to be advertised prior to the close of FY 2003. 


Weymouth Route 3 Access (Design & Permitting) 


Fund design and permitting work associated with providing access from Route 3 to the South Weymouth Naval Air 
Station. This work is associated with on-base improvements. 


Current Status: These funds are expected to be obligated prior to the close of FY 2003. 


Weymouth Route 3 Access (Design & Permitting) 


Fund design and permitting work associated with providing access from Route 3 to the South Weymouth Naval Air 
Station. This work is associated with off-base improvements. 


Current Status: These funds are expected to be obligated prior to the close of FY 2003. 


Weymouth Route 3/Route 18 Connection (Design & Permitting) 


Fund design and permitting work associated with providing a connection between Route 3 and Route 18. This work is 
associated with the reuse of the South Weymouth Naval Air Station. 


Current Status: These funds are expected to be obligated prior to the close of FY 2003. 


Wilmington Route 129 (Lowell Street) 601732 


Resurface Route 129 (Lowell Street) from Route 38 (Main Street) to Woburn Street. The High Priority Project (HPP) 
funds provided for this project are insufficient to fund the federal share of its total cost and have been supplemented with 
STP/Boston MPO Earmark funds. The HPP funds total $1,108,241 and the STP funds total $331,759. 


Current Status: This project was deleted from the FY 2003 TIP and reprogrammed in FY 2004 of the FY 2004-2008 
TIP. 
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Status of FY 2003 Transit Projects T rans it Stat US 


REGIONAL PROGRAMMED BALANCE 
FTA FUNDING PROGRAMS AUTHORIZATIONS TIP AMOUNTS 
for FY 2004 FY 2004 FY 2004 


Section 5307 Capital $88,101,597 $88,101,597 
Section 5307 Operating $0 
Section 5307 Transit Enhancements $981,090 

sub-totals $89,082,687 $89,082,687 


Section 5307 2000 Carryover $55,820,122 $55,820,122 
Section 5307 Transit Enhancement Carryover $1,882,161 $1,882,161 
sub-totals 


Section 5307 TOTALS 


Section 5309 Fixed Guideway Capital $70,451,189 $70,451,189 
Section 5309 Fixed Guideway Carryover $28,436,937 $28,436,937 
Section 5309 Bus $0 
Section 5309 Bus Carryover $740,935 
Section 5309 New Start $0 
Section 5309 New Start Carryover 

Section 5309 TOTALS 


Section 5310 Capital - Elderly & Disabled $0 
Section 5311 Capital & Operating Rural Areas $0 
Section 3037 Job Access Grants $0 
Section 3012 2001 Carryover $0 
Section 3012 2000 Carryover $2,782,739 $2,782,739 


Other Totals $2,782, 739 $2,782,739 —r 
FTA TOTALS $249,866,589 $249,866,589 be Sal 


OTHER TRANSIT FUNDING 


HPP FHWA-to-FTA $0 
CMAQ FHWA-to-FTA Carryover $2,253,753 
HPP FHWA-to-FTA Carryover $570,000 
STP FHWA-to-FTA Carryover $0 
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APPENDIX H — PUBLIC COMMENTS AND 


MPO RESPONSES Public Comments 


Public involvement in the development of the FY 2004—2008 TIP followed the procedures set forth in the 
Boston MPO's adopted “Public Participation Process for Planning Documents in the Boston MPO”, which 
are designed to ensure early and continued public involvement in the transportation planning process. As a 
first step in developing this year's TIP, the MPO participated in eight transportation visioning sessions that 
were sponsored by the Metropolitan Area Planning Council and held at the MAPC subregional meetings 
in May and June of 2003. Also in June, the MPO asked for review of projects proposed during the 
visioning sessions and solicited additional project ideas at four MPO sponsored workshops that were held 
in Boston, Framingham, Quincy, and Wakefield. 


Upon the approval of a Circulation Draft TIP, by the MPO's Transportation Planning and Programming 
Committee on July 24, 2003, notice of its availability and the opportunity to review and comment on it 
was published in the Boston Globe, the Boston Metro, the Bay State Banner and TRANSREPORT, the 
MPO's newsletter. In addition, notices were sent to the MPO's list server and press releases were sent to 
local newspapers. The draft document was distributed to the region's 101 chief elected officials and 
planning directors, the Regional Transportation Advisory Council, the Boston MPO Environmental 
Justice Committee, the Metropolitan Area Planning Council’s Subregional Groups, and state legislators. 
Copies of the document were available for viewing at all municipal offices and public libraries in the 
region and for downloading from the Boston MPO Web site at www.bostonmpo.org. 








During the review period, four more MPO-sponsored workshops were held in Waltham and Mattapan, 
with the support of members of the Boston MPO Environmental Justice Committee, to solicit comments. 
In addition, an all-day open house was held at the MPO's office in Boston. The Regional Transportation 
Advisory Council also participated both in the development of the TIP and its review. 


After the close of the review period, a summary of the more than 500 written comments received and their 
disposition was prepared and presented to the Transportation Planning and Programming Committee prior 
to requesting its recommendation on MPO endorsement. The summary is included in this appendix. The 
MPO thanks the makers of the comments for their ideas and input and each will receive a written 
response. The full text of all written comments and copies of the MPO's letters of response are available 
for perusal at the Central Transportation Planning Staff. 
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